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53.301-1442 


AFK1L 1, 1985 0MB 0505-0005 

FEDERAL ACQUISITION REGULATION (FAR) 



l. SOLICITATION NO. 

|2. TYPE OF SOLICITATION 

3. DATE ISSUED 

PAGE OF PAGES 

SOLICITATION, OFFER, 





AND AWARD 


6/24/85 

1 

(Construction, Alteration, or Repair) 

SCS-3-CA-85 

(~1 NEGOTIATED (RFP) 


IMPORTANT — The "offer” section on the reverse must be fully completed by offeror. 


4. CONTRACT NO. 

5. REQUISITION/PURCHASE REQUEST NO. 6. PROJECT NO. 

....... . 

7. ISSUED BY CODE 


8. ADORESS OFFER TO 

USDA, Soil Conservation Service 

2828 Chiles Road 

Davis, CA 95616 

USDA, Soil Conservation Service 

2828 Chiles Hoad 

Davis, CA 95616 

9. TCR INFORMATION ^ A ' NAME 

call: W Ralph Blair 

8. TELEPHONE NO. (tnclude area code) (NO COLLECT CALLS) 

(408) 847-3762 

SOLICITATION 


NOTE: In sealed bid solicitations "offer” and "offeror" mean "bid” and "bidder". 

10. THE GOVERNMENT REQUIRES PERFORMANCE OF THE WORK DESCRIBED IN THESE DOCUMENTS (Title. identifying no., date): 


Construction of earth channel, 3 rock riprap grade control structures and a fish 
ladder in the Llagas Creek Watershed, Llagas Creek Reaches 3A-1 and 9A, Santa 
Clara County, California, involving quantities shown in the bid schedule. 

The estimated price range for this work is $500,000 to $1,000,000. 


11. The Contractor shall begin performance within 
| | award, [xj notice to proceed. This performance period is 


20 calendar days and complete it within_1 SfL 


mandatory, Q] negotiable. (See 


.calendar days after receiving 
_:_ > 


12A. THE CONTRACTOR MUST FURNISH ANY REQUIRED PERFORMANCE AND PAYMENT BONDS? 
(If "YES," indicate within how many calendar days after award in Item 12B.) 


X YES 


□ 


NO 


12B. CALENDAR DAYS 

10 


13. ADDITIONAL SOLICITATION REQUIREMENTS: 


A. Sealed offers in original and 


_ copies to perform the work required are due at the place specified in Item 8 by_ 2:00 pm (hour) 

local time July 23. 1985 (date). If this is a sealed bid solicitation, offers must be publicly opened at that time. Sealed envelopes 

containing offers shall be marked to show the offeror's name and address, the solicitation number, and the date and time offers are due. 


B. An offer guarantee 


□ is 


not required. 


C. All offers are subject to the !1) work requirements, and (2) other provisions and clauses incorporated in the solicitation in full text or by 
reference. 

D. Offers providing less than 60 calendar days for Government acceptance after the date offers are due will not be considered and will be 
rejected. 


NSN 7540-01 -155-3212 


1442-101 


STANDARD FORM 1442 (REV. 4-85) 

Prescribed by GSA 

FAR (48 CFR) 53.236-I{«) 
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17. The offeror agrees to perform the work required at the prices specified below in stncr accordance with the terms of this solicitation, if this offer is accepted 

by the Government in writing within_calendar days after the date offers ane due. tlnsert anv number equal m nr greater than the minimum requirement 

snuctt in Item I ID Failure to insert anv number means the affernr accepts the minimum at hem I ID. I 


AMOUNTS !►► 


18 The offeror agrees to furnish any required performance ana paymeni bones 


19 ACKNOWLEDGMENT OF AMENDMENTS 

(The offerer acknowledges receipt of amendments to the KiiUe nation — give number and date of each j 



23. ITEMS ACCEPTED 


22. AMOUNT 


23 ACCOUNTING ANO APPR OPR I AT I ON DATA 


24 SUBMIT INVOICES TO ADDRESS SHOW''! '\ wj' TEM 

(4 copun unless otherwise specified: 

25. OTKE R THAN FULL AND OPEN COMPETITION PURSUANT TO 

' 1 10 U S.C. 2304(cl t .1 i ! 41 use 253,c; . 

26. ADMINISTERED BY CODE 1 

27 PAYMENT will be made by 


CONTRACTING OFFICER WILL COMPLETE ITEM 28 OR 29 AS APPLICABLE 

["‘""I 28 NEGOTIATED AGREEMENT (Contractor m; required to sign this 

anA whim - - fODItfK tO iMUin.’ offiCC i COOUaCtCX flgfeeS 

to furnish and deliver all items or perform at: wo**, reauisitions identified 
on this form and any continuation sheets for rhp consideration stated m this 
contract The rights and obligations of the r>a f,, es to this contract shah be 
governed by (al thts contract award. Ibl the solicitation, and icl the clauses, 
representations, certifications. and specifications iincorporated bv reference 
m or attached to this contract 

1—3 29 AWARD (Contractor is not required to sign this document) Your offer 
on this solicitation, is hereby accepted as to the items listed. Th s award con¬ 
summates the contract, which consists of (a) the Government solicitation and 
your otter, and (b) this contract award. No further contractual document is 
necessary 

3QA NAME ANO TITLE OF CONTRACTOR OR PERSON AUTHORIJEO 
TO SIGN fType or printf 

31 A NAME OF CONTRACTING OFF ICERTTypr nr prmr. 

1_ 

306 SIGNATURE 

30C DATE 

319 UNITED STATES OF AMERICA 3 1C. AWARD 

1 DATF 

1 

BY j 


STANDARD FORM 1442 BACK («Ev. 4-a 


it U S GOVERNMENT PRINTING QEMCfc C>— 340-4•$ il*T 
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BID SCHEDULE 

LLAGAS CREEK REACH 3A & 9A 


ITEM 

NO. 

WORK OR MATERIAL 

MB 

Estimated 

QUANTITY 

UNIT 



1. 

Mobilization 

8 

JOB 

L.S. 

xxxxx 

s 

2. 

Clearing & Grubbing 

2 

JOB 

L.S. 

xxxxx 

s 

3. 

Structure Removal 

3 

JOB 

L.S. 

xxxxx 

s 

4. 

Pollution Control 

5 

JOB 

L.S. 

xxxxx 

$ 

5. 

Removal of Water 

11 

JOB 

L.S. 

xxxxx 

% 

6. 

Excavation, Common 

21 

185,000 

C.Y. 

s 

$ 

7. 

Earth Fill 

23 

51,480 

C.Y. 

s 

$ 

8. 

Filter Material 

24 

720 

C.Y. 

s 

$ 

9. 

Bedding Material 

24 

1,250 

C.Y. 

$ 

s 

10. 

Loose Rock Riprap 

61 

4,320 

C.Y. 

s 

$ 

11. 

Grouted Rock Riprap 

62 

1,980 

C.Y. 

s 

$ 

12. 

Grout 

62 

660 

C.Y 

s 

s 

13. 

Metal Plates 

81 

8 

EACH 

s 

s 

14. 

Sheet Pi lino 

13 

1,400 

S.F. 

s 

t 

15. 

Vegetative Cover 

6 

25.5 

ACRE 

s 

s 

16. 

Public Safety 

400 

JOB 

L.S. 

xxxxx 

$ 

17. 

36-Inch CMP 

51 

95 

L.F. 

$• • 

s 

18. 

Sump Wall 

32 

JOB 

L.S. 

xxxxx 

s 

19. 

Water for Construction 

10 

JOB 

L.S. 

xxxxx 

$ 

20. 

Side Drain 

51 

102 

L.F. 

$ 

s 


TOTAL: S 
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CONSTRUCTION SPECIFICATION 

2. CLEARING AND GRUBBING 


1. SCOPE 

The work shall consist of the clearing and grubbing of designated areas 
by removal and disposal of trees, snags, logs, stumps, shrubs and rub¬ 
bish. 

2. MARKING 


The limits of the areas to be cleared and grubbed will be marked by means 
of stakes, flags, tree markings or other suitable methods. Trees to be 
left standing and uninjured will be designated by special markings placed 
on the trunks at a height of about six feet above the qround surface. 

3. REMOVAL 


All trees not marked for preservation and all snaqs, loqs, brush, stumps, 
shrubs and rubbish shall be removed from within the limits of the marked 
areas. Unless otherwise specified, all stumps, roots and root clusters 
having a diameter of one inch or larger shall be grubbed out to a depth 
of at least two feet below subgrade elevation for concrete structures and 
one foot below the ground surface at embankment sites and other design¬ 
ated areas. 

4. DISPOSAL 

Unless otherwise specified, all materials removed from the cleared and 
grubbed areas shall be burned or buried at locations approved by the 
Engineer or otherwise disposed of as approved bv the Engineer. 

5. MEASUREMENT and payment 


For items of work for which specific lumo sum prices are established in 
the contract, payment for clearing and arubbina will be made at the 
contract lump sum price. Such payment shall constitute full compensation 
for all labor, equipment, tools and all other items necessar.v and inci¬ 
dental to completion of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the pavment for the item 
of work to which it. is made subsidiary. Such items and the items to which 
they are made subsidiary are identified in Section 6 of this specifica¬ 
tion. 
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6. ITEM OF WORK AND CONSTRUCTION DETAILS 


Item of work to be performed in conformance with this specification and 
the construction details is: 

a. Bid Item 2, Clearing and Grubbing 

(1) This item shall consist of clearing and grubbing the entire area 
within the right-of-way, construction easement, and drainage 
easement except for those areas and trees designated on the 
drawings or by the Engineer to be preserved in place. This item 
shall also include removal and disposal of excess rubbish, such 
as car bodies and miscellaneous trash. 

(2) Soil removal shall be held to the minimum necessary to accompl¬ 
ish clearing of trees, brush and shrubs and shall generally not 
exceed 0.3 foot in depth. 

(3) The Contractor shall not damage or scar other trees except for 
necessary limbing to provide room for construction. If it is 
necessary to limb a tree, the cut shall be made with a saw and 
the wound shall be dressed with a tree seal. Any tree that is 
removed without the Engineer's permission or is irreparably 
damaged shall be replaced with two 15 gallon size valley oak 
(Quercus lobata) trees as directed by the Engineer. Any tree 
from which bark has been removed from one-third or more of the 
circumference shall be considered irreparably damaged to an 
extent requiring removal. Removal and replacement of damaged 
trees shall be at the Contractor's expense. 

(4) In Section 4, Disposal , all cleared and grubbed material 
resulting from this work shall be removed from the construction 
site and disposed of by the Contractor at sites of his own 
choosing. 
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CONSTRUCTION SPECIFICATION 

3. STRUCTURE REMOVAL 


1. SCOPE 

The work shall consist of the removal, salvage and disposal of structures 
(including fences) from the designated areas. 

2. MARKING 

The limits of the areas from which structures must be removed will be 
marked by means of stakes, flags or other suitable methods. Structures 
to be preserved in place or salvaged will be designated by special 
markings. 

3. REMOVAL 

Within the areas so marked all visible structures and attachments and all 
buried structures located and identified by survey stakes shall be 
removed to the specified extent and depth. 

4. SALVAGE 

Structures that are designated to be salvaged shall be carefully removed 
and neatly placed in the specified storage areas. Salvaged structures 
that are capable of being disassembled shall be dismantled into indivi¬ 
dual members or sections. Such structures shall be neatly match marked 
with paint prior to disassembly. All pins, nuts, bolts, washers, plates 
and other loose parts shall be marked or tagged to indicate their proper 
locations in the structure and shall be fastened to the appropriate 
structural member or packed in suitable containers. Materials from 
fences designated to be salvaged shall be placed outside the work area on 
the property from which they were removed. Wire shall be rolled into 
uniform rolls of convenient size. Posts and rails shall be neatly piled. 

5. DISPOSAL OF REFUSE MATERIALS 


Unless otherwise specified, refuse materials resulting from structure 
removal shall be burned or buried at locations approved by the Engineer 
or otherwise disposed of as specified or as approved by the Engineer. 
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6. MEASUREMENT AND PAYMENT 


For items of work for which specific lump sum prices are established in 
the contract, payment for structure removal will be made at the contract 
lump sum price. 

Such payment will constitute full compensation for all labor, equipment, 
tools, and all other items necessary and incidental to the completion of 
the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 7 of this 
specification. 
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7. ITEMS OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 3, Structure Removal 

(1) This item shall consist of the removal of all structures within 
the right-of-way that interfere with completion of the construc¬ 
tion shown on the drawings and in these specifications. 

The rock riprap from Station 179+10 to station 179+65 shall be 
removed from the site. The rock shall not be salvaged and used 
for construction materials in this contract. It may be placed 
in the optional disposal site No. 2 as shown on the drawings and 
staked in the field. No other material of any kind may be 
placed in this disposal site. 

The concrete slab between Station 180+00 and Station 181+00 
shall be saw cut along a neat line following the right-of-way 
prior to removal as shown on the drawings. 

(2) In Section 2, Marking , in the event of damage, as a result of 
the Contractor 1 ! operations, to structures designated to be 
preserved, they shall be immediately restored by the Contractor 
to their "before" condition at his own expense. 

(3) In Section 5, Disposal of Refuse Material , all refuse materials 
resulting from this work shall be removed from the construction 
site and disposed of by the Contractor at sites of his own 
choosing. 
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CONSTRUCTION SPECIFICATION 
5. POLLUTION CONTROL 


1. SCOPE 


The work shall consist of installinq measures or performing work to 
control erosion and minimize the production of sediment and other pollut¬ 
ants to water and air during construction operations in accordance with 
these specifications. 

2. MATERIALS 

All materials furnished shall meet the requirements of the Material 
Specifications listed in Section 8 of this specification. 

3. EROSION AND SEDIMENT CONTROL MEASURES AND WORKS 


The work and measures shall include but not be limited to the following, 
as shown on the drawings or as specified in Section 8 of this specifica- 
ti on. 

Staging of Earthwork Activities - The excavation and moving of soil 
materials shall be scheduled so that the smallest possible areas will be 
unprotected from erosion for the shortest time feasible. 

Seeding - Seeding to protect disturbed areas shall be used as specified 
on the drawings or in Section 8 of this specification. 

Mulching - Mulching shall be used to provide temporary protection to soil 
surfaces from erosion. 

Diversions - Diversions shall be used to divert water away from work 
areas and/or to collect runoff from work areas for treatment and safe 
disposition. 

Stream Crossings - Stream crossings shall be used where fordino of 
streams by equipment is necessary. 

Sediment Basins - Sediment basins shall be used to settle and filter out 
sediment from eroding areas to protect properties and streams below the 
construction site. 

Straw Bale Filters - Straw bale filters shall be used to trap sediment 
from areas of limited runoff. Bales are temporary and shall be removed 
when permanent measures are installed. 

Waterways - Waterways shall be used for the safe disposal of runoff from 
fields, diversions and other structures or measures. 
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4. CHEMICAL POLLUTION 


I 4 


The Contractor shall provide tanks or barrels or construct a sump sealed 
with plastic sheets to be used to dispose of chemical pollutants produced 
as a by-product of the project's work such as drained lubricating or 
transmission oils, greases, soaps, asphalt, etc. At the completion of 
the construction work, the sump shall be covered or filled as directed by 
the Engineer. Storage tanks or barrels shall be removed from the site. 

Sanitary facilities such as pit toilets, chemical toilets, or septic 
tanks shall not be placed adjacent to live streams, wells, or springs. 
They shall be located at a distance sufficient to prevent contamination 
of any water sources. 

5. AIR POLLUTION 


Local and state regulations concerning the burning of brush or slash or 
disposal of other materials shall be adhered to. 

Fit re prevention measures shall be taken to prevent the start or the 
spreading of fires which result from project work. Fire breaks or guards 
shall be constructed at locations as shown on the drawings. 

All public access or haul roads used during construction of the project 
shall be sprinkled as required to fully suppress dust. 

6 • MAINTENANCE REMOVAL AND RESTORATION 

All measures and works shall be adequately maintained in a functional 
condition as long as needed during the construction operation. All 
temporary measures shall be removed and the site restored to as nearly to 
original conditions as practicable as directed by the Engineer. 

7. MEASUREMENT AND PAYMENT 


For items of work for which specific lump sum prices are established in 
the contract, payment for pollution control will be made at the contract 
lump sum price. Such payment will constitute full compensation for all 
labor, equipment, tools, and all other items necessary and incidental to 
the completion of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items, and the items to 
which they are made subsidiary, are identified in Section 8 of this 
specification. 
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8. ITEMS OF WORK AND CONSTRUCTION DETAILS 

Item of work to be performed in conformance with this specification and 
the construction details is: 

a. Bid Item 4, Pollution Control 

(1) This item shall consist of the control of water and air pollu¬ 
tion as required under this contract. 

(2) In Section 3, Erosion and Sediment Control Measures and Works , 
the Contractor shall furnish the Engineer a written plan for the 
control of sediment at least 14 days prior to starting any exca¬ 
vation. The plan shall address all items except seeding , and 
mulching in Section 3. The plan must be approved bv the Engi- 
neer before starting any excavation. Acceptance of this plan 
will not relieve the Contractor of responsibility for completing 
the work as specified. 

(3) In Section 5, Air Pollution , firebreaks or guards will not be 
required. 

(4) In Section 7, Measurement and Payment , partial payment will be 
made proportionate to the total value of all bid items completed 
on the date of the estimate except Pollution Control and Removal 
of Water. 
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CONSTRUCTION SPECIFICATION 


1 7 


6. SEEDING, SPRIGGING AND MULCHING FOR PROTECTIVE COVER 


I. SCOPE 


The work shall consist of preparing the area for treatment, furnishing 
and placing seed, sprigs, mulch, fertilizer, inoculant, soil amendments, 
and asphalt emulsion as specified in the designated areas. 

2. MATERIALS 


Seed - All seed shall conform to the current rules and regulations of the 
state where it is being used and from the latest crop available. It 
shall meet or exceed the standards for purity and germination listed in 
Section 7. 

Seed shall be labeled in accordance with the state laws and the U.S. 
Department of Agriculture Rules and Regulations under the Federal Seed 
Act in effect on the date of invitations for bids. Bag tag figures will 
be evidence of purity and germination. No seed will be accepted with a 
date of test of more than 9 months prior to the date of delivery to the 
site. 

Seed that has become wet, moldy, or otherwise damaged in transit or 
storage will not be accepted. The percent of noxious weed seed allowable 
shall be as defined in the current state laws relating to agricultural 
seeds. Each type of seed shall be delivered in separate sealed con¬ 
tainers and fully tagged unless exception is granted in writing by the 
Contracting Officer. 

Fertilizer - Unless otherwise specified, the fertilizer shall be a 
commercial grade fertilizer. The fertilizer shall mpet the standard tor 
grade and quality specified by state law. Where -fertilizer is furnished 
from bulk storage, the Contractor shall furnish a supplier's certifica¬ 
tion of analysis and weight. When required by the contract, a represen¬ 
tative sample of the fertilizer shall be furnished the Contracting 
Officer for chemical analysis. 

Inoculants - The inoculant for treating legume seeds shall be a pure 
culture of nitrogen-fixing bacteria prepared specifically for the species 
and shall not be used later than the date indicated on the container or 
as otherwise specified. A mixing medium, as recommended bv the manufac¬ 
turer, shall be used to bond the inoculant to the seed. Two times the 
amount of the inoculant recommended by the manufacturer shall be used, 
except when seed is applied by use of a hydraulic seeder, four times the 
amount of inoculant recommended by the manufacturer shall be used. Seed 
shall be sown within 24 hours of treatment and shall not remain in the 
hydraulic seeder longer than 4 hours. 
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Soil Amendments -■ Lime shall consist of Standard Ground Agricultural 
Limestone, or approved equivalent. Standard Ground Agricultural Lime¬ 
stone is defined as ground limestone meeting current requirements of the 
State Department of Agriculture. 

Asphalt Emulsion shall conform to the requirements of ASTM D-977, 
Tiiiul si fi ecf - As’phal t." The emulsified asphalt may be rapid setting, 
medium setting, or slow setting. 

Straw Mulch Materials shall consist of wheat, oat, or rye straw, hav, 
grass cut from native grasses or other plants approved by the Contracting 
Officer. The mulch material shall be air dry, reasonably liaht in color, 
and shall not be musty, moldy, caked, or otherwise of low Quality. The 
use of mulch that contains noxious weeds will not be permitted. The 
Contractor shall provide a method satisfactory to the Cont.ractina Officer 
for determining weight of mulch furnished. 

Other Mulc h Materials - Mulching materials, such as wood cellulose fiber 
mulch, mulch tackifiers, synthetic fiber mulch, netting, and mesh are 
other mulching materials that may be required for specialized locations 
and conditions. These materials, when specified, must be accompanied by 
the manufacturers' recommendations for methods of application. 

3 • SEEDING MIXTURES, SOD, SPRIGS AMD DATES OF PLANTING 

The per acre rate for seed mixtures, sprigs, or sod and date of seeding 
or planting shall be as specified in Section 7, shown on the vegetating 
plan, or as otherwise approved by the Contracting Officer. 

4. SEED RED PREPARATION AND TREATMENT 


Areas to be treated shall be dressed to a smooth, firm surface. 

On sites where equipment can operate, (generally slopes flatter than 
1-1/2 to 1), the seedbed shall be adequately loosened ( A to 6 inches 
deep) and smoothed. Disking or cultipacking or both mav be necessary as 
determined by the Contracting Officer. 

On sites where equipment cannot operate, the seedbed shall be prepared by 
hand by scarifying to provide a roughened surface so that broadcast seed 
will stay in place. 

If seeding is to be done immediately following construction, seedbed 
preparation may not be required except on compacted, polished, or freshly 
cut area. 
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Rocks larger than 6 inches in diameter, trash, weeds, and other debris 
that will interfere with seeding or maintenance shall be removed or 
disposed of as directed by the Contracting Officer. 

Seedbed preparation shall be suspended when soil moisture conditions are 
not suitable for the preparation of a satisfactory seedbed as determined 
by the Contracting Officer. 

5. SEEDING, SPRIGGING, FERTILIZING, MULCHING, AMD STABILIZING 

All seeding or sprigging operations shall be performed in such a manner 
that the seed or sprigs are applied in the specified Quantities uniformly 
on the designated areas. The method and rate of seed application shall 
be as specified in Section 7. Unless otherwise specified, seedina or 
sprigging shall be done within 2 days after final gradinq is complete. 

Fertilizer and soil amendments shall be applied as specified in Sec¬ 
tion 7. When specified the fertilizer and soil amendments shall be 
thoroughly incorporated into the soil as soon as possible after beinq 
applied. 

The rate, amount, and kind of mulching or mesh shall be as specified in 
Section 7. Mulches shall be applied uniformly to the designated areas, 
and shall be applied to the seeded areas not later than ?. work days after 
seeding has been performed. Straw mulch materials shall be stabilized bv 
the use of a disk or by a suitable tackifier. A disk harrow weiohinq as 
specified in Section 7 shall have the disks set straight and the harrow 
shall be used to anchor the straw mulch into the soil as specified in 
Section 7. 

The tackifier shall be applied uniformly over the mulch material at the 
specified rate, or bv injecting it into the mulch material as it is beina 
applied. The mesh or netting stabilizina materials shall be applied 
smoothly but loosely on the designated areas, and the edges shall be 
buried or securely anchored by means of spikes or staples as specified in 
Section 7. 

The Contractor shall maintain the mesh or netting areas until all work on 
the entire contract has been completed and accepted. Maintenance shall 
consist of the repair of areas damaged by erosion, wind, fire, or other 
causes. Such areas shall be repaired to reestablish the condition and 
grade of the soil and shall be refertilized, reseeded, and remulched as 
directed by the Contracting Officer prior to application of the mesh or 
netting. 
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6. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract, each area treated as specified will be measured to the nearest 
0.1 acre. Payment for treatment will be made at the contract unit price 
for the designated treatment which shall constitute full compensation for 
all materials, labor, equipment, tools, and other items necessary and 
incidental to the completion of the work. 

When specified as an item of work mesh or netting will be measured to the 
nearest square yard of surface area covered. Payment will be made at the 
contract unit price and shall constitute full compensation for labor, 
equipment, materials and other items necessary and incidental to the 
completion of work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to which 
they are made subsidiary are identified in Section 7 of this specifica¬ 
tion. 
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7. ITEMS OF WORK AND CONSTRUCTION DETAILS 

Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 15, Vegetative Cover 

(1) This item shall consist of seedbed preparation, fertilizing, 
seeding, and mulching all exposed earth structures within the 
right-of-way, drainage easements, and disposal Site No. 1, and 
subsoiling the construction easement along the south side of 
Reach 9. 

(a) Subsoiling shall not begin until all work, except sub¬ 
soiling, requiring equipment in the temporary construction 
easements is completed. The Contractor is required to 
obtain authorization from the Engineer prior to starting 
the subsoiling operation. 

(b) Soil shall be loosened with a soil saver chisel or approved 
equivalent to a depth of 12 to 18 inches. 

(c) There shall be no seeding of the subsoiled area. 


(2) In Section 2, Materials : 

(a) Seed --Al1 seed shall be delivered to the site, tagged and 
labeled in accordance with the California Agricultural 
Code, and shall be acceptable to the County Agricultural 
Commissioner. 

Seed shall be of a quality which has a minimum pure live 
seed content of 80 percent (l purity X % germination) and 
weed seed shall not exceed 0.5 percent of aggregate of pure 
live seed and other material. 

(b) Fertilizer --A commercial fertilizer shall be' Ammonium 
Phosphate Sulfate and contain a minimum of 16 percent 
nitrogen, 20 percent available phosphoric acid and 0 per¬ 
cent water soluble potash, uniform in composition, dry and 
free flowing, pelleted or granular. 

All bagged fertilizer shall be delivered in unbroken or 
unopened containers, labeled in accordance with applicable 
state regulations and bearing the warranty of the producer 
for the grade furnished. 

(c) Soil amendments --No lime nor other soil amendments are 
specified. 
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(d) Mulch --Straw mulch shall be new straw derived from rice, 
wheat, oats, or barley. The Contractor shall furnish 
evidence that clearance has been obtained from the County 
Agricultural Commissioner, as required by law, before straw 
obtained from outside the county is delivered to the site 
of the work. 

(3) Iri Section 3, Seeding Mixtures and Dates of Planting : 

(a) Seeding mixture --The following seed and seeding rate shall 
be used: 


Kind of Seed 

and Amount 

Pounds/Acre 

Blando Brome 

(Bromis mollis) 

18 


The seeding rate shall be the weight of seed exclusive of 
any coating material. 

Date of Planting -Planting shall be performed after final 
grading is compl’eted. All seeding, fertilizing, and mulch¬ 
ing operations shall not begin until approval is given by 
the Engineer., 

(4) In Section 4, Seedbed Preparation and Treatment , the area to be 
seeded shall be roughened by scarifying, disking, harrowing, or 
otherwise worked to a depth of 2 to 4 inches then dressed to a 
reasonably smooth, firm surface. 

No implement shall be used that will create an excessive amount 
of downward movement of soil or clods on sloping areas. Seedbed 
may be prepared at time of completion of earthmoving work. 

(5) In Section 5, Seeding, Fertilizing, Mulching, and Stabilizing : 

(al Ferti1izing --Ferti11zer shall be distributed uniformly over 
the seedbed at the rate of 500 pounds per acre. 

Fertilizer shall be applied in any way that will, result in 
uniform distribution. The fertilizer shall be incorporated 
into the soil. Incorporation may be as part of the seedbed 
preparation, or as part of the seeding operation. If 
fertilizing is a part of the seedbed preparation, it shall 
not be accomplished more than fifteen (15) days prior to 
seeding. 

(b) Seeding --Seed shall be drilled, broadcast by hand, 
mechanical hand seeder, power operated seeder, or other 
approved equipment. Seed shall be incorporated into the 
soil, but not more than one-half inch deep. 

(c) Mulching —A straw mulch shall be distributed uniformly over 

the sloping areas at a rate of two tons per acre. The 

mulch shall be applied by hand, blower, or other suitable 
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equipment. If straw is applied with a blower, it shall not 
be chopped in lengths less than (6) inches. 

Application shall be made within 48 hours following 
seeding. 

The mulch shall be anchored in place. Anchoring process as 
approved by the Engineer may include using hand tools, 
mulching rollers, disks, or similar types of suitable 
equipment. 
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CONSTRUCTION SPECIFICATION 
8. MOBILIZATION 


1. SCOPE 


The work shall consist of the mobilization of the Contractor's forces anc * 
equipment necessary for performing the work required under the contract. 

It shall include the purchase of contract bonds; transportation of 
personnel, equipment, and operating supplies to the site; establishment 
of offices, buildings, and other necessary facilities at the site, and 
other preparatory work at the site. 

It shall not include mobilization for any specific item of work for which 
payment for mobilization is provided elsewhere in the contract. 

The specification covers mobilization for work required by the contract 
at the time of award. If additional mobilization costs are incurred 
during performance of the contract as a result of changed or added items 
of work for which the Contractor is entitled to an adjustment in contract 
price, compensation for such costs will be included in the price adjust¬ 
ment for the items of work changed or added. 

2. PAYMENT 


Payment will be made as the work proceeds, after presentation of invoices 
bv the Contractor showing his own mobilization costs and evidence of the 
charge;; o- r suppliers, subcontractors, and others for mobilization work 
performed by them. If the total of such payments is less than the 
contract lump sum for mobilization, the unpaid balance will be included 
in the final contract payment. Total payment will be the lump sum con¬ 
tract price for mobilization, regardless of actual cost to the Contrac¬ 
tor. 

Payment will not be made under this item for the purchase costs of 
materials having a residual value, the purchase costs of materials to be 
incorporated in the project, or the purchase costs of operating-supplies. 

Payment of the lump sum contract price for mobilization will constitute 
full compensation for all labor, materials, equipment, and all other 
items necessary and incidental to completion of the work. 
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3. ITEM OF WORK AND CONSTRUCTION DETAILS 


Item of work to be performed in conformance with this specification and 
the construction details is: 

a. Bid Item 1, Mobilization 


(1) This item shall consist of the mobilization of the Contractor's 
forces and equipment, as described in Section 1, for the perfor¬ 
mance of all work required under the contract. 

(2) Additional requirements: 

(a) Field Office . The Contractor shall provide and maintain for 
the exclusive use of the Engineer, at a location convenient 
to the construction operations, one field office of the 
portable trailer type with a sink. A portable inclosed 
outside toilet shall be provided near the field office. 
Office shall be provided with an outside-door lock. The 
floor space occupied by the office shall be not less than 
250 square feet. The office shall be located close to the 
Contractor's field office. 

(b) Equipment . The Contractor shall furnish and install not 
less than two desks, two chairs, one file cabinet, one plan 
rack, and one drafting type plan table. The Contractor 
shall furnish and install the necessary electrical wirinq, 
furnish light, heat, water; and weekly janitorial service 
in connection with said office and toilet shall be provided 
for the duration of the work. The Contractor shall remove 
said office and appurtenant facilities upon completion of 
the work. 
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b. Subsidiary Item. Insurance and Additional Insured 

(1) This item shall consist of public liability insurance and 
propert]^ damage insurance for the Contractor, Santa Clara Valley 
Water District and the City of Gilroy. 

(2) The Contractor shall secure and maintain during the life of this 
contract, such public liability and property damage insurance as 
necessary to protect him and any subcontractor performing work 
under this contract from claims for damage due to personal 
injury, accidental death, or property damages which may arise 
from his operations performed by the Contractor or by any 
subcontractor, or by anyone directly or indirectly employed by 
either of them. 

(3) The public liability insurance described herein before shall 
include protection from claims caused by automobiles, trucks, or 
other vehicles of the Contractor or any subcontractors while in 
use both within and outside the contract premises. The property 
damage insurance shall cover damage or destruction of any and all 
property other than that which is owned, leased, or in the care, 
custody, or control of the Contractor or any subcontractor, with 
liability limit applying to any one accident, disaster, or claim. 

(4) The liability insurance policy shall name the Santa Clara Valley 
Water District and the City of Gilroy as coinsured with the 
Contractor. The policy shall insure the District and the City, 
their officers, employees, and agencies, while acting within the 
scope of their duties under this contract. 

(5) The amount of Public Liability and Property Damage Insurance 
shall be as follows: 

Public Liability Insurance in an amount not less than $500,000 
for injuries, including accidental death, for any one person, and 
subject to the same limit for each person in an amount not. less 
than. $1,000,000 on account of any one accident. 

Property Damage Insurance in an amount not less than $1,000,000. 

(6) The Contractor shall submit a copy of the certificate of 
insurance policy to the Santa Clara Valley Water District within 
ten (10) days after the award of the contract and shall not 
commence work until written notice to proceed is given by the 
Government. 
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(7) Section 2, Payment . shall not apply. 

The Contractor shall furnish the Government evidence relative to 
the cost of the liability insurance required by this provision in 
detail sufficient to permit the Government to ascertain the 
additional premium involved due to the requirement of having the 
Santa Clara Valley Water District and the City of Gilroy being 
named as coinsured principals under this policy. 

The Contractor will be reimbursed by the Santa Clara Valley Water 
District for the cost of additional premium due to the District 
and the City being named as coinsured principals upon submission 
of a properly documented invoice to the Santa Clara Valley Water 
District. 
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CONSTRUCTION SPECIFICATION 
10. WATER FOR CONSTRUCTION 

1. SCOPE 


The work shall consist of furnishinq, transportinq, and usina water tor 
construction purposes in accord with the applicable specifications. 

2. FACILITIES AND EQUIPMENT 


The Contractor shall build and maintain such access and haul roads as are 
needed, and shall furnish, operate, and maintain all pumps, pipinq, 
tanks, and other facilities needed to load, transport, and use the water 
as specified. 

These facilities shall be equipped with meters, tanks, or other devices 
by which the volume of water supplied can be measured. 

3. DUST ABATEMENT AND HAUL ROAD MAINTENANCE 


Water for dust abatement and haul road maintenance shall be applied to 
haul roads and other dust-producinq areas as needed to prevent excessive 
dust and to maintain the roads in qood condition for efficient operation 
while they are in use. 

4. EARTHFILL, DRAINFILL, ROCKFILL 


Water for earthfill, drainfill, or rockfill shall be used in the fill 
materials as specified in the applicable construction SDecifications. 

5. CONCRETE, MORTAR, GROUT 


Water used in mixinq or curing concrete, pneumatically applied mortar, or 
other Portland cement mortar or qrout shall meet the requirements of the 
applicable construction specifications and shall be used in conformance 
with those specifications. 

6. MEASUREMENT AND PAYMENT 


For water items for which specific unit prices are established in the 
contract, the volume of water furnished and used in accordance with the 
specifications will be measured to the nearest 1000 qailons. 
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Except as otherwise specified, the measurement for payment will include 
all water needed at the construction site to perform the work required 
under the contract in accordance with the specifications but will not 
include water wasted or used in excess of the amount needed. It will not 
Include water used in concrete which is mixed elsewhere and transported 
to the site. 

Payment for water will be made at the contract unit price which shall be 
the price per 1000 gallons shown in the Bid Schedule. Such payment will 
constitute full compensation for all labor, materials, equipment, and all 
other items necessary and incidental to furnishing, transporting, and 
using the water. 
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7. ITEM OF WORK AND CONSTRUCTION DETAILS 


Work to be performed in conformance with this specification and the 
construction details is: 

a. Bid Item 19, Water for Construction 

(1) This item shall consist of all water required by work in this 
contract. 

(2) Section 6, Measurement and Payment shall not apply. Water for 
construction will be paid for at the contract lump sum price. 

Such payment will constitute full compensation for all labor, 
equipment, tools, and all other items necessary and incidental 
to the completion of the work. 

Partial payment of the lump sum price will be made proportionate 
to the total value of all bid items, except Removal of Water, 
Water for Construction and Pollution Control , completed on the 
date of the partial payment estimate. 
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CONSTRUCTION SPECIFICATION 
11. REMOVAL OF WATER 


1. SCOPE 


The work shall consist of the removal of surface water and ground water 
as needed to perform the required construction in accordance with the 
specifications. It shall include (1) buildina and maint.aininq all 
necessary temporary impoundinq works, channels, and diversions, (21 
furnishing, installing and operatinq all necessary Dumps, piping and 
other facilities and equipment, and (31 removing all such temporary works 
and equipment after they have served their purposes. 

2. DIVERTING SURFACE WATER 


The Contractor shall build, maintain and operate all cofferdams, chan¬ 
nels, flumes, sumps, and other temporary diversion and protective works 
needed to divert streamflow and other surface water through or around the 
construction site and away from the construction work while construction 
is in progress. Unless otherwise specified, a diversion must discharge 
into the same natural drainaqeway in which its headworks are located. 

Unless otherwise specified, the Contractor shall furnish to the Engineer, 
in writing, his plan for diverting surface water before beginning the 
construction work for which the diversion is required. Acceptance of this 
plan will not relieve the Contractor of responsibility for completing the 
work as specified. 

3. DEWATERING THE CONSTRUCTION SITE 


Foundations, cutoff trenches and other parts of the construction site 
shall be dewatered and kept free of standing water or excessively muddy 
conditions as needed for proper execution of the construction work. The 
Contractor shall furnish, install, operate and maintain all drains, 
sumps, pumps, casings, well points, and other equipment needed to perform 
the dewatering as specified. Dewaterinq methods that cause a loss of 
fines from foundation areas will not be permitted. 

Unless otherwise specified, the Contractor shall furnish to the Engineer, 
in writing, his plan for dewatering before beginning the construction 
work for which the dewatering is required. Acceptance of this plan will 
not relieve the Contractor of responsibility for completing the work as 
specified. 
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4. DEWATERING BORROW! AREAS 


Unless otherwise specified in Section 8, the Contractor shall maintain 
the borrow areas in drainable condition or otherwise provide for timely 
and effective removal of surface and ground waters that accumulate within 
the borrow areas from any source. Borrow material shall be processed as 
necessary to achieve proper and uniform moisture content for placement. 

If pumping to dewater borrow areas is included as an item of work in the 
bid schedule, each pump used for this purpose shall be equipped with a 
water meter in the discharge line. Accuracy of the meters shall be such 
that the measured quantity of water is within 3 percent, plus or minus, 
of the true quantity. Means shall be provided by the Contractor to check 
the accuracy of the water meters when requested by the Engineer. 

5. EROSION AND POLLUTION CONTROL 


Removal of water from the construction site, including the borrow areas 
shall be accomplished in such a manner that erosion and the transmission 
of sediment and other pollutants are minimized. 

6. REMOVAL OF TEMPORARY WORKS 


After the temporary works have served their purposes, the Contractor 
shall remove them or level and grade them to the extent required to 
present a sightly appearance and to prevent any obstruction of the flow 
of water or any other interference with the operation of or access to the 
permanent works. 

Except as otherwise specified, pipes and casings shall be removed from 
temporary wells and the wells shall be filled to ground level with gravel 
or other material approved by the Engineer. 

7. MEASUREMENT AND PAYMENT 


Items of work listed in the bid schedule for removal of water, diverting 
surface water, dewatering construction sites, and dewatering borrow areas 
will be paid for at the contract lump sum prices. Such payment will 
constitute full compensation for all labor, equipment, tools., and all 
other items necessary and incidental to the completion of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to which 
they are made subsidiary are identified in Section 8 of this specifica- 
ti on. 
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8. ITEM OF WORK AND CONSTRUCTION DETAILS 


Item of work to be performed in conformance with this specification and 
construction details is: 

a. Bid Item 5, Removal of Water 


(1) This item shall consist of the removal and diversion of surface 
water and ground water as required to construct the works of 
improvement in the dry in accordance with these specifications. 

(?) Work shall not be allowed when dewatering is insufficient for 
the work to be accomplished in the dry. The work site shall 
remain drained and useable for construction purposes for the 
duration of the construction season. Water shall not be allowed 
to stand or pond within the work site. 

(3) It is anticipated that a water table and/or seepaqe from 
existing banks will be encountered during construction opera¬ 
tions. 

(4) The Contractor shall remove all water which may accumulate in 
the excavation during the progress of work so that all work can 
be done in the dry. Trenches and foundation areas shall be kept 
free from water while the improvements are installed and until 
backfilling has progressed to a height above the water source. 
The Contractor shall have sufficient pumpinq equipment available 
for immediate use. Water shall be disposed of in such a manner 
as to cause no in.iury to public or private Dropertv. 

(5) In Section 2, Diverting Surface Water , and in Section 3, 
Dewatering the Construction Site j tFe Contractor shall submit 
his written plan five days in advance of startinq the removal 
and diversion of surface water and ground water. 

(6) Section 6, Measurement and Payment , shall apply. Partial pay¬ 
ment of 40 percent of the lump sum price will be made with the 
first progress payment after installation of the dewaterina 
system. The remaining 60 percent of the lump sum price will be 
made proportionate to the total value of all bid items, except 
Removal of Water and Pollution Control , completed on the date of 
the partial payment estimate. 
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CONSTRUCTION SPECIFICATION 
13. PILING 


1. SCOPE 

The work shall consist of furnishing and driving the specified kinds and 
types of piles at the locations shown on the drawings. 

2. MATERIALS 

Piles shall conform to the requirements of Material Specifications 511, 
512, 513, or 514 as appropriate to the kinds of piles specified. 

3. SITE PREPARATION 

All excavation within the area to be occupied by bearing piles shall be 
completed before the piles are driven. 

4. PROTECTION OF PILE HEADS 

The heads of all piles shall be protected during driving by suitable 
caps, rings, heads, blocks, mandrels and other devices. 

The heads of timber piles shall be fitted into a steel head block or 
fitted with heavy steel or wrought iron rings or wire wrapping. 

The heads of steel piles shall be cut square and fitted with a steel 
driving cap. 

The heads of precast concrete piles and casings shall be fitted into 
cushion type drive caps having a rope or other suitable cushion next to 
the pile head and fitting into a casting which in turn supports a timber 
shock block. 

Driving heads, mandrels and other devices shall be provided by the 
Contractor as needed for special types of piles and shall conform to the 
recommendations of the pile manufacturer. 

5. DRIVING BEARING PILES 

Piles shall be driven only in the presence of the Engineer. 

The piles shall be driven to the position, line and batter specified on 
the drawings. Each pile shall be driven continuously and without inter¬ 
ruption to the specified depth or until the specified bearing capacity is 
obtained. Deviation from this procedure will be permitted only when 
interruption of driving is caused by conditions that could not reasonably 
be anticipated. 
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Unless otherwise approved, piles shall be driven with steam, air or 
diesel powered hammers or a combination of hammers and water jets. Water 
jets may be used only when specifically authorized by the Engineer. 
Where jetting is authorized, the jets shall be withdrawn before the 
specified depth or bearing capacity is reached and the piles shall be 
driven with the hammer to the final penetration. 

When drop hammers are permitted, the height of drop shall be not more 
than 8 feet for concrete piles or 12 feet for steel or timber piles. 

Piles shall not be driven within 20 feet of concrete less than 7 days 
old, including concrete placed in cast-in-place piles with or without 
predriven shells or casings. 

The driving of piling with followers shall be allowed only when expressly 
approved by the Engineer. 

Diesel hammers shall be operated with throttles fully open when blows are 
counted for determination of bearing capacity except that throttle 
adjustments shall be made as necessary to prevent the nonstriking parts 
of the hammier from rising from the pile on the ram upstroke. 

The Contractor shall not attempt to drive piles beyond the point of 
refusal, as indicated by excessive bouncing of the hammer or kicking of 
the pile. 

6. DRIVING SHEET PILING 


The piling shall be driven in such a manner as to insure perfect inter¬ 
locking throughout the entire length of each pile. The piles shall be 
held in proper alignment during driving by means of assembling frames or 
other suitable temporary guide structures. Temporary guide structures 
shall be removed when they have served their purpose. 

At any time that the forward edge of the sheet pile wall is found to be 
out of correct alignment: (a) the piling already assembled and partly 
driven shall be driven to the required depth, and (b) taper piles shall 
then be driven to bring the forward edge into correct alignment before 
additional regular piling is assembled and driven. The maximum permis¬ 
sible taper in a single pile shall be one-fourth inch per foot of length. 

7. ESTIMATING BEARING CAPACITY 


When load tests are not required, the bearing capacity of each pile 
shall be estimated by use of one of the following formulas, as 
appropriate: 


a. 

b. 


For gravity hammers, R = 


2WH 

S+l 


For single-acting steam or air hammers and fQjvdiesel 
having unrestricted rebound of the ram, R = , 


hammers 
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c. For double-acting steam or air hammers and diesel hammers 
having enclosed rams, R = 2H(W+APl; or, R = ?E 

S+07I SCI 

where: 

R = safe bearing capacity in pounds, 

W = weight, in pounds, of striking parts of hammer, 

H = height of fall in feet, 

A = area of piston in square inches, 

P = pressure, in pounds per square inch, of steam, air 
or other gas exerted on the hammer piston or ram, 

E = the manufacturers rating for foot-pounds of energv 
developed by double-acting steam or air hammers, or 
90 percent of the average equivalent energy, in foot¬ 
pounds, developed by diesel hammers having enclosed 
rams as evaluated by gauge and chart readings. 

S = average penetration, inches per blow, for the last 
5 to 10 blows of a gravity hammer or the last 10 
to 20 blows for steam, air or diesel powered hammers. 

The above formulas are applicable only when: 

a. The hammer has a free fall 

b. The head of the pile is not crushed 

c. The penetration is reasonably quick and uniform 

d. There is no sensible bounce after the blow 

e. A follower is not used. 

Twice the height of the bounce shall be deducted from "H" to 
determine its value in the formula. 

In case water jets are used in connection with the driving, the 
bearing power shall be determined by the above formulas from the 
results of driving after the jets have been removed. 

8. LOAD TESTS 


When load tests are specified, the test loads shall be applied gradually, 
without impact, and in such a way that no lateral forces are applied to 
the pile. Load testing shall not be started until 24 hours after driving 
of the test pile is completed, or such longer time as is specified. 
Except as otherwise specified, load tests shall be made according to the 
following procedure: 

The total test load shall be twice the specified working load and shall 
be applied to the pile in increments equal to 25 percent of the workinq 
load. Settlement of the top of the pile shall be measured to an accuracy 
of 0.01 inch before and after the application of each load increment and 
at 2, 4, 8, 15, 30, and 60 minutes after, and then every 2 hours until 
the next load increment is applied. Additional load shall not be applied 
until the rate of settlement is less than 0.01 inch in one hour. 
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The total test load shall remain on the pile for a period of at least 
24 hours. Settlement shall be measured at 6-hour intervals during this 
period and at the end of the period, at least twice durina removal of the 
load, and immediately after all of the test load is removed. The net 
settlement shall be measured approximately 24 hours after all of the load 
has been removed. 

If settlement continues in excess of 0.01 inch per hour under less than 
the total test load, no additional load shall be applied, but the load 
that has been applied shall remain on the pile for a period of at least 
24 hours, and settlement measurements while the load is on the pile, and 
during and after removal of the load shall be made as if it were the 
total test l®ad. 

9. CUTTING OFF PILES 


The Contractor shall cut the piles off at the specified elevations. The 
length of pile cut off shall be sufficient to permit the removal of all 
damaged material. Steel shells or concrete casings for cast-in~place 
concrete piles shall be cut off at the specified elevation before being 
filled with concrete. 

Steel bearing piles shall be cut off in clean, straight lines as shown on 
the drawings. Any irregularities shall be leveled off with deposits of 
weld metal or by grinding before placement of bearing caps., 

Precast concrete piles and concrete casings shall be cut off in a manner 
such as to prevent damage to the remaining portion of the pile or casing 
or to the projecting reinforcement required for connecting the piles to 
the structure. 

Timber piles that are to be capped shall be accurately cut off so that 
true bearing is obtained on every pile without the use of shims. 

10. DEFECTIVE PILES 


Any pile damaged in driving, driven out of its proper location, driven 
below the specified cut off elevation or inaccurately cut off shall be 
corrected by one of the following methods, whichever is approved by the 
Engineer: 

a. The defective pile shall be pulled and replaced or redriven; 

b. A new pile shall be driven adjacent to the defective pile; or, 

c. The defective pile shall be spliced or built up or a sufficient 
portion of the footing shall be extended to properly embed the 
pile. 
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Pile shells abandoned in place after driving shall be filled with con¬ 
crete or sand-cement grout as appropriate to the situation. 

All piles pushed up by the driving of adjacent piles or by any other 
cause shall be driven down again. 

Any sheet pile ruptured in the interlock or otherwise damaged during 
driving shall be pulled and replaced. 

11. CORRECTING SURFACE HEAVE 

Any excess material resulting from displacement of earth by pile driving 
shall be removed. Materials disturbed by pile driving shall be condi¬ 
tioned and compacted to a density equal to that of the adjacent un¬ 
disturbed material. 

12. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract, the area of sheet pile walls, acceptably placed, will be 
computed to the nearest square foot within the neat lines shown on the 
drawings. Payment will be made at the contract unit price for each type, 
kind, and weight of piling. Such payment will constitute full payment 
for all labor, materials, equipment, and all other items necessary and 
incidental to the completion of the work. 

The measurement of the number of linear feet of piles (or number of 
piles) furnished and the number of piles driven shall include test 
and tension piles specified in the contract but not those furnished 
and driven by the Contractor at his own option. No payment will be 
made for furnishing or driving piles, including test piles, to 
replace piles lost or damaged prior to the completion of the contract 
while in stockpile or during handling and driving. 

When load tests are specified, payment for each test will be made at 
the contract price per test. Such payment will constitute full 
compensation for all labor, materials, equipment, and all other items 
necessary and incidental to making the test except furnishing and 
driving piling. 

When splices are specified, payment for each splice will be made at 
the contract unit price. Such payment shall constitute full compen¬ 
sation for all labor, materials, equipment, and all other items 
necessary and incidental to completion of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the 
item of work to which it is made subsidiary. Such items and the 
items to which they are made subsidiary are identified in Section 13 
of this specification. 
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13. ITEM OF WORK AND CONSTRUCTION DETAILS 

Item of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 14, Steel Sheet Piling 

(1) This item shall consist of steel sheet piling and other appurte¬ 
nances as shown on the construction drawings. 

(2) In Section 2, Materials , Material Specification 511, Steel 
Piles, shall apply. 

Steel for sheet piling shall conform to the requirements of ASTM 
A328. All steel sheet piles shall be a type which is fully 
inter!ockable with a section modulus of 6.17 in 3 /ft of wall or 
larger. All piles shall be provided with standard pulling holes 
located approximately 4 inches below the top of the pile. The 
Contractor shall furnish the Engineer a certificate showing 
piling type, dimensions and section properties prior to their 
delivery. 

(3) Section 5, Driving Bearing Piles , shall not aDpl.y. 

(4) Section 7, Estimating Bearing Capacity , shall not apply. 

(5) Section 8, Load Tests , shall not apply. 
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CONSTRUCTION SPECIFICATION 
21. EXCAVATION 


1. SCOPE 


The work shall consist of the excavation required by the drawings and 
specifications and disposal of the excavated materials. 

2. CLASSIFICATION 


Excavation will be classified as common excavation or rock excavation in 
accordance with the following definitions or will be designated as 
unciassified. 


Common excavation shall be defined as the excavation of all materials 
that can be excavated, transported, and unloaded by the use of heavy 
ripping equipment and wheel tractor-scrapers with pusher tractors or that 
can be excavated and dumped into place or loaded onto hauling equipment 
by means of excavators having a rated capacity of one cubic yard and 
equipped with attachments (such as shovel, bucket, backhoe, dragline or 
clam shell) appropriate to the character of the materials and the site 
conditions. 

Rock excavation shall be defined as the excavation of all hard, compacted 
or cemented materials the accomplishment of which requires blasting or 
the use of excavators larger than defined tor common excavation. The 
excavation and removal of isolated boulders or rock fragments larger than 
one cubic yard in volume encountered in materials otherwise conforminq to 
the definition of common excavation shall be classified as rock excava¬ 
tion. 

Excavation will be classified according to the above definitions by the 
Engineer, based on his judgment of the character of the materials and the 
site conditions. 

The presence of isolated boulders or rock fragments larger than one cubic 
yard in size will not in itself be sufficient cause to chanqe the classi¬ 
fication of the surrounding material. 

For the purpose of this classification, the following definitions shall 
apply: 

Heavy ripping equipment shall be defined as a rear-mounted, heavy duty, 
single-tooth, ripping attachment mounted on a tractor having a power 
rating of 200-300 net horsepower (at the flywheel 1. 


Llagas Creek Reach 3A-1 & 9A 


21-1 


12/84 



48 


Wheel tractor-scraper shall be defined as a self-loading (not elevating) 
and unloading scraper having a struck bowl capacity of 12-20 yards. 

Pusher tractor shall be defined as a track type tractor having a power 
rating of 200-300 net horsepower (at the flywheel) equipped with appropr¬ 
iate attachments. 

3. UNCLASSIFIED EXCAVATION 


Items designated as "Unclassified Excavation" shall include all materials 
encountered regardless of their nature or the manner in which they are 
removed. When excavation is unclassified, none of the definitions or 
classifications stated in Section 2 of this specification shall apply. 

4. BLASTING 


The transportation, handling, storage, and use of dynamite and other 
explosives shall be directed and supervised by a person of proven experi¬ 
ence and ability in blasting operations. 

Blasting shall be done in such a way as to prevent damaae to the work or 
unnecessary fracturing of the foundation and shall conform to any special 
requirements in Section 12 of this specification, 

5. USE OF EXCAVATED MATERIALS 


To the extent they are needed, all suitable materials from the specified 
excavations shall be used in the construction of required permanent 
earthfill or rockfill. The suitability of materials for specific pur¬ 
poses will be determined by the Engineer. The Contractor shall not waste 
or otherwise dispose of suitable excavated materials. 

6■ DISPOSAL OF WASTE MATERIALS 

All surplus or unsuitable excavated materials will be designated as waste 
and shall be disposed of by the Contractor at sites of his own choosing 
away from the site of the work. 
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7. BRACING AND SHORING 


Excavated surfaces too steep to be safe and stable if unsupported shall 
be supported as necessary to safeguard the work and workmen, to prevent 
sliding or settling of the adjacent ground, and to avoid damaging exist¬ 
ing improvements. The width of the excavation shall be increased if 
necessary to provide space for sheeting, bracinq, shorinq, and other 
supporting installations. The Contractor shall -Furnish, place and 
subseguently remove such supporting installations. 

8. STRUCTURE AND TRENCH EXCAVATION 


Structure or trench excavation shall be completed to the specified 
elevations and to sufficient length and width to include allowance for 
forms, bracing and supports, as necessary, before any concrete or earth- 
fill is placed or any piles are driven within the limits of the excava¬ 
tion. 

9. BORROW EXCAVATION 


When the quantities of suitable materials obtained from specified excava¬ 
tions are insufficient to construct the specified fills, additional 
materials shall be obtained from the designated borrow areas. The extent 
and depth of borrow pits within the limits of the designated borrow areas 
shall be as directed by the Engineer. 

Borrow pits shall be excavated and finally dressed in a manner to elimi¬ 
nate steep or unstable side slopes or other hazardous or unsightly 
conditions. 

10. OVEREXCAVATION 


Excavation in rock beyond the specified lines and grades shall be cor¬ 
rected by filling the resulting voids with Portland cement concrete made 
of materials and mix proportions approved by the Engineer. Concrete that 
will be exposed to the atmosphere when construction is completed shall 
contain not less than 6 sacks of cement per cubic yard of concrete. 
Concrete that will be permanently covered shall contain not less than 
4-1/2 sacks of cement per cubic yard. The concrete shall be placed and 
cured as specified by the Engineer. 

Excavation in earth beyond the specified lines and grades shall be 
corrected by filling the resulting voids with approved compacted earth- 
fill, except that, if the earth is to become the subgrade for riprap, 
rockfill, sand or gravel bedding, or drainfill, the voids may be filled 
with material conforming to the specifications for the ripraD, rockfill, 
bedding or drainfill. 
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11. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract, the volume of each type and class of excavation within the 
specified pay limits will be measured and computed to the nearest cubic 
yard by the method of average cross-sectional end areas. Regardless of 
quantities excavated, the measurement for payment will be made to the 
specified pay limits, except that excavation outside the specified lines 
and grades directed by the Engineer to remove unsuitable material will be 
included. Excavation required because unsuitable conditions result from 
the Contractor's improper construction operations, as determined by the 
Engineer, will not be included for measurement and payment. 

The pay limits shall be defined as follows: 

a. The upper limit shall be the original ground surface as it existed 

prior to the start of construction operations except that where 
excavation is performed within areas designated for previous excava¬ 
tion or fill the upper limit shall be the modified ground surface 

resulting from the specified previous excavation or fill. 

b. The lower and lateral limits shall be the neat lines and grades 

shown on the drawings. 

Payment for each type and class of excavation will be made at the con¬ 
tract unit price for that type and class of excavation. Such payment 
will constitute full compensation for all labor, materials, equipment, 
and all other items necessary and incidental to the performance of the 
work, except that extra payment for backfilling required overexcavation 
will be made in accordance with the following provisions: 

Payment for backfilling overexcavation, as specified in Section 10 of 
this specification, will be made only if the excavation outside 

specified lines and grades is directed by the Engineer to remove 

unsuitable material and if the unsuitable condition is not a result 
of the Contractor's improper construction operations as determined by 
the Engineer. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 

which they are made subsidiary are identified in Section 12 of this 

specification. 
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12. ITEM OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 6, Excavation, Common 

(1) This item shall consist of all excavation necessary to construct 
all improvements. These improvements include but are not 
limited to earth channel, rock riprap, fish ladders, and drain¬ 
age ditches. 

(2) In Section, 5 Use of Excavated Materials , only clean surplus 
earth materials may be placed at disposal site No. 1. The use 
of diposal site No. 1 is optional. All earth materials placed 
in disposal site No. 1 by the contractor shall be graded to 
drain. The earth material placed in diposal site No. 1 shall 
not exceed to ten feet above the material ground. 
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CONSTRUCTION SPECIFICATION 
23. EARTHFILL 


1. SCOPE 


The work shall consist of the construction of earth embankments and other 
earthfills required by the drawings and specifications. 

2. MATERIALS 

All fill materials shall be obtained from required excavations and 
designated borrow areas. The selection, blending, routing and disposi¬ 
tion of materials in the various fills shall be subject to approval by 
the Engineer. 

Fill materials shall contain no sod, brush, roots or other perishable 
materials. Rock particles larger than the maximum size specified for 
each type of fill shall be removed prior to compaction of the fill. 

The types of materials used in the various fills shall be as listed and 
described in the specifications and drawinqs. 

3. FOUNDATION PREPARATION 


Foundations for earthfill shall be stripped to remove veaetation and 
other unsuitable materials or shall be excavated as specified. 

Except as otherwise specified, earth foundation surfaces shall be graded 
to remove surface irregularities and shall be scarified parallel to the 
axis of the fill or otherwise acceptably scored and loosened to a minimum 
depth of 2 inches. The moisture content of the loosened material shall 
be controlled as specified for the earthfill, and the surface materials 
of the foundation shall be compacted and bonded with the first layer of 
earthfill as specified for subsequent layers of earthfill. 

Earth abutment surfaces shall be free of loose, uncompacted, earth in 
excess of two inches in depth normal to the slope and shall be at such a 
moisture content that the earthfill can be compacted against them to 
effect a good bond between the fill and the abutments. 

Rock foundation and abutment surfaces shall be cleared of all loose 
materials by hand or other effective means and shall be free of standing 
water when fill is placed upon them. Occasional rock 
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outcrops in earth foundations for earthfill, except in dams and other 
structures designed to restrain the movement of water, shall not require 
special treatment if they do not interfere with compaction of the founda¬ 
tion and initial layers of the fill or the bond between the foundation 
and the fill. 

Foundation and abutment surfaces shall be not steeper than 1 horizontal 
to 1 vertical unless otherwise specified. Test pits or other cavities 
shall be filled with compacted earthfill conforming to the specifications 
for the earthfill to be placed upon the foundation. 

4. PLACEMENT 


Fill shall not be placed until the required excavation and foundation 
preparation have been completed and the foundation has been inspected and 
approved by the Engineer. Fill shall not be placed upon a frozen surf¬ 
ace, nor shall snow, ice, or frozen material be incorporated in the fill. 

Fill shall be placed in approximately horizontal layers. The thickness 
of each layer before compaction shall not exceed the maximum thickness 
specified. Materials placed by dumping in piles or windrows shall be 
spread uniformly to not more than the specified thickness before being 
compacted. Hand compacted fill, including fill compacted by manually 
directed power tampers, shall be placed in layers whose thickness before 
compaction does not exceed the maximum thickness specified for 1 avers of 
fill compacted by manually directed power tampers. 

Adjacent to structures, fill shall be placed in a manner which will 
prevent damage to the structures and will allow the structures to assume 
the loads from the fill gradually and uniformly. The height of the fill 
adjacent to a structure shall be increased at approximately the same rate 
on all sides of the structure. 

Earthfill in dams, levees and other structures designed to restrain the 
movement of water shall be placed so as to meet the following additional 
requirements: 

a. The distribution of materials throughout each zone shall be essent¬ 
ially uniform, and the fill shall be free from lenses,, pockets, 
streaks or layers of material differing substantially in texture, 
moisture content, or gradation from the surrounding material. 

b. If the surface of any layer becomes too hard and smooth for proDer 
bond with the succeeding layer, it shall be scarified parallel to the 
axis of the fill to a depth of not less than 2 inches before the next 
layer is placed. 
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c. The top surfaces of embankments shall be maintained approximately 

level during construction, except that a crown or cross-slope of 

approximately 2 percent shall be maintained to insure effective 
drainage, and except as otherwise specified for drainfill or sec¬ 
tional zones. If the drawings or specifications require or the 
Engineer directs that fill be placed at a higher level in one part of 
an embankment than another, the top surface of each part shall be 
maintained as specified above. 

d. Dam embankments shall be constructed in continuous layers from 

abutment to abutment except where openings to facilitate construction 
or to allow the passage of stream flow during construction are 

specifically authorized in the contract. 

e. Embankments built at different levels as described under fc) or (d) 
above shall be constructed so that the slope of the bonding surfaces 
between embankment in place and embankment to be placed is not 
steeper than 3 feet horizontal to 1 foot vertical. The bonding 
surface of the embankment in place shall be stripped of all loose 
material, and shall be scarified, moistened and recompacted when the 
new fill is placed against it as needed to insure a good bond with 
the new fill and to obtain the specified moisture content and density 
in the junction of the in place and new fills. 

5. CONTROL OF MOISTURE CONTENT 


During placement and compaction of fill, the moisture content of the 
materials being placed shall be maintained within the specified range. 

The application of water to the fill materials shall be accomplished at 
the borrow areas insofar as practicable. Water may be applied by sprinkl¬ 
ing the materials after placement on the fill, if necessary. Uniform 
moisture distribution shall be obtained by disking. 

Material that is too wet when deposited on the fill shall either be 
removed or be dried to the specified moisture content prior to compac¬ 
tion. 

If the top surface of the preceding layer of compacted fill or-a founda¬ 
tion or abutment surface in the zone of contact with the fill becomes too 
dry to permit suitable bond it shall be scarified and moistened by 
sprinkling to an acceptable moisture content prior to placement of the 
next layer of fill. 
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6. COMPACTION 

Earth-fill shall be compacted according to the following requirements for 
the class of compaction specified: 

Class A compaction . Each layer of fill shall be compacted as necessary 
to make the density of the fill matrix not less than the minimum density 
specified. The fill matrix is defined as the portion of the fill mater- 
ial finer than the maximum particle size used in the compaction test 
method specified. 

Class B compaction . Each layer of fill shall be compacted to a mass 
density not less than the minimum density specified. 

Class C compaction . Each layer of fill shall be compacted by the speci¬ 
fied number of passes of the type and weight of roller or other equipment 
specified, or by an approved equivalent method. Each pass shall consist 
of at least one passage of the roller wheel or drum over the entire 
surface of the layer. 

Fill adjacent to structures shall be compacted to a density equivalent to 
that of the surrounding fill by means of hand tamping if permitted by the 
Contracting Officer, or manually directed power tampers or plate vibra¬ 
tors. Uni ess otherwise specified, heavy equipment including backhoe 
mounted powertampers, or vibrating compactors and manually directed 
vibrating rollers, shall not be operated within 2 feet of any structure. 
Towed or self-propelled vibrating rollers shall not be operated within 
5 feet of any structure. Compaction by means of drop weights operating 
from a crane or hoist will not be permitted. 

The passage of heavy equipment will not be allowed: (1) over cast- 
in-place conduits prior to 14 days after placement of the concrete; 
(2) over cradled or bedded precast conduits prior to 7 days after place¬ 
ment of the concrete cradle or bedding; or (3) over any type of conduit 
until the backfill has been placed above the top surface of the structure 
to a height equal to one-half the clear span width of the structure or 
pipe or 2 feet, whichever is greater. 

Compacting of fill adjacent to structures shall not be started-until the 
concrete has attained the strength specified in Section 10 for this 
purpose. The strength will be determined by compression testing of test 
cylinders cast by the Engineer for this purpose and cured at the work 
site in the manner specified in ASTM Method C 31 for determining when a 
structure may be put into service. 
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When the required strength of the concrete is not specified as described 
above, compaction of fill adjacent to structures shall not be started 
until the following time intervals have elapsed after placement of the 
concrete. 


Structure 


Time Interval 


Retaining walls and counterforts 

(Impact basins) 14 days 

Walls backfilled on both sides 

simultaneously 7 days 

Conduits and spillway risers, cast- 

in-place (with inside forms in place) 7 days 

Conduits and spillway risers, cast-in¬ 
place (inside forms removed) 14 days 

Conduits, precast, cradled 2 days 

Conduits, precast, bedded 1 day 

Antiseep collars and cantilever outlet 

bents (Backfilled both sides simultaneously) 3 days 


7. REWORKING OR REMOVAL AND REPLACEMENT OF DEFECTIVE FILL 


Fill placed at densities lower than the specified minimum density or at 
moisture contents outside the specified acceptable range of moisture 
content or otherwise not conforming to the requirements of the specifica¬ 
tions shall be reworked to meet the requirements or removed and replaced 
by acceptable fill. The replacement fill and the foundation, abutment 
and fill surfaces upon which it is placed shall conform to all require¬ 
ments of this specification for foundation preparation, approval, place¬ 
ment, moisture control and compaction. 

8. TESTING 


During the course of the work, the Engineer will perform such tests as 
are required to identify materials, to determine compaction characteri¬ 
stics, to determine moisture content, and to determine density of fill in 
place. These tests performed by the Engineer will be used to verify that 
the fills conform to the requirements of the specifications. Such tests 
are not intended to provide the Contractor with the information required 
by him for the proper execution of the work and their performance shall 
not relieve the Contractor of the necessity to perform tests for that 
purpose. 
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Densities of fill requiring Class A compaction will be determined by the 
Engineer in accordance with ASTM Method D 1556, 2167, 2922 or 2937 except 
that the volume and moist weight of included rock particles larger than 
those used in the compaction test method specified for the type of fill 
will be determined and deducted from the volume and moist weight of the 
total sample prior to computation of density or if using the nuclear 
gauge, added to the specified density to bring it to the measure of 
equivalent composition for comparison. The density so computed will be 
used to determine the percent compaction of the fill matrix. Moisture 
content will be determined by one of the following methods: ASTM 
Method D-2216, D-3017 unless otherwise specified. 

9. MEASUREMENT AND PAYMENT 


For items of work for which specific: unit prices are established in the 
contract, the volume of each type and compaction class of earthfill 
within the specified zone boundaries and pay limits will be measured and 
computed to the nearest cubic yard by the method of average cross- 
sectional end areas. Unless otherwise specified, no deduction in volume 
will be made for embedded conduits and appurtenances. 

The pay limits shall be as defined below, with the further provision that 
earthfill required to fill voids resulting from overexcavation of the 
foundation, outside the specified lines and grades, will be included in 
the measurement for payment only where such overexcavation is directed by 
the Engineer to remove unsuitable material and where the unsuitable 
condition is not a result of the Contractor's improper construction 
operations as determined by the Engineer. 


The pay limits shall be the measured surface of the foundation when 
approved for placement of the fill and the specified neat lines of the 
fill surface. 

Payment for each type and compaction class of earthfill will be made at 
the contract unit price for that type and compaction class of fill. Such 
payment will constitute full compensation for all labor, materials, 
equipment arid all other items necessary and incidental to the performance 
of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 10 of this 
specification. 
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10. ITEMS OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 7, Earth Fill 

(1) This item shall consist of all compacted earth fill necessary to 
construct the channel, the levees, and all other earth fill to 
the lines and grades as shown on the drawings. 

(2) In Section 2, Materials , the maximum size of rock fragment 

incorporated into the fill shall not exceed 6 inches and within 

two feet of a pipe or structure, rocks shall not exceed 3 inches 

in diameter. 

(3) In Section 4, Placement , the thickness of each layer of fill 

before compaction, unless otherwise specifically permitted by 
the Engineer, shall not be greater than 9 inches. 

(a) Clay materials with liquid limits greater than 50 shall not 

be used for earth fill. They may be placed at disposal 

site No. 1. These CH materials are most likely to be 

encountered at Station 194+00 in Reach 3A-1. 

(b) Clean sands and gravels shall be well mixed with ML or CL 
clays and silts if used for earth fill. 

(4) In Section 5, Control of Moisture Content , the moisture content 
shall be ± 2 percent of optimum. 

(5) In Section 6, Compaction , Class B compaction shall be used. 

Earth fill shafl be compacted to 90 percent of the maximum 

density obtained in compaction tests of the fill materials per¬ 
formed by Method "A" of ASTM D 698. 

(6) In Section 8, Testings , field density of soil in place will be 
determined by the sand-cone method, however, the Engineer may 
elect to use other equivalent test methods for construction 
control purposes. In the event of any dispute, acceptability of 
the work will be based on test results determined by the 
sand-cone method. 
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CONSTRUCTION SPECIFICATION 
24. DRAINFILL 


1. SCOPE 


The work shall consist of furnishing, placinq and compacting drainfill 
required in the construction of structure drainage systems. 

2. MATERIALS 

Method 1 Drainfill materials shall conform to the requirements of 
Material Specification 521. At least 30 days prior to delivery of the 
materials to the site the Contractor shall inform the Contracting Officer 
in writing of the source from which he intends to obtain them. The 
Contractor shall provide the Engineer free access to the source for the 
purpose of obtaining samples for testing. 

Method 2 Drainfill materials shall be sand, gravel, or crushed stone or 
mixtures thereof obtained from the specified sources. They shall be 
selected as necessary to avoid the inclusion of organic matter, clay 
balls, excessive fine particles or other substances that would interfere 
with their free-draining properties. 

3. BASE PREPARATION 


Foundation surfaces and trenches shall be clean and free of organic 
matter, loose soil, foreign substan-ce, and standing water when the 
drainfill is placed. Earth surfaces upon or against which drainfill will 
be placed shall not be scarified. 

4. PLACEMENT 


Drainfill shall not be placed until the subgrade has been inspected and 
approved by the Engineer. Drainfill shall not be placed over or around 
pipe or drain tile until the installation of the pipe or tile has been 
inspected and approved. 

Drainfill shall be placed uniformly in layers not more than 12 inches 
deep before compaction. When compaction is accomplished by manually 
controlled equipment, the layers shall be not more than 8 inches deep. 
The material shall be placed in a manner to avoid segregation of particle 
sizes and to insure the continuity and integrity of all zones. No 
foreign materials shall be allowed to become intermixed with or otherwise 
contaminate the drainfill. 

Traffic shall not be allowed to cross over drains at random. Fauipment 
crossovers shall be maintained, and the number and location of such 
crossovers shall be established and approved prior to the beqinninq of 
drainfill placement. Each crossover shall be cleaned of all contaminat¬ 
ing materials and shall be inspected and approved bv the Engineer before 
additional drainfill is placed. 
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Any damage to the foundation surface or the sides or bottoms of trenches 
occurring during placement of drainfill shall be repaired before drain- 
fill placement is continued. 

The upper surface of drainfill constructed concurrently with adjacent 
zones of earthfill shall be maintained at an elevation at least one foot 
above the upper surface of the adjacent fill. 

Drainfill over or around pipe or drain tile shall be placed in manner to 
avoid any displacement in line on grade of the pipe or tile. 

Drainfill shall not be placed adjacent to structures until the concrete 
has attained the strength specified in Section 9 of this specification. 
The strength shall be determined by compression testing of test cylinders 
cast by the Engineer for this purpose and cured at the work site in the 
manner specified in ASTM-C-31 for determining when a structure may be put 
in service. 

When the required strength of the concrete is not specified as described 
above, placement of drainfill adjacent to structures shall not be started 
until the following item intervals have elapsed after placement of the 
concrete. 

Structure Time Interval 


Retaining walls and counterforts 
(impact basins) 

14 

days 

Walls backfilled on both sides 
simultaneously 

7 

days 

Conduits and galleries, cast-in¬ 
place (with inside forms in place) 

7 

days 

Conduits and galleries, cast- 
in-place (inside forms removed) 

14 

days 

Conduits, precast, cradled 

2 

days 

Conduits, precast, bedded 

1 

day 

Anti seep collars and cantilever 
outlet bents backfilled on both 
sides simultaneously. 

3 

days 
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5. CONTROL OF MOISTURE 


The moisture content of drainfill materials shall be controlled as 
specified in Section 9. When the addition of water is required, it shall 
be applied in such a way as to avoid excessive wetting to adjacent earth 
fill. Except as specified in Section 9, control of moisture content will 
not be required. 

6. COMPACTION 


Drainfill shall be compacted according to the following requirements for 
the class of compaction specified: 

Class A compaction . Each layer of drainfill shall be compacted to a 
relative density of not less than 70 percent as determined bv ASTM 
Method D-2049. 

Class I compaction . Each layer of drainfill shall be compacted by at 
least 2 passes, over the entire surface, of a steel-drum vibrating roller 
weighing not less than 5 tons and exerting a vertical vibrating force of 
not less than 20,000 pounds at least 1200 times per minute, or by an 
approved equivalent method. 

Class II compaction . Each layer of drainfill shall be compacted by one 
of the following methods or by an approved equivalent method: 

a. At least 2 passes, over the entire surface, of a pneumatic- tired 
roller exerting a pressure of not less than 75 Dounds per sauare 
inch. A pass is defined as at least one complete coverage of the 
roller wheel, tire or drum over the entire surface of the layer. 

b. At least 4 passes, over the entire surface, of the track of a craw¬ 
ler-type tractor weighing not less than 20 tons. 

c. Controlled movement of the hauling equipment so that the entire 
surface is traversed by not less than one tread track of the loaded 
equipment. 

Class III compaction . No compaction will be required beyond that result- 
ing from the placing and spreading operations. 

When compaction other than Class III compaction is specified materials 
placed in trenches or other locations inaccessible to heavy equipment 
shall be compacted by means of manually controlled pneumatic or vibrating 
tampers or by approved equivalent methods. 

Heavy equipment shall not be operated within 2 feet of any structure. 
Vibrating rollers shall not be operated within 5 feet of any structure. 
Compaction by means of drop weights operating from cranes or hoists will 
not be permitted. 
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7. TESTING 


The Engineer will perform such tests as are required to verify that the 
drainfill materials and the drainfill in place meet the requirements of 
the specifications. These tests are not intended to provide the Contrac¬ 
tor with information he needs to assure that the materials and workman¬ 
ship meet the requirements of the specifications, and their performance 
will not relieve the Contractor of the responsibility of performing his 
own tests for that purpose. 

8. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract, the volume of drainfill within the neat lines shown on the 
drawings or limits established by the Engineer will be measured and 
computed to the nearest cubic yard. Where the Engineer directs placement 
of drainfill outside the neat lines to replace unsuitable foundation 
material, the volume of such drainfill will be included, but only to the 
extent that the unsuitable condition is not a result of the Contractor's 
operations. 

Payment for drainfill will be made at the contract unit price for each 
type of drainfill, complete in place. Except as otherwise specified in 
Section 9, such payment will constitute full compensation for all labor, 
materials, equipment and all other items necessary and incidental to the 
performance of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 9 of this 
specification. 
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9. ITEM OF WORK AND CONSTRUCTION DETAILS 


Item of work to be performed in conformance with this specification and 
the construction details is: 

a. Bid Item 8, Filter Material 

(1) This item shall consist of the filter material as shown on the 
drawings. 

(2) In Section 2, Materials : 

(a) Material Specification 521 shall not apply. Filter 
material shall meet the following gradation requirements: 


" ’ Percent Passing 

Sieve Size_(by weight) 


3/8" 


100 

No. 4 

95 - 

100 

No. 8 

80 - 

100 

No. 16 

50 - 

85 

No. 30 

25 - 

60 

No. 50 

10 - 

30 

No. 100 

2 - 

10 

No. 200 

0 - 

05 


Drain fill and filter, aggregates shall be sand, gravel or 
crushed stone or mixtures thereof. They shall be composed 
of clean, hard, durable mineral particles free from organic 
matter, clay balls, soft particles or other substances that 
would interfere with their free-draining properties. Not 
more than 15 percent, by weight, shall be flat, elongated 
particles. 

Aggregates of crushed limestone shall be thoroughly washed 
and screened. Coarse aggregates containing crushed lime¬ 
stone shall have not more than 3 percent, by weight, of 
particles finer than the No. 4 sieve. Crushed limestone 
shall not be used for fine aggregates except in combination 
with other materials such that not more than 5 percent of 
the portion finer than the No. 4 sieve shall be crushed 
1imestone. 

Aggregates shall be tested for soundness according to ASTM 
C 88, and shall have a weighted average loss in five cycles 
of not more than 12 percent when sodium sulfate is used or 
18 percent when manganese iron sulfate is used. 
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Drain fill and filter aagreqate shall conform to the speci¬ 
fied grading limits after being placed in the work, and 
after being compacted if compaction is specified. Gradinq 
shall be determined by ASTM C 136, but the percentage of 
material finer than a No. 200 sieve shall be not more than 
5 percent when determined by ASTM C 117. 

Drain fill and filter aggregates shall be stored and 
handled by methods that prevent segregation of particle 
sizes or contamination by mixing with other materials. 

(3) In Section 6, Compaction , class III compaction shall be used for 
filter materiaTT 

b. Bid Item 9, Bedding Material 

(1) This item shall consist of the bedding material as shown on the 
drawings. 

(2) In Section 2, Materials : 

Bedding material shall meet the foil owing gradation require¬ 
ments: 


Sieve Size 
(Inches) 

Percent Passing 
(by Weight) 

4 

100 

34 

90 - 100 

24 

25 - 60 

14 

0 - 15 

3/4 

0 - 5 


(3) Section 9 a.(2)(a) in Bid Item 8, Filter Material , shall apply. 

(4) In Section 6, Co mpaction , Class III compaction shall be used for 
bedding material. 
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CONSTRUCTION SPECIFICATION 
32. CONCRETE FOR MINOR STRUCTURES 


I. SCOPE 


The work shall consist of furnishing, forming, placing, finishing and 
curing Portland cement concrete as required to build the structures named 
in Section 24 of this specification. 

2. MATERIALS 


Portland cement shall conform to the requirements of Material Specifica- 
tion 531 for the specified type. 

A ggregates shall conform to the requirements of Material Specification 
522 unless otherwise specified. The grading of coarse aggregates shall 
be as specified in Section 24. 

Water shall be clean and free from injurious amounts of oil, salt, acid, 
aTkali, organic matter or other deleterious substances. 

Preformed expansion joint filler shall conform to the requirements of 
Material Specification 533. 

Waterstops shall conform to the requirements of Material Specifications 
537 and 538 for the specified kinds. 

3. CLASS OF CONCRETE 


Concrete for minor structures shall be classified as follows: 

Maximum Net Minimum 

Class of Water Content Cement Content 

Concrete _ f gallons/bag) 

_ (baqs/cu. yd. ) 

3000M 7 6 

4000M 6 6 


4. AIR CONTENT AND CONSISTENCY 


Unless otherwise specified, the slump shall be 2 to 4 inches. If air 
entrainment is specified, the air content by volume shall be 5 to 8 per¬ 
cent of the volume of the concrete. When specified, directed and 
approved by the Engineer, a water-reducing, set-retarding or other 
admixture shall be used. 

5. DESIGN OF THE CONCRETE MIX 


The proportions of the aggregates shall be such as to produce a concrete 
mixture that will work readily into the corners and angles of the forms 
and around reinforcement when consolidated, but will not segregate or 
exude free water during consolidation. 
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Prior to placement of concrete, the Contractor shall furnish the Enqi- 
neer, for approval, a statement of the materials and mix proportions 
(including admixtures, if any) he intends to use. The statement shall 
include evidence satisfactory to the Engineer that the materials and 
proportions will produce concrete conforming to this specification. The 
materials and proportions so stated shall constitute the "job mix." 
After a job mix has been approved, neither the source, character or 
grading of the aggregates nor the type or brand of cement or admixture 
shall be changed without prior notice to the Engineer. If such changes 
are necessary, no concrete containing such new or altered materials shall 
be placed until the Engineer has approved a revised job mix. 

6. INSPECTION AND TESTING 


The Engineer shall have free entry to the plant and equipment furnishing 
concrete under the contract. Proper facilities shall be provided for the 
Engineer to inspect materials, equipment and processes and to obtain 
samples of the concrete. All tests and inspections will be conducted so 
as riot to interfere unnecessarily with manufacture and delivery of the 
concrete. 

7. HANDLING AND MEASUREMENT OF MATERIALS 


Materials shall be stockpiled and batched by methods that will prevent 
segregation or contamination of aggregates and insure accurate proportion¬ 
ing of the ingredients of the mix. 

Except as otherwise provided in Section 8, cement and aggregates shall be 
measured as follows: 

Cement shall be measured by weight or in bags of 94 pounds each. When 
cement is measured in bags, no fraction of a bag shall be used unless 
weighed. 

Aggregates shall be measured by weight. Mix proportions shall be based 
on saturated, surface-dry weights. The batch weight of each aggregate 
shall be the required saturated, surface-dry weight plus the weight of 
surface moisture it contains. 

Water shall be measured, by volume or by weight, to an accuracy within 
one percent of the total quantity of water required for the batch. 

Admixtures shall be measured within a limit of accuracy of three percent. 

8. MIXERS AND MIXING 


Concrete shall be uniform and thoroughly mixed when delivered to the 
work. Variations in slump of more than 1 inch within a batch will be 
considered evidence of inadequate mixing and shall be corrected by 
increasing mixing time or other means. 
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For stationary mixers, the mixing time after all cement and aggregates 
are in the mixer drum shall be not less than 1-1/2 minutes. When con¬ 
crete is mixed in a truck mixer, the number of revolutions of the drum or 
blades at mixing speed shall be not less than 70 nor more than 100. 

Unless otherwise specified, volumetric batching and continuous mixing at 
the construction site will be permitted if approved by the Contracting 
Officer. The batching and mixing equipment shall conform to the require¬ 
ments of ASTM Specification C 685 and shall be demonstrated prior to 
placement of concrete, by tests with the job mix, to produce concrete 
meeting the specified proportioning and uniformity requirements. Con¬ 
crete made by this method shall be produced, inspected, and certified in 
conformance with Sections 6, 7, 8, 13, and 14 of ASTM Specifica¬ 
tion C 685. 

No mixing water in excess of the amount called for bv the ,iob mix 
shall be added to the concrete during mixing or hauling or after 
arrival at the delivery point. 

9. FORMS 


Forms shall be of wood, plywood, steel or other approved material and 
shall be mortar tight. The forms and associated falsework shall be 
substantial and unyielding and shall be constructed so that the finished 
concrete will conform to the specified dimensions and contours. Form 
surfaces shall be smooth and free from holes, dents, sags or other 
irregularities. Forms shall be coated with a nonstaining form oil before 
being set into place. 

Metal ties or anchorages within the forms shall be equipped with cones, 
she-bolts or other devices that permit their removal to a depth of at 
least one inch without injury to the concrete. Ties designed to break 
off below the surface of the concrete shall not be used without cones. 

All edges that will be exposed to view when the structure is completed 
shall be chamfered, unless finished with molding tools as specified in 
Section 18. 

10. PREPARATION OF FORMS AND SUBGRADE 


Prior to placement of concrete the forms and subgrade shall be free of 
chips, sawdust, debris, water, ice, snow, extraneous oil, mortar, or 
other harmful substances or coatings and the temperature of all surfaces 
to be in contact with the new concrete shall be no colder than 40°F. Any 
oil on the reinforcing steel or other surfaces required to be bonded to 
the concrete shall be removed. Rock surfaces shall be cleaned by air- 
water cutting, wet sandblasting or wire brush scrubbing, as necessary, 
and shall be wetted immediately prior to placement of concrete. Earth 
surfaces shall be firm and damp. Placement of concrete on mud, dried 
earth or uncompacted fill or frozen subgrade will not be permitted. 
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Items to be embedded in the concrete shall be positioned accurately and 
anchored firmly. 

Weepholes in walls or slabs shall be formed with nonferrous materials. 

11. CONVEYING 


Concrete shall be delivered to the site and discharged into the forms 
within 1-1/2 hours after the introduction of the cement to the aggre¬ 
gates. In hot weather or under conditions contributing to quick stif¬ 
fening of the concrete, the time between the introduction of the cement 
to the aggregates and discharge shall not exceed 45 minutes. 

The Engineer may allow a longer time, provided the setting time of the 
concrete is increased a corresponding amount by the addition of an 
approved set-retarding admixture. In any case, concrete shall be con¬ 
veyed from the mixer to the forms as rapidly as practicable by methods 
that will prevent segregation of the aggregates or loss of mortar. 

12. PLACING 


Concrete shall not be placed until the subgrade, forms and steel rein¬ 
forcement have been inspected and approved. No concrete shall be placed 
except in the presence of the Engineer. The Contractor shall give 
reasonable notice to the Engineer each time he intends to place concrete. 
Such notice shall be far enough in advance to give the Enqineer adequate 
time to inspect the subgrade, forms, steel reinforcement and other 
preparations for compliance with the specifications. "Other preparations" 
includes but is not limited to the concrete mixinq plant, deliverv 
equipment system, placing and finishing equipment and system, schedule of 
work, workforce, heating or cooling facilities if applicable. Oeficien- 
cies are to be corrected before concrete is delivered for placinq. 

The concrete shall be deposited as closely as possible to its final 
position in the forms and shall be worked into the corners and angles of 
the forms and around all reinforcement and embedded items in a manner to 
prevent segregation of agqreqates or excessive laitance. Formed concrete 
shall be placed in horizontal layers not more than 20 inches thick. 
Concrete shall not be dropped more than five feet vertically unless 
suitable equipment is used to prevent segregation. Hoppers and chutes, 
pipes or "elephant trunks" shall be used as necessary to prevent segrega¬ 
tion and the splashing of mortar on the forms and reinforcing steel above 
the layer being placed. 
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Immediately after the concrete is placed in the forms, it shall be 
consolidated by spading, hand tamping or vibration as necessary to insure 
smooth surfaces and dense concrete. Each layer shall be consolidated to 
insure monolithic bond with the preceding layer. If the surface of a 
layer of concrete in place sets to the degree that it will not flow and 
merge with the succeeding layer when spaded or vibrated, the Contractor 
shall discontinue placing concrete and shall make a construction joint 
according to the procedure specified in Section 13. 

If placing is discontinued when an incomplete horizontal layer is in 
place, the unfinished end of the layer shall be formed by a vertical 
bulkhead. 

13. CONSTRUCTION JOINTS 


Construction joints shall be made at the locations shown on the drawings. 
If construction joints are needed which are not shown on the drawings, 
they shall be placed in locations approved by the Engineer. 

Where a feather edge would be produced at a construction joint, as in the 
top surface of a sloping wall, an insert form shall be used so that the 
resulting edge thickness on either side of the joint is not less than 6 
inches. 

In walls and columns, as each lift is completed, the top surfaces shall 
be immediately and carefully protected from any condition that might 
adversely affect the hardening of the concrete. 

Steel tying and form construction adjacent to concrete in place shall not 
be started until the concrete has cured at least 12 hours. Before new 
concrete is deposited on or against concrete that has hardened, the forms 
shall be retightened. New concrete shall not be placed until the hard¬ 
ened concrete has cured at least 12 hours. 

Surfaces of construction joints shall be cleaned of all unsatisfactory 
concrete, laitance, coatings or debris by washing and scrubbing with a 
wire brush or wire broom or by other means approved by the Engineer. The 
surfaces shall be kept moist for at least one hour prior to placement of 
the new concrete. 

14. EXPANSION AND CONTRACTION JOINTS 


Expansion and contraction joints shall be made only at locations shown on 
the drawings. 

Exposed concrete edges at expansion and contraction joints shall be 
carefully tooled or chamfered, and the joints shall be free of mortar and 
concrete. Joint filler shall be left exposed for its full length with 
clean and true edges. 

Preformed expansion joint filler shall be held firmly in the correct 
position as the concrete is placed. 
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When open joints are specified, they shall be constructed by the inser¬ 
tion and subsequent removal of a wooden strip, metal plate or other 
suitable template in such a manner that the corners of the concrete will 
riot be chipped or broken. The edges of open joints shall be finished 
with an edging tool prior to removal of the joint strips. 

15. WATERSTOPS 


Waterstops shall be held firmly in the correct position as the concrete 
is placed. Joints in metal waterstops shall be soldered, brazed or 
welded. Joints in rubber or plastic waterstops shall be cemented, welded 
or vulcanized as recommended by the manufacturer. 

16. REMOVAL OF FORMS 


Forms shall not be removed without the approval of the Engineer. Forms 
shall be removed in such a way as to prevent damage to the concrete. 
Supports shall be removed in a manner that will permit the concrete to 
take the stresses due to its own weight uniformly and gradually. 

17. FINISHING FORMED SURFACES 


Immediately after the removal of the forms: 

a. All fins and irregular projections shall be removed from 
exposed surfaces. 

b. The holes produced on all surfaces by the removal of form ties, 
cone-bolts, and she-bolts shall be cleaned, wetted and filled with a 
dry-pack mortar consisting of one part Portland cement, three parts 
sand that will pass a No. 16 sieve, and just sufficient water to 
produce a consistency such that the filling is at the point of 
becoming rubbery when the material is solidly packed. 

18. FINISHING UNFORMED SURFACES 


All exposed surfaces of the concrete shall be accurately screeded to 
grade and then float finished, unless specified otherwise. 

Excessive floating or troweling of surfaces while the concrete is soft 
will not be permitted. 

The addition of dry cement or water to the surface of the screeded 
concrete to expedite finishing will not be allowed. 

Joints and edges on unformed surfaces that will be exposed to view shall 
be chamfered or finished with molding tools. 
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19. CURING 


Concrete shall be prevented from drying for a curing period of at least 
7 days after it is placed. Exposed surfaces shall be kept continuously 
moist for the entire period, or until curing compound is applied as 
specified below. Moisture shall be maintained by sprinkling, flooding or 
fog spraying or by covering with continuously moistened canvas, cloth 
mats, straw, sand or other approved material. Wood forms left in place 
during the curing period shall be kept continuously wet. Formed surfaces 
shall be thoroughly wetted immediately after forms are removed and shall 
be kept wet until patching and repairs are completed. Water or covering 
shall be applied in such a way that the concrete surface is not eroded or 
otherwise damaged. 

Concrete, except at construction joints, may be coated with an approved 
curing compound in lieu of continued application of moisture. The 
compound shall be sprayed on the moist concrete surfaces as soon as free 
water has disappeared, but shall not be applied to any surface until 
patching, repairs and finishing of that surface are completed. The 
compound shall be applied at a uniform rate of not less than one gallon 
per 150 square feet of surface and shall form a continuous adherent 
membrane over the entire surface. Curing compound shall be thoroughly 
mixed before applying and continuously agitated during application. 
Curing compound shall not be applied to surfaces requiring bond to 
subsequently placed concrete, such as construction joints, shear plates, 
reinforcing steel and other embedded items. If the membrane is damaged 
during the curing period, the damaged area shall be resprayed at the rate 
of application specified above. Surfaces covered by the membrane shall 
not be trafficked unless protected from wear. 

20. REMOVAL OR REPAIR 


When concrete is honeycombed, damaged or otherwise defective, the Con¬ 
tractor shall remove and replace the structure or structural member 
containing the defective concrete or, where feasible, correct or repair 
the defective parts. The Engineer will determine the required extent of 
removal, replacement or repair. Prior to starting repair work the 
Contractor shall obtain the Engineer's approval of his plan for effecting 
the repair. The Contractor shall perform all repair work in the presence 
of the Engineer. 

21. CONCRETING IN COLD WEATHER 


Concrete shall not be mixed nor placed when the daily minimum atmospheric 
temperature is less than 40°F unless facilities are provided to prevent 
the concrete from freezing. The use of accelerators or antifreeze 
compounds will not be allowed. 
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22. CONCRETING IN HOT WEATHER 


The Contractor shall apply effective means to maintain the temperature of 
the concrete below 90°F during mixing,, conveying and placing. 

23. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract, concrete will be measured to the neat lines shown on the 
drawings and the volume of concrete will be computed to the nearest 
0.1 cubic yard. Measurement of concrete placed against the sides of an 
excavation without the use of intervening forms will be made only to the 
neat lines or pay limits shown on the drawings. No deduction in volume 
will be made for chamfers, rounded or beveled edges or for any void or 
embedded item that is less than 3 cubic feet in volume. 

Payment for each item of concrete for minor structures will be made at 
the contract unit price or the contract lump sum, whichever is appli¬ 
cable, for that item. Such payment will constitute full compensation for 
all labor, materials, equipment, transportation, tools, forms, falsework, 
bracing and all other items necessary and incidental to the completion of 
the work, except items listed for payment elsewhere in the contract. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 24 of this 
specification. 
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24. ITEMS OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Subsidiary Item, Concrete 

(1) This item shall consist of all concrete as reauired to build the 
concrete footings for Bid Item 13, Metal Plates , Bid Item 17 , 
36-Inch CMP , and Bid Item 20, Side Drain . 

(2) In Section 2, Materials , the maximum aggregate size for concrete 
shall be (3/4 inch). Cement shall be type II or IIA. 

(3) In Section 3, Class of Concrete, the concrete shall be class 
3000 M. 

(4) In Section 4, Air Content and Consistency , the concrete shall be 
air entrained. Air Entraining Admixtures shall conform to the 
requirements of Material Specification 532. A water reducing or 
water reducing and set retarding admixture, conforming to 
Material Specification 533, may be used at the option of the 
Contractor. 

(5) In Section 23, Measurement, and Payment , will not apply. Com¬ 
pensation for concrete will be included in Bid Item 13 , Metal 
Plates or Bid Item 17, 36-Inch CMP and Bid Item 20, Side Brain 
as appropriate. No separate payment for concrete will be made. 

b. Bid Item, 18. Sump Wall 

(1) This item shall consist of the sump wall as shown on the draw¬ 
ings, including all other work and materials necessary and 
incidental to the sump wall. 

(2) Section a.(2), (3), and (4) in Subsidiary Item, Concrete , shall 

apply. 

(3) In Section 23, Measurement and Payment , will include full 
compensation for Subsidiary Item, Steel Reinforcement . 
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CONSTRUCTION SPECIFICATION 
34. STEEL REINFORCEMENT 


1. SCOPE 

The work shall consist of furnishing and placing steel reinforcement for 
reinforced concrete or pneumatically applied mortar. 

2. MATERIALS 

Steel reinforcement shall conform to the requirements of Material Speci¬ 
fication 539. Before reinforcement is placed, the surfaces of the bars 
and fabric and any metal supports shall be cleaned to remove any loose, 
flaky rust, mill scale, oil, grease or other coatings or foreign sub¬ 
stances. After placement, the reinforcement shall be maintained in a 
clean condition until it is completely embedded in the concrete. 

3. BAR SCHEDULE, LISTS AND DIAGRAMS 

Any supplemental bar schedules, bar lists or bar-bendinq diaqrams re¬ 
quired to accomplish the fabrication and placement of reinforcement shall 
be provided by the Contractor. Prior to placement of reinforcement, the 
Contractor shall furnish three prints or copies of any such lists or 
diagrams to the Contracting Officer. Acceptance of the reinforcement 
will not be based on approval of these lists or diaqrams but will be 
based on inspection of the reinforcement after it has been placed. 

4. BENDING 

Reinforcement shall be cut and bent in compliance with the requirements 
of the American Concrete Institute Standard 315. Bars shall not be bent 
or straightened in a manner that will injure the material. Pars with 
kinks, cracks or improper bends will be rejected. 

5. SPLICING BAR REINFORCEMENT 


Splices of reinforcement shall be limited to those locations shown on the 
drawings. Splice lengths shall be determined prior to fabrication and 
meet the requirements of ACI Standard 318 "Building Code Requirements for 
Reinforced Concrete" based upon design information contained in Sec¬ 
tion 10 of this specification. Bar placement drawinqs and schedules shall 
be provided for approval prior to fabrication. The drawinqs shall show 
all splice locations, layouts, and lap distances. 
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6. SPLICING WELDED WIRE FABRIC 


Unless otherwise specified, welded wire fabric shall be spliced in the 
following manner: 

a. Adjacent sections shall be spliced end to end (longitudinal lap) by 
overlapping a minimum of one full mesh plus" 2 inches plus the length 
of the two end overhangs. The splice length is measured from the end 
of the longitudinal wires in one piece of fabric to the end of the 
longitudinal wires in the lapped piece of fabric. 

b. Adjacent sections shall be spliced side to side (transverse lap) a 
minimum of one full mesh plus 2 inches. The splice length shall be 
measured from the centerline of the first longitudinal wire in one 
piece of fabric to the centerline of the first longitudinal wire in 
the lapped piece of fabric. 

7. PLACING 


Reinforcement shall be accurately placed and secured in position in a 
manner that will prevent its displacement during the placement of con¬ 
crete. Tack welding of bars will not be permitted. Metal chairs, metal 
hangers, metal spacers and concrete chairs may be used to support the 
reinforcement. Metal hangers, spacers and ties shall be placed in such a 
manner that they will not be exposed in the finished concrete surface. 
The legs of metal chairs or side form spacers that may be exposed on any 
face of slabs, walls, beams or other concrete surfaces shall have a 
protective coating or finish by means of hot dip galvanizing, epoxy 
coating, plastic coating, or be stainless steel. Metal chairs and 
spacers not fully covered by a protective coating or finish shall have a 
minimum cover of 3/4 inch of concrete over the unprotected metal portion 
except for those with plastic coatings may have a minimun cover of 1/2 
inch of concrete over the unprotected metal portion. Precast concrete 
chairs shall be manufactured of the same class of concrete as that 
specified for the structure and shall have tie wires securely anchored in 
the chair or a V-shaped groove at least 3/4 inch in depth molded into the 
upper surface to receive the steel bar at the point of support. Precast 
concrete chairs shall be moist at the time concrete is placed. 

Reinforcement shall not be placed until the prepared site has been 
inspected and approved by the Engineer. After placement of the rein¬ 
forcement, concrete shall not be placed until the reinforcement has been 
inspected and approved by the Engineer. 

8. STORAGE 


Steel reinforcement stored at the work site shall be placed above the 
ground surface on platforms, skids or other supports and protected from 
mechanical damage or corrosion. 
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9. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract, the weight of reinforcement placed in the concrete in accord¬ 
ance with the drawings will be determined to the nearest pound by compu¬ 
tation from the placing drawings. Measurement of hooks and bends will be 
based on the requirements of ACI Standard 315. Computation of weights of 
reinforcement will be based on the unit weights established in Tables 
34-1 and 34-2. Computation of weights for welded wire fabric not shown in 
Table 34-2 shall be based on ACI Standard 315. The area of welded wire 
fabric reinforcement placed in the concrete in accordance with the 
drawings will be determined to the nearest square foot by computation 
from the placing drawings with no allowance for laps. The weight of steel 
reinforcing in extra splices or extra-length splices approved for the 
convenience of the Contractor or the weight of supports and ties will not 
be included in the measurement for payment. 

Payment for furnishing and placing reinforcing steel will be made at the 
contract unit price. Such payment will constitute full compensation for 
all labor, materials, equipment and all other items necessary and inci¬ 
dental to the completion of the work including preparing and furnishing 
bar schedules, lists or diagrams; furnishing and attaching ties and 
supports; and furnishing, transporting, storing, cutting, bending, 
cleaning and securing all reinforcements. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items to which they are made 
subsidiary are identified in Section 10 of this specification. 
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TABLE 34-1. STANDARD REINFORCING BARS 


Bar Size No. 

3 

4 

5 

6 

7 

8 

9 

10 
11 
14 
18 


Wt. (lb./ft.) 

0.376 

0.668 

1.043 

1.502 

2.044 

2.670 

3.400 

4.303 

5.313 

7.65 

13.60 
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TABLE 34-2. RECTANGULAR WELDED WIRE FABRIC 1 


Style Designation 
By Steel Wire Gauge By 


W-Number 


Weight, lb. Per 
100 Sq. Ft. 


6 x 6 - 10 x 10 

6 x 6 - 8 x 8 

6 x 6 - 6 x 6 

6 x 6 - 4 x 4 

4 x 4 - 10 x 10 

4 x 4 - 8 x 8 

4 x 4 - 6 x 6 

4 x 4 - 4 x 4 

2 4 x 12 - 8 x 12 
2 4 x 12 - 7 x 11 


6 x 6 - W1.4 x W1.4 

6 x 6 - W2.1 x W2.1 

6 x 6 - W2.9 x W2.9 

6 x 6 - W4.0 x W4.0 

4 x 4 - W1.4 x W1.4 

4 x 4 - W2.1 x W2.1 

4 x 4 - W2.9 x W2.9 

4 x 4 - W4.0 x W4.0 

4 x 12 - W2.1 x WO.9 
4 x 12 - W2.5 x Wl.l 


21 

30 
42 
58 

31 
44 
62 
85 
25 
31 


^tyle designation is defined in ACI Standard 315 of the American Concrete 
Institute. 

2 

Welded smooth wire fabric with wires smaller than Size W1.4 is manufactured 
from galvanized wire. 
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in. ITEMS OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Subsidiary Item, Steel Reinforcement 

(1) This item shall consist of all steel reinforcement for rein¬ 
forced concrete in the Sump Wall, and the concrete aprons as 
shown on the drawings. 

(2) In Section 9, Measurement and Payment will not apply. Com¬ 
pensation for steel reinforcement wTll be included in Bid 
Item 17, 36-inch CMP , Bid Item 18, Sump Wall and Bid Item 20 , 
Side DraTru No separate payment for steel reinforcement will be 
made. 
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CONSTRUCTION SPECIFICATION 
51. CORRUGATED METAL PIPE CONDUITS 


1. SCOPE 

The work shall consist of furnishing and placing circular, arched or 
elliptical corrugated metal pipe and the necessary fittings. 

2. MATERIALS 

Pipe and fittings shall conform to the requirements of Material Specifi¬ 
cation 551 or Material Specification 552, whichever is specified. 

3. LAYING AND BEDDING THE PIPE 

Unless otherwise specified, the pipe shall be installed in accordance 
with the manufacturer's recommendations. The pipe shall be laid with the 
outside laps of circumferential joints pointing upstream and with longi¬ 
tudinal laps at the sides at about the vertical midheight of the pipe. 
Field welding of corrugated galvanized iron or steel pipe will not be 
permitted. Unless otherwise specified, the pipe sections shall be joined 
with standard coupling bands. The pipe shall be firmly and uniformly 
bedded throughout its entire length to the depth and in the manner 
specified on the drawings. 

Perforated pipe shall be laid with the perforations down and oriented 
symmetrically about a vertical center line. Perforations shall be clear 
of any obstructions at the time the pipe is laid. 

The pipe shall be loaded sufficiently during backfilling around the sides 
to prevent its being lifted from the bedding. 

4. STRUTTING 

When required, struts or horizontal ties shall be installed in the manner 
specified on the drawings. Struts and ties shall remain in place until 
the backfill has been placed to a height of 5 feet above the top of the 
pipe, or has been completed if the finished height is less than 5 feet 
above the top of the pipe, at which time they shall be removed by the 
Contractor. 

5. HANDLING THE PIPE 


The Contractor shall furnish such equipment as is necessary to place the 
pipe without damaging the pipe or coatings. The pipe shall be trans¬ 
ported and handled in such a manner as to prevent bruising, scaling, or 
breaking of the spelter coating or bituminous coating. 
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6. REPAIR OF DAMAGED COATINGS 


8 6 


Any damage to the zinc coating shall be repaired by thoroughly wire 
brushing the damaged area, removing all loose and cracked coating, 
removing all dirt and greasy material with solvent, and painting with two 
coats of zinc dust-zinc oxide primer conforming to the requirements of 
Federal Specification TT-P-641, Type III, or zinc dust paint conforming 
to the requirements of Military Specification MIL-P-21035. If the 
coating is damaged in any individual area larger than 12 square inches, 
or if more than 0.2 percent of a total surface area of a length of pipe 
is damaged, the length will be rejected. 

Breaks or scuffs in bituminous coatings that are less than 36 square 
inches in area shall be repaired by the application of two coats of hot 
asphaltic paint or a coating of cold-applied bituminous mastic. The 
repair coating shall be at least 0.05 inches thick after hardening and 
shall bond securely and permanently to the pipe. The material shall meet 
the physical requirements for bituminous coatings contained in the 
references cited in Material Specifications 551 and 552. Whenever 
individual breaks exceed 36 square inches in area or when the total area 
of breaks exceeds 0.5 percent of the total surface area of the pipe, the 
pipe will be rejected. 

Bituminous coating damaged by welding of coated pipe or pipe fittings 
shall be repaired as specified in this Section for breaks and scuffs in 
bituminous coatings. 

7. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract the quantity of each type, class, size and gauge of pipe will be 
determined to the nearest 0.1 foot by measurement of the laid length of 
pipe along the centerline of the pipe. Payment for each type, class, 
size and gauge of pipe will be made at the contract unit price for that 
type, class, size and gauge of pipe. Such payment will constitute full 
compensation for furnishing, transporting and installing the pipe and 
fittings and all other items necessary and incidental to the completion 
of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 8 of this 
specification. 
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8. ITEMS OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 17, 36-inch CMP 

(1) This item shall consist of furnishing and installing the 36-inch 
CMP and concrete aprons as shown on the drawings. 

(2) In Section 2, Materials , pipe and fittings shall conform to 

Material Specification.551 and Federal Specification WW-P-405B 

for Class I or II, Shape 1 corrugated steel pipe. 

Base metal shall be 16 gage, (0.064-inch) minimum copper steel. 

(31 In Section 3, Laying and Bedding the Pipe , the CMP shall havp 
watertight joints. 

(41 In Section, Measurement and Payment , payment will include full 
compensation for subsidiary items concrete and steel reinforce¬ 
ment. 

b. Bid Item 20, Side Drain 

(1) This item shall consist of -furnishing and installing the 18-inch 
CMP side drain as shown on the drawings including the concrete 
apron. 

(2) In Section 2, Materials , pipe and fittings shall conform to 
Material Specification 551 and Federal Specification WW-P-405B 
for Class I or II, Shape 1 corrugated steel pipe. 

Base metal shall be 16 gage, (0.064-inchl minimum copper steel. 

(3) In Section 3, Laying and Bedding the Pipe , the CMP shall have 
watertight joints. 

(4) In Section 7, Measurpment and Payment , payment will include full 
compensation for subsidiary Items Concrete and Steel Reinforce¬ 
ment. 
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CONSTRUCTION SPECIFICATION 
61. LOOSE ROCK RIPRAP 

1. SCOPE 


The work shall consist of the construction of loose rock riprap revet¬ 
ments and blankets, including filter layers or bedding where specified. 

2. MATERIALS 


Rock for loose rock riprap shall conform to the requirements of Material 
Specification 523 or, if so specified shall be obtained from designated 
sources. It shall be free from dirt, clay, sand, rock fines and other 
materials not meeting the required gradation limits. 

At least 30 days prior to delivery of rock from other than designated 
sources, the Contractor shall designate in writing the source from which 
he intends to obtain the rock and information satisfactory to the Con¬ 
tracting Officer that the material meets the requirements of the con¬ 
tract. The Contractor shall provide the Engineer free access to the 
source for the purpose of obtaining samples for testing. The size and 
grading of the rock shall be as specified in Section 9 of this specifi¬ 
cation. 

Rock from designated sources shall be excavated, selected and processed 
as necessary to meet the quality and grading requirements in Section 9 of 
this specification. The rock shall conform to the specified grading 
limits when installed in the riprap. 

Filter or bedding materials when required, shall, unless otherwise 
specified, conform to the requirements of Material Specification 521. 

3. SUBGRADE PREPARATION 


The subgrade surfaces on which the riprap or bedding course is to be 
placed shall be cut or filled and graded to the lines and grades shown on 
the drawings. When fill to subgrade lines is required, it shall consist 
of approved materials and shall conform to the requirements of the 
specified class of fill. 

Riprap shall not be placed until the foundation preparation is completed 
and the subgrade surfaces have been inspected and approved by the Engi¬ 
neer. 

4. EQUIPMENT-PLACED ROCK RIPRAP 


The rock shall be placed by equipment on the surfaces and to the depths 
specified. The riprap shall be constructed to the full course thickness 
in one operation and in such a manner as to avoid 
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serious displacement of the underlying materials. The rock shall be 
delivered and placed in a manner that will insure that the riprap in 
place shall be reasonably homogeneous with the larger rocks uniformly 
distributed and firmly in contact one to another with the smaller rocks 
and spalls filling the voids between the larger rocks. 

Riprap shall be placed in a manner to prevent damage to structures. Hand 
placing will be required to the extent necessary to prevent damage to the 
permanent works. 

5. HAND-PLACED RIPRAP 


The rock shall be placed by hand on the surfaces and to the depths 
specified. It shall be securely bedded with the larger rocks firmly in 
contact one to another. Spaces between the larger rocks shall be filled 
with smaller rocks and spalls. Smaller rocks shall not be grouped as a 
substitute for larger rock. Flat slab rock shall be laid on edge. 

6. FILTER LAYERS OR BEDDING 


When the drawings specify filter layers or bedding beneath riprao, the 
filter or bedding material shall be spread uniformly on the prepared 
subgrade surfaces to the depth specified. Compaction of filter layers or 
bedding will not be required, but the surface of such layers shall be 
finished reasonably free of mounds, dips or windrows. 

7. TESTING 


The Engineer will perform such tests as are required to verify that the 
riprap, filter, and bedding materials and the completed work meet the 
requirements of the specifications. These tests are not intended to 
provide the Contractor with the information he needs to assure that the 
materials and workmanship meet the requirements of the specifications, 
and their performance will not relieve the Contractor of the responsibi¬ 
lity of performing his own tests for that purpose. 

8;. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract, the volume of each type of riprap and the volume of each type 
of filter layer or bedding will be measured within the specified limits 
and computed to the nearest cubic yard by the method of average cross- 
sectional end areas. Payment for each type of riprap will be made at the 
contract unit price for that type of riprap. Payment for each type of 
filter or bedding will be made at the contract unit price for that type 
of filter or bedding. Such payment will be considered full compensation 
for all labor, materials, eguipment and all other items necessary and 
incidental to the completion of the riprap, filter layers and bedding. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 9 of this 
specification. 
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9. ITEM OF WORK AND CONSTRUCTION DETAILS 


Item of work to be performed in conformance with this specification and 
the construction details is: 

a. Bid Item 10, Loose Rock Riprap 

(1) This item shall consist of furnishing and placing loose rock 
riprap at the locations as shown on the drawings. 

(2) In Section 2, Materials , rock for loose rock riprap shall meet 
the following gradation requirements: 

(a) CLASS I and bottom 2-feet of CLASS II. 


Grid Size Inches 

Percent Passing by Weight 

24 

100 

18 

50 - 90 

12 

30 - 70 

6 

15 - 40 

3 

0 - 5 


(b) Top 2-feet of CLASS II. 


Grid Size Inches 

Percent Passing by Weight 

36 

100 

24 

50 - 80 

12 

20 - 50 

8 

15 - 40 

6 

0 - 5 


All Riprap shall be earth tone, dark grey or brown in color, and 
obtained from one source as approved by the Engineer. 

(3) In Section 4, Equipment - Placed Rock Riprap , the rock shall be 
placed to result in a reasonably uniform riprap layer not less 
than the thickness shown on the drawings, with the larger rocks 
well distributed and the voids between the larger rocks filled 
with smaller rocks. 

(4) The tolerance for placing rock riprap will be a minus 3 inches 
to a plus 8 inches from the exterior neat lines indicated on the 
drawings, except that 20 to 40 percent of the rocks shall extend 
12 inches above the neat lines. The extreme minus tolerance 
shall not be continuous over an area exceeding 25 square feet. 
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construction specification 

62. GROUTED ROCK RIPRAP 


1. SCOPE 


The work shall consist of furnishing, transporting, and placing rock and 
concrete grout in the construction of grouted rock riprap sections. 

2. MATERIALS 


Rock for grouted rock riprap shall conform to the requirements of 
Material Specification 523, or if so specified shall be obtained from 
designated sources. It shall be free from dirt, cla.v, sand, rock fines, 
and other materials not meeting the required gradation limits. 

At least 30 days prior to delivery of rock from other than designated 
sources, the Contractor shall designate, in writing, the source from 
which he intends to obtain the rock and information satisfactory to the 
Contracting Officer that the material meets the requirements of the 
contract. The Contractor shall provide the Engineer free access to the 
source for the purpose of obtaining samples for testing. The size and 
grading of the rock shall be as specified in Section 13 of this specifi¬ 
cation. 

Rock from designated sources shall be excavated, selected and processed 
as necessary to meet the quality and grading requirements in Section 13 
of this specification. The rock shall conform to the specified grading 
limits when installed in the riprap. 

Filter or bedding materials when required, shall unless otherwise speci- 
fied, conform to the requirements of Material Specification 521. 

Portland cement shall conform to the requirements of Material Specifica- 
tion 531 for the specified type. 

Pozzolan . Unless otherwise specified in Section 13 of this specifi¬ 
cation, pozzolans conforming to Specification ASTM C-618 class F in 
amounts not to exceed 20 percent, based on absolute volume, may be 
substituted for an equivalent amount of Portland cement in the grout 
mixture. 

Aggregates shall conform to the requirements of Material Specifica¬ 
tion 522, except that the grading for coarse agaregate shall be as 
specified in the construction details. 

Water shall be clean and free from injurious amounts of oils, acid, 
alkali, organic matter or other deleterious substances. 
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Air-entraining admixtures shall conform to the requirements of Material 
Specification 532. 

Curing compound shall conform to the requirements of Material Specifica¬ 
tion 534. 

Other admixtures , when required, shall be as specified in the construc¬ 
tion "HitaTTs’. 

3. SUBGRADE PREPARATION 


Riprap or filter shall not be placed until the subgrade surfaces have 
been inspected and approved by the Engineer. 

4. FILTER LAYERS OR BEDDING 


When filter layers or bedding beneath the riprap is specified, the 
material shall be spread uniformly on the prepared subgrade surfaces to 
the depth shown on the drawings. Compaction of the material will not be 
required but the surfaces of such layers shall be finished reasonably 
free of mounds, dips, or windrows. 

5. PLACING ROCK 


The rock shall be placed on the surfaces and to the depths specified in 
such a manner as to avoid displacement of the underlying materials. The 
rock may be equipment or hand placed as necessary to produce a surface in 
which the tops of the individual rocks do not vary more than the speci¬ 
fied deviation from the neat lines shown on the drawings. Double decking 
of thin, flat rocks to bring the surface up to the required grade will 
not be permitted. 

6. DESIGN OF THE GROUT MIX 


The mix proportions for the grout mix shall be as specified in the 
construction details. During the course of the work the Engineer will 
require adjustment of the mix proportions whenever necessary. After the 
mix has been designated, it shall not be changed without the approval of 
the Engineer. 

7. HANDLING AND MEASUREMENT OF MATERIAL 


Materials shall be stockpiled and batched by methods that will prevent 
segregation or contamination of aggregates and insure accurate propor¬ 
tioning of the ingredients of the mix. 

Except as otherwise provided in Section 11, cement and aggregates shall 
be measured as follows: 

Cement shall be measured by weight or in bags of 94 pounds each. When 
cement is measured in bags, no fraction of a baq shall be used unless 
weighed. 
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Aggregates shall be measured by weight. Mix proportions shall be based 
on saturated, surface-dry weights. The batch weight of each aggregate 
shall be the required saturated, surface-dry weight plus the weight of 
surface moisture it contains. 

Water shall be measured, by volume or by weight, to an accuracy within 
one percent of the total quantity of water required for the batch. 

Admixtures shall be measured within a limit of accuracy of ±3 percent. 

8. MIXERS AND MIXING 


The mixer, when loaded to capacity, shall be capable of combining the 
ingredients of the grout mix into a thoroughly mixed and uniform mass and 
of discharging it with a satisfactory degree of uniformity. 

Mixer shall be operated within the limits of the manufacturer's guaran¬ 
teed capacity and speed of rotation. 

The time of mixing after all cement and aggregates are in the mixer drum 
shall be not less than one minute for mixers having a capacity of one 
cubic yard or less. For mixers of larger capacities, the minimum time 
shall be increased fifteen seconds for each cubic yard or fraction 
thereof of additional capacity. The batch shall be so charged into the 
mixer that some water will enter in advance of cement and aggregate, and 
all mixing water shall be introduced into the drum before one-fourth of 
the mixing time has elapsed. 

When ready-mixed grout mix is furnished, the Contractor shall furnish to 
the Engineer a delivery ticket showing the time of loading and the 
quantities of materials used for each load of grout mix. 

No mixing water in excess of the amount called for bv the job mix shall 
be added to the grout mix during mixing or hauling or after arrival at 
the delivery point. 

9. CONVEYING AND PLACING 


The grout mix shall be delivered to the site and placed within 1-1/P 
hours after the introduction of the cement to the aggregates. In hot 
weather or under conditions contributing to quick stiffening of the 
concrete, the time between the introduction of the cement to the aggre¬ 
gates and discharge shall not exceed 45 minutes. The Engineer may allow 
a longer time, provided the setting time of the concrete is increased a 
corresponding amount by the addition of an approved set-retarding ad¬ 
mixture. In any case, concrete shall be conveyed from the mixer to the 
final placement as rapidly as practicable by methods that will prevent 
segregation of the aggregates or loss of mortar. 
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Grout mix shall not be dropped more than 5 feet vertically unless suit- 
able equipment is used to prevent segregation. 

The grout mix shall not be Dlaced until the rock riprap has been in¬ 
spected and approved by the Engineer. 

Rock to be grouted shall be kept wet for at least 2 hours immediately 
prior to grouting. 

The rock riprap shall be flushed with water to remove the fines from the 
rock prior to placing the grout. The rock shall be kept moist just ahead 
of the actual placing, but the grout shall not be placed in standing or 
flowing water. Grout placed on inverts or other nearly level areas may 
be placed in one course. On slopes, the grout shall be placed in two (2) 
courses in successive lateral strips approximately ten (10) feet in width 
starting at the toe of the slope and progressing to the top. The grout 
shall be delivered to the place of final deposit by approved means and 
discharged directly on the surface of the rock, using a splash plate of 
metal or wood to prevent displacement of the rock directly under the 
discharge. The flow of grout shall be directed with brooms, spades or 
baffles to prevent it from flowing excessively along the same path and to 
assure that all intermittent spaces are filled. Sufficient barring shall 
be done to loosen tight pockets of rock and otherwise aid the penetration 
of grout so that: all voids shall be filled and the grout fully penetrates 
the rock blanket. All brooming on slopes shall be uphill and after the 
grout has stiffened, the entire surface shall be rebroomed to eliminate 
runs and to fill voids caused by sloughing. 

After completion of any strip or panel, no workman or other load shall be 
permitted on the grouted surface for a period of twenty-four (24) hours. 
The grouted surface shall be protected from injurious action by the sun, 
rain, flowing water and mechanical injury. 

10. CURING AND PROTECTION 


The surface of treatment materials shall be prevented from drying for a 
curing period of at least 7 days after it is placed. Exposed surfaces 
shall be kept continuously moist for the entire period, or until curing 
compound is applied as specified below. Moisture shall be maintained by 
sprinkling, flooding or fog spraying or by covering with continuously 
moistened canvas, cloth mats, straw, sand or other approved material. 
Water or covering shall be applied in such a way that the concrete 
surface is not eroded or otherwise damaged. 

The grouted rock may be coated with an approved curing compound in lieu 
of continued application of moisture. The compound shall be sprayed on 
the moist concrete surfaces as soon as free water has disappeared, but 
shall not be applied to any surface until finishing of that surface is 
completed. The compound shall be applied at a uniform rate of not less 
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than one gallon per 150 square feet of surface and shall form a continu¬ 
ous adherent membrane over the entire surface. Curing compound shall not 
be applied to surfaces requiring bond to subsequently placed concrete. 
If the membrane is damaged during the curing period, the damaged area 
shall be resprayed at the rate of application specified above. 

Grout mix shall not be placed when the daily minimum temperature is less 
than 40°F unless facilities are provided to insure that the temperature 
of the materials is maintained at not less than 50°F nor more than 90°F 
during placement and the curing period. Grout mix shall not be placed on 
frozen surfaces. When freezing conditions prevail, rock to be grouted 
must be covered and heated to a range of 50°F to 90°F for at least 
24 hours prior to placing treatment materials. 

11. INSPECTING AND TESTING FRESH GROUT 


The Engineer will inspect and test grout during the course of the work. 
Sampling of fresh grout will be done by the methods prescribed in ASTM 
Designation C 172. The volume of each batch will be determined by the 
methods prescribed in ASTM Designation C 138. 

The Engineer shall have free entry to all parts of the Contractor's plant 
and equipment which concern mixing and placing the grout while work on 
the contract is being performed. Proper facilities shall be provided for 
the Engineer to inspect materials and processes used in mixing and 
placing the grout as well as for securing samples of the grout mix. All 
tests and inspections shall be so conducted as not to interfere un¬ 
necessarily with the mixing and placing of the grout. 

When ready-mixed grout is furnished, the Contractor shall furnish to the 
Engineer a statement-of-delivery ticket for each batch delivered to the 
job site. The ticket shall show the total weights in pounds of cement, 
water, and fine and coarse aggregates, amount of air-entraining agent, 
time of loading, and the revolution counter reading at the time of 
batching. 

12. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract, the volume of riprap and the volume of filter layers or bedding 
will be determined from the specified thickness shown on the drawings and 
the area on which acceptable placement has been made. The volume of 
grout will be determined from the calculated batch volume and the number 
of mixed batches delivered to the site and acceptably placed in the work. 
Payment for riprap; filter or bedding material; and the concrete grout 
will be made at the contract unit price for each item. Such payment will 
be considered full compensation for all labor, materials, equipment, and 
all other items necessary and incidental to the completion of the work. 
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Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 13 of this 
specification. 
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13. ITEMS OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 11, Grouted Rock Riprap 

(1) This item shall consist of the grouted rock riprap as shown on 
the drawings. 

(2) In Section 2, Materials , rock for grouted rock riprap shall meet 
the following gradation requirements: 


Grid Size Inches 

Percent Passing 

by Weight 

36 


100 

24 

50 - 

80 

12 

20 - 

50 

8 

15 - 

40 

6 

0 - 

5 


All riprap shall be earth tone, dark grey or brown in color, and 
obtained from one source as approved by the Engineer. 

Dirty rock shall be washed at a location away from the worksite. 

Control of gradation will be by visual inspection. The Con¬ 
tractor shall provide two samples of rock, of at least 10 tons 
each, meeting the specified gradation. One sample shall be 
placed at the construction site and may become part of the 
finished riprap section. 

The other sample shall be provided at the quarry. These samples 
shall be used as a frequent reference for judging the gradation 
of the riprap supplied. Any difference of opinion between 
the Engineer and the Contractor shall be resolved by dumping 
and checking the gradation of two random truckloads of rock. 
Mechanical equipment, a sorting site, and labor needed to assist 
in checking gradation shall be provided by the Contractor at his 
expense. 

(3) In Section 5, Placing Rock : 

(a) The rock shall be placed to result in a reasonably uniform 
riprap layer not less than the thickness shown on the 
drawings, with the larger rocks well distributed and the 
voids between the larger rocks filled with smaller rocks. 
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(b) The tolerance for placing rock riprap shall be a minus 
3 inches to a plus 8 inches from the exterior neat lines 
indicated on the drawings» except that 80 to 40 percent of 
the rocks shall extend i2 inches above the neat lines. The 
extreme minus tolerance will not be continuous over an area 
exceeding 25 square feet. 

b. Bid Item 12, Grout 


(1) This item shall consist of grout, weepholes and stainless steel 
hardware cloth for the grouted rock riprap as shown on the 
drawings and as specified herein. 

(2) In Section 6, Design of Grout Mix , the concrete mix for grout; 
shall contain Type D, Water Reducing and Retarding admixture 
conforming to Material Specification 533, and shall contain not 
less than 6 sacks of cement per cubic yard of concrete. Cement 
shall be Type II Portland cement. The maximum size of coarse 
aggregate shall be 3/8 inch. 

The color of the grout shall be compatable with the rock riprap 
as approved by the Engineer. 

The slump shall be 6 to 8 inches. 

(3) Weepholes shall be 2i-inch I.D., PVC Schedule 40 pipe. Weep 
holes shall be placed on a 20 font grid through all level 
grouted rock sections. On sloped sections weep holes shall be 
placed at 10 foot centers, 1.0 foot above the toe of the slope 
or as shown on the drawings. 

Weep holes through level grouted rock areas and as shown on the 
drawings shall be filled with bedding material. 

All weepholes shall have an 8x8 mesh (.035 inch maximum wire 
diameter) stainless steel wire cloth securely attached, with a 
nine gage copper wire through holes in the pipe, over the rear 
opening of each weephole. 

(4) In Section 9, Conveying and Placing , paragraphs 2 and 5 are 
hereby deleted. The rock riprap shall be washed with water to 
remove dirt from the rock surfaces prior to placing the grout. 
The rock shall be kept moist just ahead of the actual placing, 
but the grout shall not be placed in standing water. Grout 
placed on inverts or other nearly level areas may be placed in 
one course. On slopes, the grout shall be placed in successive 
lateral strips approximately 10 feet in width starting at the 
toe and progressing to the top of the slope. The grout shall be 
delivered to the place of final deposit by a concrete pump, at a 
rate approved by the Engineer, and discharged directly into the 
voids of the rock blanket. Grout shall not be discharged more 
than 3-feet vertically from delivery hose outlet. A broom, a 
shovel or a splash plate shall be used to prevent displacement 
of the rock directly under the discharge. The flow of the grout 
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shall be directed with brooms, spades or baffles to prevent it 
from dislodging rocks from the slopes or from flowing exces¬ 
sively along the same path and to assure that all intermittent 
spaces are filled. Sufficient barring shall be done to loosen 
tight pockets of rock and otherwise aid the penetration of grout 
so that all voids shall be filled and grout fully penetrates the 
rock blanket. Brooming shall proceed immediately following and 
in conjunction with the grout placement. The entire surface 
shall be broomed to eliminate runs, footprints, hose marks or 
other marks caused during placement and to fill voids caused by 
sloughing. Brooming shall not leave a smooth surface but shall 
leave approximately one-third of the topmost layer of rocks and 
those rocks extending above the neat line protruding from the 
grout. Care shall be made not to splash grout onto the exposed 
surfaces of the individual boulders. Any grout that is inadver¬ 
tantly slashed onto the boulders shall be broomed off. 

(5) In Section 10,. Curing and Protection , the curing compound shall 
be Type 1-D, clear or translucent with a fugitive dye to aid 
checking coverage. 

(6) Section 12, Measurement and Payment for grout will be at the 
contract unit price per cubic yard. Compensation for the weep 
holes, filter material for the weepholes and the 8x8 mesh 
(.035 in maximum wire diameter) stainless steel wire cloth will 
be included in Bid Item 12 , Grout . No separate payment will be 
made for these items. 
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CONSTRUCTION SPECIFICATION 
81. METAL FABRICATION AND INSTALLATION 


I. SCOPE 


The work shall consist of furnishing, fabricating and erecting metalwork, 
including the metal parts of composite structures. 

2. MATERIALS 


Unless otherwise specified, materials shall conform to the requirements 
of Material Specification 581. Steel shall be structural quality unless 
otherwise specified. Castings shall be thoroughly cleaned and subjected 
to careful inspection before installation. Finished surfaces shall be 
smooth and true to assure proper fit. Galvanizing shall conform to the 
requirements of Material Specification 582. 

3. FABRICATION 


Fabrication of structural steel shall conform to the requirements of 
Section 1.23 of the "Specification for the Design, Fabrication and 
Erection of Structural Steel for Buildings (Riveted, Bolted and Arc- 
Welded Construction)," American Institute of Steel Construction. 

Fabrication of structural aluminum shall conform to the requirements in 
the Aluminum Construction Manual, "Specifications for Aluminum Struc¬ 
tures," Section 6 and Section 7, The Aluminum Association, November 
1976. 

4. ERECTION 


The frame of metal structures shall be carried up true and plumb. Tem¬ 
porary bracing shall be placed wherever necessary to resist all loads to 
which the structure may be subjected, including those applied by the 
installation and operation of equipment. Such bracing shall be left in 
place as long as may be necessary for safety. 

As erection progresses the work shall be securely bolted up, or welded, 
to resist all dead load, wind and erection stresses. The Contractor 
shall furnish such fitting up bolts, nuts and washers as may be required. 

No riveting or welding shall be done until as much of the structure as 
will be stiffened thereby has been properly aligned. 

Rivets driven in the field shall be heated and driven with the same care 
as those driven in the shop. 
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All field welding shall be done in conformance to the requirements for 
shop fabrication, except those that expressly apply to shop conditions 
only. 

Galvanized items shall not be cut, welded or drilled after the zinc 
coating is applied. 

5. PROTECTIVE COATINGS 


Items specified to be galvanized shall be completely fabricated for field 
assembly before the application of the zinc coatings. 

Items specified to be painted shall be painted in conformance to the 
requirements of Construction Specification 82 for the specified paint 
systems. 

6. MEASUREMENT AND PAYMENT 


The work will not be measured. Payment for furnishing, fabricating and 
installing each item of metalwork will be made at the contract price for 
that item. Such payment will constitute full compensation for all labor, 
materials, equipment and all other items necessary and incidental to the 
completion of the work, including connectors and appurtenances such as 
rivets, bolts, nuts, pins, studs, washers, hangers and weld metal. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 7 of this 
specification. 
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7. ITEMS OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 13, Metal Plates 

(1) This item shall consist of the metal plates in the fish ladders 
as shown on the drawings. 

(2) The metal plates shall not be painted, galvanized or otherwise 
coated. 

(3) The metal plates shall be set vertical and perpendicular to the 
channel and securely grouted in Diace. 

(4) In Section 6, Measurement and Payment , payment for Bid Item 13 , 
Metal Plates , wiTT include full compensation for the concrete 
necessary to build the concrete footings for the metal plates. 
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400. PUBLIC SAFETY 


1. SCOPE 

The work shall consist of providing for public safety and maintaining 
traffic control. 

2. TRAFFIC AND ACCESS 


The Contractor's operations shall cause no unnecessary inconvenience to the 
public. The access rights of the public shall be considered at all times. 
Unless otherwise authorized, traffic shall be permitted to pass through the 
work on approved or specified detours. 

3. STORAGE OF EQUIPMENT AND MATERIALS IN PUBLIC STREETS 

Construction materials may not be stored in streets, roads or highways. 

All such materials or equipment not installed or used in the construction 
shall be stored elsewhere by the Contractor at his expense. 

4. SIGNS. LIGHTS. AND DEVICES 

All signs, lights, barricades, and use of flagmen shall conform to the 
current requirements set forth in the current "Manual of Warning Signs, 
Lights, and Devices for Use in Performance of Work upon Highways," issued 
bay the State of California, Business and Transportation Agency, Department 
of Transportation and any local requirements by the city of Gilroy or the 
Santa Clara Valley Water District. 

5. UTILITIES 


Unless specifically provided otherwise in the construction specifications 
or on the construction drawings, all utilities will be relocated, altered, 
or reconstructed by their respective owners. 

The Contractor shall notify all owners of public utilities 48 hours in 
advance of excavating around or filling over of their substructures. 

6. MEASUREMENT AND PAYMENT 


For items of work for which specific lump sum prices are established in the 
contract, payment for the work will be made at the contract lump sum 
price. Such payment will constitute full compensation for all labor, 
materials, equipment and all other items necessary and incidental to 
completion of the work. 

Compensation for any item of work described in the contract but not listed 
in the bid schedule will be included in the payment for the item of work to 
which it is made subsidiary. Such items an the item to which they are made 
subsidiary are identified in Section 6 of this specification. 
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7. ITEMS OF WORK AND CONSTRUCTION DETAILS 

Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 16. Public Safety 

(1) This item includes furnishing, installing and maintaining all 
access to adjacent property; all barricades, signs, warnings, 
lighting, striping and. flagmen necessary to control and protect 
all traffic, pedestrians and cyclists from the work and of 
complying with permits or any other public convenience and safety 
work which is not specifically covered by any other items of 
work. 

(2) The Contractor shall meet the requirements of all agencies having 
jurisdiction in traffic control including the California 
Department of Transportation, the City of Gilroy and the Santa 
Clara Valley Water District. 

(3) All traffic controls shall be provided with adequate warning 
light during hours of darkness. 

(4) In Section 5, Utilities , the following listed companies and 
agencies shall be contacted concerning matters relating to their 
facilities: 


(a) 

Telephone Company: 

(d) 

Bruce Wilson 


Alan Hong-Yee 


Santa Clara Valley Water Dist. 


Continental Tele. Co. 


5750 Almaden Expressway 


P.O. Box 96 


San Jose, CA 95118 


Gilroy, CA 95020 
(408) 842-8997 


(408) 265-2600 

(b) 

Electrical Company 

(e) 

PG&E Company 


Larry Englund 


7461 Eigleberry 


PG&E 


Gilroy, CA 95020 


111 Almaden Blvd. 

San Jose, CA 95198 
(408) 298-3333 


(800) 642-2444 

(c) 

Norm Allen 

(f) 

California Dept, of Trans. 


City of Gilroy 


P. Johnson, Permit Coordinator 


7351 Rosanna Street 


P.O. Box 2338 


Gilroy, CA 95020 


Santa Cruz, CA 


(408) 842-9321 


(408) 476-4553 


(5) In Section 6, Measurement and Payment , compensation for complying 
with the permits will be included in Bid Item 16. Public Safety . 
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511. STEEL PILES 


1. SCOPE 


This specification covers the type and quality of steel piles. 

2. BEARING PILES 


Steel bearing piles shall be structural steel H-piles conforming to the 
requirements of ASTM Specification A 36. 

The required length of pile may be fabricated by butt-welding shorter 
lengths of pile stock. Unless otherwise specified, the cross Section of 
each pile shall be constant throughout its length. The axis of the pile 
shall be straight and the number of welded joints in the length of the 
pile shall be as few as practicable. Pieces below the top piece shall be 
not less than 10 feet in length. 

3. SHEET PILES 


Steel sheet piles shall conform to the requirements of ASTM Specifica¬ 
tion A 328. 

Sheet piles shall be the standard interlocking type having positive 
interlocks, effective in both longitudinal and transverse directions, 
that are continuous throughout the length of the pile. Fabrication of 
piles from shorter lengths of pile stock will not be allowed. 
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522. AGGREGATE FOR PORTLAND CEMENT CONCRETE 


1. SCOPE 


This specification covers the quality of fine aggregate and coarse 
aggregate for use in the manufacture of port!and cement concrete. 

2. QUALITY 


Aggregate shall conform to the requirements of ASTM Specification C-33 
for the specified sizes. Aggregates that fail to meet any requirement 
may be accepted only when: (1) the specified alternate conditions of 
acceptance can be proved prior to the use of the aggregates on the job 
and within a period of time such that no work under the contract will be 
delayed by the requirements of such proof; or, (2) the specification for 
concrete expressly contains a provision of special mix requirements to 
compensate for the effects of the deficiencies. 

3. REACTIVITY WITH ALKALIES 


The potential reactivitiy of aggregates with the alkalies in cement shall 
be evaluated by petrographic examination and, where applicable, the 
chemical method of test, ASTM Designation C 289, or by the results of 
previous tests or service records of concrete made from similar aggreg¬ 
ates from the same source. The standards for evaluating potential 
reactivity shall be as described in ASTM Specification C 33, Appendix Al. 

Aggregates indicated by any of the above to be potentially reactive shall 
not be used, except under one of the following conditions: 

a. Applicable test results of mortar bar tests, made according to ASTM 
Method C 227, are available which indicate an expansion of less than 
0.10 percent at six months in mortar bars made with cement containing 
not less than 0.8 percent alkalies expressed as sodium oxide; or 

b. Concrete made from similar aggregates from the same source has 
been demonstrated to be sound after 3 years or more of service 
under conditions of exposure to moisture and weather similar 
to those anticipated for the concrete under these 
specifications. 

Aggregates indicated to be potentially reactive, but within acceptable 
limits as determined by mortar bar test results or service records, shall 
be used only with "low alkali" cement, containing less than 0.60 percent 
alkalies expressed as sodium oxide. 
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4. STORING AND HANDLING 

Aggregate of each class and size shall be stored and handled by methods 
that prevent segregation of particles sizes or contamination by inter¬ 
mixing with other materials. 
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MATERIAL SPECIFICATION 
523. ROCK FOR RIPRAP 


1. SCOPE 


This specification covers the quality of rock to be used in the construe 
tion of rock riprap. 

2. QUALITY 


Individual rock fragments shall be dense, sound and free from cracks, 
seams and other defects conducive to accelerated weathering. The rock 
fragments shall be angular to subrounded in shape. The least dimension 
of an individual rock fragment shall be not less than one-third the 
greatest dimension of the fragment. 

Except as provided below, the rock shall have the following properties: 

a. Bulk specific gravity (saturated surface-dry basis) not less than 
2.5. 

b. Absorption not more than 2 percent. 

c. Soundness: Weight loss in 5 cycles not more than 10 percent when 
sodium sulfate is used or 15 percent when magnesium sulfate is used. 

The bulk specific gravity and absorption shall be determined by ASTM 
Method C 127. The test for soundness shall be performed by ASTM Method 
C 88 for coarse aggregate modified as follows: 

The test sample shall not be separated into fractions. It shall consist 
of 5000 ± 300 grams of rock fragments, reasonably uniform in size and 
shape and weighing approximately 100 grams each, obtained by breaking the 
rock and selecting fragments of the required size. 

After the sample has been dried, following completion of the final test 
cycle and washing to remove the sodium sulfate or magnesium sulfate, the 
loss of weight shall be determined by subtracting from the original 
weight of the sample the final weight of all fragments which have not 
broken into three or more pieces. 

The report shall show the percentage loss of weight and the results of 
the qualitative examination. 
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Rock that fails to meet the requirements stated in a, b, and c above, may 
be accepted only if similar rock from the same source has been demonstr¬ 
ated to be sound after 5 years or more of service under conditions of 
weather, wetting and drying, and erosive forces similar to those antici¬ 
pated for the rock to be installed under this specification. 

3. GRADING 


The rock shall conform to the specified grading limits after it has been 
placed in the riprap. 
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531. PORTLAND CEMENT 


1. SCOPE 


This specification covers the quality of Portland cements. 

2. QUALITY 


Portland cement shall conform to the requirements of ASTM Specification 
C 150 for the specified types of cement, except that, when Type I port- 
land cement is specified, Type IS portland blast-furnace slag cement or 
Type IP portland-pozzolan cement conforming to the requirements of ASTM 
Specification C 595 may be used unless prohibited in the specifications. 

If air-entraining cement is to be used, the Contractor shall furnish the 
manufacturer's written statement giving the source, amount and brand name 
of the air-entraining addition. 

3. STORAGE AT THE CONSTRUCTION SITE 


Cement shall be stored in such a manner as to be protected from weather, 
dampness or other destructive agencies. Cement that is partially hydr¬ 
ated or otherwise damaged will be rejected. 
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MATERIAL SPECIFICATION 

532. AIR-ENTRAINING ADMIXTURES 
(FOR CONCRETE - ) 


1. SCOPE 


This specification covers the quality of air-entraining admixtures for 
concrete. 

2. QUALITY 


Air-entraining admixtures shall conform to the requirements of ASTM 
Specification C 260, except that the relative durability factor in the 
freezing and thawing test shall be not less than 95. 
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MATERIAL SPECIFICATION 

533. WATER-REDUCING AND SET-RETARDING ADMIXTURES 
-FORTO'RTlAFD~CEMENT CONCRETE- 


1. SCOPE 


This specification covers the quality of water-reducing and set-retarding 
admixtures for Portland cement concrete. 

2. QUALITY 


Water-reducing and set-retarding admixtures shall conform to the require¬ 
ments of ASTM Specification C 494, except that resistance to freezing and 
thawing shall be determined in all cases, and the minimum relative 
durability factor shall be 95. 

3. TYPES 


Admixtures shall be Type A, Water-Reducing or Type D, Water-Reducing 
and Retarding , as defined in ASTM Specification C 494. 

4. PERFORMANCE IN THE JOB MIX 

When added in the manner and amount recommended by the manufacturer to 
the concrete used on the job, with no change in the cement content or 
proportions of the aggregates, admixtures shall have the following 
effects: 

Type A or Type D : The water content at the reauired slump shall be at 
least 5 percent less with the admixture than without. The air content 
shall remain within the range specified, but shall not exceed 8 percent 
in any case. 

Type D : The time of initial setting, determined as prescribed in ASTM C 
494, shall be from 1 to 3 hours longer with the admixture than without. 
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534. CURING COMPOUND (FOR CONCRETE ) 


1. SCOPE 

This specification covers the quality of liquid membrane-fonning 
compounds suitable for spraying on concrete surfaces to retard the 
loss of water during the curing process. 

2. QUALITY 

The curing compound shall meet the requirements of ASTM 
Specification C 309. 

Unless otherwise specified the compound shall be Type 2. 

3. DELIVERY AND STORAGE 


All curing compound shall be delivered to the site of the work in 
the original container bearing the name of the manufacturer and the 
brand name. The compound shall be stored in a manner to prevent 
damage to the containers and to protect water-emulsion types from 
freezing. 


534-1 



MATERIAL SPECIFICATION 


127 


539, STEEL REINFORCEMENT (FOR CONCRETE) 

1. SCOPE 


This specification covers the quality of steel keinforcement for 
reinforced concrete. 

2. QUALITY 


All reinforcement shall be free from rust, oil grease, paint or 
other deleterious matter. 

Steel bars for concrete reinforcement requiring bends shall be 
defok-med billet-steel bars confok-mlng to ASTM Specification A 615, 
Grade 40 or Grade 60. 

Straight steel bars shall be defonned bars confonning to one of the 
following specifications: 

Deformed Billet-Steel Bars for Concrete Reinforcement (Grade 40 
or Grade 60) - ASTM Designation A 615. 

Rail-Steel Defok-med Bars for Concrete Reinforcement (Grade 50 
Ok- Grade 60) - ASTM Designation A 616. 

Axle-Steel Defok-med Bars for Concrete Reinforcement (Grade 40 
Ok- Grade 60) - ASTM Designation A 617. 

Fabricated steel bar mats shall confonn to the requirements of ASTM 
Specification A 184. 

Welded steel wik-e fabric k-einforcement shall conform to the 
requirements of ASTM Specification A 185. 

Welded defonned steel wik-e fabric for conck-ete k-einforcement shall 
confonn to the requirements of ASTM Specification A 497. 

Cold-drawn steel wik-e reinforcement shall confonn to the 
requirements of ASTM Specification A 82. 

Deformed steel wik-e for concrete reinforcement shall conform to the 
requirements of ASTM Specification A 496. 

3. DIMENSIONS OF WELDED WIRE FABRIC 


Gauges, spacing and arrangement of wik-es in welded steel wik-e fabric 
shall be as defined in ACI Standard 315 of the American Concrete 
Institute for the specified style designations. 


* 
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Steel! reinforcement stored at the site of the work shall be stored 
above the ground surface on platforms* skids or other supports and 
shall be protected from mechanical injury and corrosion. 
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MATERIAL SPECIFICATION 

551. ZINC-COATED IRON OR STEEL CORRUGATED PIPE 


1. SCOPE 


This specification covers the quality of zinc-coated iron or steel 
corrugated pipe and fittings. 

2. PIPE 


Zinc-coated iron or steel corrugated pipe and fittinos shall conform to 
the requirements of Federal Specification WW-P-405 for the specified 
classes and shapes of pipe, and to the following additional requirements: 

a. Unless otherwise specified, circumferential shop riveted seams shall 
have a maximum rivet spacing of 6 inches, except that 6 rivets will 
be sufficient for 12-inch diameter pipe; 

b. When close riveted pipe is specified: (1) the pipe shall be fabri¬ 
cated so that the rivet spacing in the circumferential seams shall 
not exceed 3 inches, except that 12 rivets will be sufficient to 
secure the circumferential seams in 12-inch pipe, and (2) in those 
portions of the longitudinal seams that will be covered by the 
coupling bands the rivets shall have finished flat heads or the 
rivets and holes shall be omitted and the seams shall be connected by 
welding to provide a minimum of obstruction to the seating of the 
coupling bands. 

c. Double riveting or double spot welding or pipe less than 42 inches in 
diameter may be required. When double rivetinq or double spot 
welding is specified, the riveting or welding shall be done in the 
manner specified for pipe 42 inches or qreater in diameter. 

3. COATINGS 


Coatings shall conform to the requirements of Federal Specification 
WW-P-405 for the specified types of coatings. 
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MATERIAL SPECIFICATION 
581. METAL 


1. SCOPE 


This specification covers the quality of steel and aluminum alloys. 

2. STRUCTURAL STEEL 

Structural steel shall conform to the requirements of ASTM Specification 
A 36. 

High-strength low-alloy structural steel shall conform to ASTM Specifica¬ 
tion A 242 or A 588. 

Carbon steel plates of structural quality to be bent or formed cold shall 
conform to ASTM Specification A 283, Grade C. 

Carbon steel sheets of structural quality shall conform to ASTM Specif¬ 
ication A 570, Grade D or A 611, Grade D. 

Carbon steel strip of structural quality shall conform to ASTM Specifi¬ 
cation A 570, Grade C. 

3. COMMERCIAL OR MERCHANT QUALITY STEEL 


Commercial or merchant quality steel shall conform to the requirements of 
the applicable ASTM specifications listed below: 


Product 

ASTM Specification 

Carbon steel 

bars 

A 575, Grade M 1015 
to Grade M 1031 

Carbon steel 

sheets 

A 569 

Carbon steel 

strip 

A 569 

Zinc-coated 

carbon steel sheets 

A 526 


4. ALUMINUM ALLOY 


Aluminum alloy products shall conform to the requirements of the appli¬ 
cable ASTM specifications listed below. Unless otherwise specified, 
alloy 6061-T6 shall be used. 
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Product ASTM Specification 


Standard structural shape 

B 

308 

Extruded structural pipe and tube 

B 

429 

Extruded bars, rods, shapes and tube 

B 

221 

Drawn seamless tubes 

B 

210 

Rolled or cold-finished bars, 
rods and wire 

R 

211 

Sheet and plate 

B 

209 


5. Bolts 

Steel bolts shall conform to the requirements of ASTM Specification A 
307. If high-strenath bolts are specified they shall conform to the 
requirements of ASTM Specification A 325. 

When galvanized or zinc-coated bolts are specified, the zinc coating 
shall conform to the requirements of ASTM Specification A 153; except 
that bolts 1/2 inch or less in diameter may be coated with electro- 
deposited zinc or cadmium coating conforming to the requirements of ASTM 
Specification B 633, Service Condition SC 3, or ASTM Specification A 165, 
Type TS, unless otherwise specified. 

6. RIVETS 


Unless otherwise specified, steel rivets shall conform to the require¬ 
ments of ASTM Specification A 502, Grade 1. Unless otherwise specified, 
aluminum alloy rivets shall be Alloy 606-T6 conforming to the require¬ 
ments of ASTM Specification B 316. 

7. WELDING ELECTRODES 


Steel welding electrodes shall conform to the requirements of American 
Welding Society specification AWS A5.1. "Specification for Mild Steel 
Covered Arc-Welding Electrodes," except that they shall be uniformly and 
heavily coated (not washed) and shall be of such a nature that the 
coating will not chip or peel while being used with the maximum amperage 
specified by the manufacturer. 

Aluminum welding electrodes shall conform to the requirements of American 
Welding Society specification AWS A5.10, "Specification for Aluminum and 
Aluminum-Alloy Welding Rods and Bare Electrodes." 
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582. GALVANIZING 


1. SCOPE 


This specification covers the quality of zinc coatinas applied to iron 
and steel products. 

2. QUALITY 


Zinc coatings shall conform to the requirements of the following specifi¬ 
cations. 

Zinc coatings on products fabricated from rolled, pressed, and forged 
steel shapes, plates, bars, and strip, 1/8 inch thick and heavier 
shall conform to ASTM Specification A 123. 

Zinc coatings on assembled steel products shall conform to the 
requirements of ASTM Specification A 386 and shall be applied in 
conformance with the Recommended Practice for Providing High Quality 
Zinc Coatings (Hot-Dip) on Assembled products (ASTM Designation 
A 385). 

Zinc coatings on iron and steel hardware shall conform to the re¬ 
quirements of ASTM Specification A 153 except that bolts, screws and 
other fasteners -1/2 inch or less in diameter may be coated with 
electrodeposited zinc or cadmium coating conforming to the require¬ 
ments of ASTM Specification A 165, Type TS, or ASTM Specification B 
633, Service Condition SC-3 unless otherwise specified. 
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LLAGAS 3A-1 & 9A CONSTRUCTION CLAUSES 


SECTION E - INSPECTION AND ACCEPTANCE 
E-l. Inspection of Construction (APR 1984) 

a. Definition. "Work" includes, but is not limited to, materials, 
workmanship, and manufacture and fabrication of components. 

b. The Contractor shall maintain an adequate inspection system and 
perform such inspections as will ensure that the work called for by 
this contract conforms to contract requirements. The Contractor 
shall maintain complete inspection records and make them available 
to the Government. All work shall be conducted under the general 
direction of the Contracting Officer and is subject to Government 
inspection and test at all places and at all reasonable times 
before acceptance to ensure strict compliance with the terms of the 
contract. 

c. Government inspections and tests are for the sole benefit of the 
Government and do not— 

1. Relieve the Contractor of responsibility for providing ade¬ 
quate quality control measures; 

2. Relieve the Contractor of responsibility for damage to or loss 
of the material before acceptance; 

3. Constitute or imply acceptance; or 

4. Affect the continuing rights of the Government after accep¬ 
tance of the completed work under paragraph i. below. 

d. The presence or absence of a Government inspector does not relieve 
the Contractor from any contract requirement, nor is the inspector 
authorized to change any term or condition of the specification 
without the Contracting Officer/s written authorization. 

e. The Contractor shall promptly furnish, without additional charge, 
all facilities, labor and material reasonably needed for performing 
such safe and convenient inspections and tests as may be required 
by the Contracting Officer. The Government may charge to the Con¬ 
tractor any additional cost of inspection or test when work is not 
ready at the time specified by the Contractor for inspection or 
test, or when prior rejection makes reinspection or retest neces¬ 
sary. The Government shall perform all inspections and tests in a 
manner that will not unnecessarily delay the work. Special, full 
size, and performance tests shall be performed as described in the 
contract. 

f. The Contractor shall, without charge, replace or correct work found 
by the Government not to conform to contract requirements, unless 
in the public interest the Government consents to accept the work 
with an appropriate adjustment in contract price. The Contractor 
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shall promptly segregate and remove rejected material from the 

premises. 

g. If the contractor does not promptly replace or correct rejected 

work, the Government may (1) by contract or otherwise, replace or 

correct the work and charge the cost to the Contractor or (2) ter¬ 
minate for default the Contractor's right to proceed. 

h. If, before acceptance, of the entire work, the Government decides to 

examine already completed work by removing it or tearing it out, 
the Contractor, on request, shall promptly furnish all necessary 
facilities, labor, and material. If the work is found to be 

defective or nonconforming in any material respect due to the 
fault of the Contractor or its subcontractors, the Contractor shall 
defray the expenses of the examination and of satisfactory 

reconstruction. However, if the work is found to meet contract 
requirements, the Contracting Officer shall make an equitable 
adjustment for the additional services involved in the examination 
and reconstruction, including, if completion of the work w.as 
thereby delayed, an extension of time. 

i. Unless otherwise specified in the contract, the Government shall 
accept, as promptly as practicable after completion and inspection, 
all work required by the contract or that portion of the work the 
Contracting Officer determines can be accepted separately. Accep¬ 
tance shall be final and conclusive except: for latent defects, 
fraud, gross mistakes amounting to fraud, or the Government's 
rights under any warranty or guarantee. 

REF: FAR 52.246-12, 


46.312 
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SECTION F - DELIVERIES OR PERFORMANCE 

F-l. Commenceme nt. Prosecution, and CompletioD_of_Work (APR 1984) 

The Contractor shall be required to (a) commence work under this con¬ 
tract within 20 calendar days after the date the Contractor receives 
the notice to proceed, (b) prosecute the work diligently, and (c) com¬ 
plete the entire work ready for use not later than 180 calendar days 
after the date the Contractor receives the notice to proceed. The time 
stated for completion shall include final cleanup of the premises. 

REF: FAR 52.212-3, 12.104b 

F-2. Suspension of Work (APR 1984) 

a. The Contracting Officer may order the Contractor, in writing, to 

suspend, delay, or interrupt all or any part of the work of this 
contract for the period of time that the Contracting Officer 

determines appropriate for the convenience of the Government. 

b. If the performance of all or any part of the work is, for an 

unreasonable period of time, suspended, delayed, or interrupted 
(1) by an act of the Contracting Officer in the administration of 
this contract, or (2) by the Contracting Officer's failure to act 
within the time specified in this contract (or within a reasonable 
time if not specified), an adjustment shall be made for any 

increase in the cost of performance of this contract (excluding 
profit) necessarily caused by the unreasonable suspension, delay, 
or interruption, and the contract modified in writing 
accordingly. However, no adjustment shall be made under this 

clause for any suspension, delay, or interruption to the extent 

that performance would have been so suspended, delayed, or 
interrupted by any other cause, including the fault or negligence 
of the Contractor, or for which an equitable adjustment is provided 
for or excluded under any other term or condition of this 
contract. 

c. A claim under this clause shall not be allowed (1) for any costs 
incurred more than 20 days before the Contractor shall have noti¬ 
fied the Contracting Officer in writing of the act or failure to 
act involved (but this requirement shall not apply as to a claim 
resulting from a suspension order), and (2) unless the claim, in an 
amount stated, is asserted in writing as soon as practicable after 
the termination of the suspension, delay, or interruption, but not 
later than the date of final payment under the contract. 

REF: FAR 52.212-12, 12.505(a) 

F-3. Variation in Estima ted Quantity (APR 1984) 

If the quantity of a unit-priced item in this contract is an estimated 
quantity and the actual quantity of the unit-priced item varies more 
than 15 percent above or below the estimated quantity, an equitable 
adjustment in the contract price shall be made upon demand of either 
party. The equitable adjustment shall be based upon any increase or 
decrease in costs due solely to the variation above 115 percent or 
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below 85 percent of the estimated quantity. If the quantity variation 
is such as to cause an increase in the time necessary for completion, 
the Contractor may request, in writing, an extension of time, to be 
received by the Contracting Officer within 10 days from the beginning 
of the delay, or within such further period as may be granted by the 
Contracting Officer before the date of final settlement of the con¬ 
tract. Upon the receipt of a written request for an extension, the 
Contracting Officer shall ascertain the facts and make an adjustment 
for extending the completion date as, in the judgement of the Con¬ 
tracting Officer, is justified. 

REF: FAR 52.212-11, 12.403(c) 


F-4. 


(APR 1984) 


a. If the Contractor fails to complete the work within the time 
specified in the contract, or any extension, the Contractor shall 
pay to the Government as liquidated damages, the sum of $500.00 for 
each day of delay. 


b» If the Government terminates the Contractor's right to proceed, the 
resulting damage will consist of liquidated damages until such 
reasonable time as may be required for final completion of the 
work together with any increased costs occasioned the Government in 
completing the work. 

c. If the Government does not terminate the Contractor's right to 
proceed, the resulting damage will consist of liquidated damages 
until the work is completed or accepted. 

REF: FAR 52.212-5, 12.204(b) 
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SECTION G - CONTRACT ADMINISTRATION DATA 

G-l. Designation of Government. Representativ e, 

The Contracting Officer hereby designates the below named individual as 
the Government Representative (GR): 

Name: Ralph Blair 

Address: 401 Tenth St., Suite 2, Gilroy, CA 95020 
Phone: (408) 847-3762 

The GR is responsible for administering the performance of work under 
this contract. In no event, however, will any understanding, agree¬ 
ment, modification, change order, or other matter deviating from the 
terms of this contract be effective or binding upon the government 
unless formalized by proper contractual documents executed by the Con¬ 
tracting Officer prior to completion of the contract. 

The Contracting Officer should be informed as soon as possible of any 
actions or inactions by the Contractor or the Government which will 
change the required delivery or completion times stated in the con¬ 
tract, and the contract will be modified accordingly. (This does not 
apply to individual task assignments which were issued by the GR pro¬ 
vided they do not affect the delivery schedule or performance period 
stated in the contract.) 

On all matters that pertain to the contract terms the Contractor must 
communicate with the Contracting Officer. Whenever, in the opinion of 
the Contractor, the GR requests effort outside the scope of the con¬ 
tract, the Contractor should so advise the GR. If the GR persists and 
there still exists a disagreement as to proper contractual coverage, 
the Contracting Officer should be notified immediately, preferably in 
writing if time permits. Proceeding with work without proper con¬ 
tractual coverage could result in nonpayment or necessitate submittal 
of a contract claim. 

0-2. Payment Due Date (APR 1984) 

a. Payments under this contract will be due on or before the 30th 
calendar day after the later of: 

1. The date of actual receipt of a proper invoice in the office 
designated to receive the invoice, or 

2. The date the supplies or services, including contractually 
allowed partial deliveries or partial performance periods, are 
accepted by the Government. 

b. For the purpose of determining the due date for payment and for no 
other purpose, unless specific acceptance criteria is stated 
elsewhere in the contract, acceptance will be deemed to occur on 
the 5th calendar day after the date of delivery of the supplies or 
performance of the services in accordance with the terms of the 
contract. 
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c. If the supplies are rejected or the services are not acceptable due 
to failure to conform to the technical requirements of the 
contract;, or for damage in transit or otherwise* the provisions in 
paragraph b. of this clause will apply to the new delivery of 
replacement supplies or reperformance of the services. 

d. If the contract contains provisions for regular cyclical payments 
which are made without the generation of an acceptance document or 
certification of the contractor's invoice (such as for periodic 
lease payments)., acceptance will be deemed to occur on the day 
following the end of the month or other contractually stated 
invoicing and payment period. 

REF: AGAR 452.2.32-71 

G-3. Interest on Overdue Payments (APR 1984) 

a. The Prompt Payment Act, Public Law 97-177 (96 Stat. 85, 31 USC 
1801) is applicable to payments under this contract and requires 
the payment to Contractors of interest on over-due payments and 
improperly taken discounts. 

b. Determinations of interest due will be made in accordance with the 
provisions of the Prompt Payment Act and Office of Management and 
Budget Circular A-125. 

REF: AGAR 452.232-70 



a. Payments under this contract will be made either by check or by 
wire transfer through the Treasury Financial Communications System 
at the option of the Government. 

b. The Contractor shall forward the following information in writing 
to Contracting Officer (see SF 1.442, Block 8) not later than 7 days 
after receipt of notice of award.* 

1. Full name (where practicable), title, phone number, and com¬ 
plete mailing address of responsible officiaL(s), (a) to whom 
check payments are to be sent, and (b) who may be contacted 
concerning the bank account information requested below. 

2. The following bank account information required to accomplish 
wire transfers: 

(a) Name, address, and telegraphic abbreviation of the re¬ 
ceiving financial institution. 

(b) Receiving financial institution's 9-digit American Bankers 
Association (ABA) identifying number for routing transfer 
of funds. (Provide this number only if the receiving 
financial institution has access to the Federal Reserve 
Communications System.) 
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(c) Recipient's name and account number at the receiving 
financial institution to be credited with the funds. 

(d) If the receiving financial institution does not have 
access to the Federal Reserve Communications System, pro¬ 
vide the name of the correspondent financial institution 
through which the receiving financial institution receives 
electronic funds transfer messages. If a correspondent 
financial institution is specified, also provide: 

(1) Address and telegraphic abbreviation of the corres¬ 
pondent financial institution. 

(2) The correspondent financial institution's 9-digit ABA 
identifying number for routing transfer of funds. 

(3) Any changes to the information furnished under para¬ 
graph b. of this clause shall be furnished in writing 
to Contracting Officer (see SF 1442, Block 8) at 
least 30-days before the effective date of the 
change. It is the Contractor's responsibility to 
furnish these changes promptly to avoid payments to 
erroneous addresses or bank accounts. 

(4) The document furnishing the information required in 
paragraphs (2) and (3) must be dated and contain the 
signature, title, and telephone number of the Con¬ 
tractor official authorized to provide it, as well as 
the Contractor's name and contract number. 

G-5. Payments. Fixed-Price Construction.Contracts (APR 1984) 

a. The Government shall pay the Contractor the contract price as pro¬ 
vided in this contract. 

b. The Government shall make progress payments monthly as the work 
proceeds, or at more frequent intervals as determined by the 
Contracting Officer, on estimates approved by the Contracting 
Officer. If requested by the Contracting Officer, the Contractor 
shall furnish a breakdown of the total contract price showing the 
amount included therein for each principal category of the work, in 
such detail as requested, to provide a basis for determining pro¬ 
gress payments. In the preparation of estimates the Contracting 
Officer may authorize material delivered on the site and prepar¬ 
atory work done to be taken into consideration. Material delivered 
to the Contractor at locations other than the site may also be 
taken into consideration if— 

1. Consideration is specifically authorized by this contract; and 

2. The Contractor furnishes satisfactory evidence that it has 
acquired title to such material and that the material will be 
used to perform this contract. 

c. In making these progress payments, there shall be retained 10 per¬ 
cent of the estimated amount until final completion and acceptance 
of the contract work. However, if the Contracting Officer finds 
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that satisfactory progress was achieved during any period for which 
a progress payment is to be made, the Contracting Officer may 
authorize payment to be made in full without retention of a 
percentage. When the work is substantially complete, the 
Contracting Officer shall retain an amount that the Contracting 
Officer considers adequate protection of the Government and may 
release to the Contractor all or a portion of any excess amount. 
Also, on completion and acceptance of each separate building, 
public work, or other division of the contract, for which the price 
is stated separately in the contract, payment may be made for the 
completed work without retention of a percentage. 

d. All material and work covered by progress payments made shall, at 
the time of payment, become the sole property of the Government, 
but. this shall not be construed as— 

1. Relieving the Contractor from the sole responsibility for all 
material and work upon which payments have been made or the 
restoration of any damaged work; or 

2. Waiving the right of the Government to require the fulfillment 
of all of the terms of the contract. 

e. The Government shall, upon request, reimburse the Contractor for 
the entire amount of premiums paid for performance and payment 
bonds (including coinsurance and reinsurance agreements, when 
applicable) after furnishing evidence of full payment to the 

surety. 

f. The Government shall pay the amount due the Contractor under this 
contract after— 

1. Completion and acceptance of all work; 

2. Presentation of a properly executed voucher; and 

3. Presentation of release of all claims against the Government 
arising by virtue of this contract, other than claims, in 
stated amounts, that the Contractor has specifically excepted 
from: the operation of the release. A release may also be 
required of the assignee if the Contractor’s claim to amounts 
payable under this contract has been assigned under the 
Assignment of Claims Act of 1940 (31 U.S.C. 203 and 41 U.S.C. 
15). 


REF: FAR 52.232-5, 32.111(a)(5) 
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SECTION H - SPECIAL CONTRACT REQUIREMENTS 

H-l. Performance ofLffork bv the Contractar (APR 1984) 

The Contractor shall perform on the site, and with its own organiza¬ 
tion, work equivalent to at least twenty (20) percent of the total 
amount of work to be performed under the contract. This percentage may 
be reduced by a supplemental agreement to this contract if, during 
performing the work, the Contractor requests a reduction and the 
Contracting Officer determines that the reduction would be to the 
advantage of the Government. 

REF: FAR 52.236-1, 36.501(b) 

H-2. Differing Site Conditions (APR 1984) 

a. The Contractor shall promptly, and before the conditions are dis¬ 
turbed, give a written notice to the Contracting Officer of (1) 

subsurface or latent physical conditions at the site which differ 
materially from those indicated in this contract, or (2) unknown 
physical conditions at the site, of an unusual nature, which differ 
materially from those ordinarily encountered and generally recog¬ 
nized as inhering in work of the character provided for in the 
contract. 

b. The Contracting Officer shall investigate the site conditions 

promptly after receiving the notice. If the conditions do mate¬ 

rially so differ and cause an increase or decrease in the Con¬ 
tractor's cost of, or the time required for, performing any part of 
the work under this contract, whether or not changed as a result of 
the conditions, an equitable adjustment shall be made under this 
clause and the contract modified in writing accordingly. 

c. No request by the Contractor for an equitable adjustment to the 

contract under this clause shall be allowed, unless the Contractor 
has given the written notice required; provided, that the time 
prescribed in a* above for giving written notice may be extended by 
the Contracting Officer. 

d. No request by the Contractor for an equitable adjustment to the 

contract for differing site conditions shall be allowed if made 
after final payment under this contract. 

REF: FAR 52.236-2, 36.502 

H-3. Site Inve stigation and Conditions Affecting the Work (APR 1984) 

a. The Contractor acknowledges that it has taken steps reasonably 

necessary to ascertain the nature and location of the work, and 
that it has investigated and satisfied itself as to the general and 
local conditions which can affect the work or its cost, including 
but not limited to (1) conditions bearing upon transportation, dis¬ 
posal, handling, and storage of materials; (2) the availability of 
labor, water, electric power, and roads; (3) uncertainties of 

weather, river stages, tides, or similar physical conditions at the 
site; (4) the conformation and conditions of the ground; and (5) 
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the character of equipment and facilities needed preliminary to and 
during work performance. The Contractor also acknowledges that it 
has satisfied itself as to the character, quality, and quantity of 
surface and subsurface materials or obstacles to be encountered 
insofar as this information is reasonably ascertainable from an 
inspection of the site, including all exploratory work done by the 
Government, as well as from the drawings and specifications made a 
part of this contract. Any failure of the Contractor to take the 
actions described and acknowledged in this paragraph will not 
relieve the Contractor from responsibility for estimating properly 
the difficulty and cost of successfully performing the work, or for 
proceeding to successfully perform the work without additional 
expense to the Government. 

b. Hie Government assumes no responsibility for any conclusions or 
interpretations made by the Contractor based on the information 
made available by the Government. Nor does the Government assume 
responsibility for any understanding reached or representation made 
concerning conditions which can affect the. work by any of its 
officers or agents before the execution of this contract, unless 
that: understanding or representation is expressly stated in this 
contract. 

KEF; FAR 52.236-3, 36.503 
H-4. Physical Data (APB. 1984) 


Data and information furnished or referred to below is for the Con¬ 
tractor's information. The Government shall not be responsible for any 
interpretation of or conclusion drawn from the data or information by 
the Contractor. 


The indications of physical conditions on the drawings and in the spe¬ 
cifications are the result of site investigations by surface surveys 
and auger borings. 

REF: FAR 52.236-4, 36.504 


H-5. 


(APR 1984) 


a. All equipment, material, and articles incorporated into the work 
covered by this contract shall be new and of the most suitable 
grade for the purpose intended, unless otherwise specifically pro¬ 
vided in this contract. References in the specifications to equip¬ 
ment, material, articles, or patented processes by trade name, 
make, or catalog number, shall be regarded as establishing a stand¬ 
ard of quality and shall not be construed as limiting competition. 
The Contractor may, at its option, use any equipment, material, 
article, or process that, in the judgement of the Contracting 
Officer, is equal to that named in the specifications, unless 
otherwise specifically provided in this contract. 

b. The Contractor shall obtain the. Contracting Officer's approval of 
the machinery and mechanical and other equipment to be incorporated 
into the work. When requesting approval, the Contractor shall fur¬ 
nish to the Contracting Officer the name of the manufacturer, the 
model number, and other information concerning the performance. 
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capacity* nature, and rating of the machinery and mechanical and 
other equipment. When required by this contract or by the 
Contracting Officer, the Contractor shall also obtain the 
Contracting Officer's approval of the material or articles which 
the Contractor contemplates incorporating into the work. When 
requesting approval, the Contractor shall provide full information 
concerning the material or articles. When directed to do so, the 
Contractor shall submit samples for approval at the Contractor's 
expense, with all shipping charges prepaid. Machinery, equipment, 
material, and articles that do not have the required approval shall 
be installed or used at the risk of subsequent rejection. 

c. All work under this contract shall be performed in a skillfull and 
workmanlike manner. The Contracting Officer may require, in 
writing, that the Contractor remove from the work any employee the 
Contracting Officer deems incompetent, careless, or otherwise 
objectionable. 

REF: FAR 52.236-5, 36.505 

6. Superintendence bv the Contractor (APR 1984) 

At all times during performance of this contract and until the work is 
completed and accepted, the Contractor shall directly superintend the 
work or assign and have on the work a competent superintendent who is 
satisfactory to the Contracting Officer and has authority to act for 
the Contractor. 

REF: FAR 52.236-6, 36.506 

7. Permits and Responsibilities (APR 1984) 

The Contractor shall, without additional expense to the Government, be 
responsible for obtaining any necessary licenses and permits, and for 
complying with any Federal, State, and municipal laws, codes, and 
regulations applicable to the performance of the work. The Contractor 
shall also be responsible for all damages to persons or property that 
occur as a result of the Contractor's fault or negligence, and shall 
take proper safety and health precautions to protect the work, the 
workers, the public, and the property of others. The Contractor shall 
also be responsible for all materials delivered and work performed 
until completion and acceptance of the entire work, except for any 
completed unit of work which may have been accepted under the 
contract. 

REF: FAR 52.236-7, 36.507 

8. Other Contracts (APR 1984) 

The Government may undertake or award other contracts for additional 
work at or near the site of the work under this contract. The Con¬ 
tractor shall fully cooperate with the other contractors and with 
Government employees and shall carefully adapt scheduling and perform¬ 
ing the work under this contract to accomodate the additional work, 
heeding any direction that may be provided by the Contracting Officer. 
The Contractor shall not commit or permit any act that will interfere 
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with the performance of work by any other contractor or by Government 

employees, 

FEF: FAR 52.236-8, 36.508 

H-9. Protective:. q£. fojgfcjpg. ye&gtation,, strpctvreg . Equipment.. . Utilities, amL_ 

a. The Contractor shall preserve and protect all structures, equipment, 
and vegetation (such as trees, shrubs, and grass) on or adjacent to 
the work site, which are not to be removed and which do not 
unreasonably interfere with the work required under this contract. 
The Contractor shall only remove trees when specifically authorized 
to do so, and shall avoid damaging vegetation that will remain in 
place. If any limbs or branches of trees are broken during contract 
performance, or by the careless operation of equipment, or by 
workmen, the Contractor shall trim those limbs or branches with a 
clean cut and paint Che cut with a tree-pruning compound as directed 
by the Contracting Officer. 

b. The Contractor shall protect from damage all existing improvements 
and utilities (1) at or near the work site and (2) on adjacent pro¬ 
perty of a third party, the locations of which are made known to or 
should be known by the Contractor. The Contractor shall repair any 
damage to those facilities, including those that are the property of 
a third party, resulting from failure to comply with the re¬ 
quirements of this contract or failure to exercise reasonable care in 
performing the work. If the Contractor fails or refuses to repair 
the damage promptly, the Contracting Officer may have the necessary 
work performed and charge the cost to the Contractor. 

REF; FAR 52.236-9, 36.509 


H~10 < 


(APR 1984) 


a. The Contractor shall confine all operations (including storage of 
materials) on Government premises to areas authorized or approved by 
the Contracting Officer. The Contractor shall hold and save the 
Government, its officers and agents, free and harmless from liabil¬ 
ity of any nature occasioned by the Contractor's performance. 

b. Temporary buildings (e.g., storage sheds, shops, offices) and util¬ 
ities may be erected by the Contractor only with approval of the 
Contracting Officer and shall be built with labor and materials 
furnished by the Contractor without expense to the Government. The 
temporary buildings and utilities shall remain the property of the 
Contractor and shall be removed by the Contractor at its expense upon 
completion of the work. With the written consent of the Contracting 

Officer, the buildings and utilities may be abandoned and need not be 
removed. 


c. The Contractor shall, under regulations prescribed by the Con¬ 
tracting Officer, use only established roadways, or use temporary 
roadways constructed by the Contractor when and as authorized by the 
Contracting Officer. When materials are transported in prosecuting 
the work, vehicles shall not be loaded beyond the loading capacity 
recommended by the manufacturer of the vehicle or prescribed by any 
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Federal, State, or local law or regulation. When it is necessary to 
cross curbs or sidewalks, the Contractor shall protect them from 
damage. The Contractor shall repair or pay for the repair of any 
damaged curbs, sidewalks, or roads. 

REF: FAR 52.236-10, 36.510 

H—11. Use and Possession Prior to Completion (APR 1984) 

a. The Government shall have the right to take possesion of or use any 
completed or partially completed part of the work. Before taking 
possession of or using any work, the Contracting Officer shall 
furnish the Contractor a list of items of work remaining to be per¬ 
formed or corrected on those portions of the work that the Govern¬ 
ment intends to take possession of or use. However, failure of the 
Contracting Officer to list any item of work shall not relieve the 
Contractor of responsibility for complying with the terms of the 
contract. The Government's possession or use shall not be deemed an 
acceptance of any work under the contract. 

b. While the Government has such possession or use, the Contractor shall 
be relieved of the responsibility for the loss of or damage to the 
work resulting from the Government's possession or use, 
notwithstanding the terms of the clause in this contract entitled 
"Permits and Responsibilities." If prior possession or use by the 
Government delays the progress of the work or causes additional 
expense to the Contractor, an equitable adjustment shall be made in 
the contract price or the time of completion, and the contract shall 
be modified in writing accordingly. 

REF: FAR 52.236-11, 36.511 

H-12. Cleaning Up (APR 1984) 

The Contractor shall at all times keep the work area, including storage 
areas, free from accumulations of waste materials. Before completing the 
work, the Contractor shall remove from the work and premises any rubbish, 
tools, scaffolding, equipment, and materials that are not the property of 
the Government. Upon completing the work, the Contractor shall leave the 
work area in a clean, neat, and orderly condition satisfactory to the 
Contracting Officer. 

REF: FAR 52.236-12, 36.512 

H-13. Accident Prevention (APR 1984) 

a. In performing this contract, the Contractor shall provide for 
protecting the lives and health of employees and other persons; 
preventing damage to property, materials, supplies, and equipment, 
and avoiding work interruptions. For these purposes, the Contractor 
shall— 

1. Provide appropriate safety barricades, signs, and signal lights; 

2. Comply with the standards issued by the Secretary of Labor at 29 
CFR Part 1926 and 29 CFR Part 1910; and 
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3. Ensure that any additional measures the Contracting Officer 
determines to be reasonably necessary for this purpose are 
taken. 

b. If this contract is with any Department of Defense agency or com¬ 
ponent, the Contractor shall comply with all pertinent provision of 
the U.S. Army Corps of Engineers Safety and Health Requirements 
Manual, EM 385-1-1, dated April 1981. 

c. The Contractor shall maintain an accurate record of exposure data on 
all accidents incident to work performed under this contract 
resulting in death, traumatic injury, occupational disease, or damage 
to property, materials, supplies, or equipment. The Contractor 
shall report this data in the manner prescribed by the Contracting 
Officer. 

d. The Contracting; Officer shall notify the Contractor of any noncom¬ 
pliance with these requirements and of the corrective action 
required. This notice, when delivered to the Contractor or the 
Contractor's representative at the site of the work, shall be deemed 
sufficient notice of the noncompliance and corrective action 
required. After receiving the notice, the Contractor shall immedi¬ 
ately take corrective action. If the Contractor fails or refuses to 
take corrective action promptly, the Contracting Officer may issue an 
order stopping all or part of the work until satisfactory corrective 
action has been taken. The Contractor shall not base any claim or 
request for equitable adjustment for additional time or money on any 
stop order issued under these circumstances. 

e. The Contractor shall be responsible for its subcontractor's compli¬ 
ance with this clause. 

f. Before commencing the work, the Contractor shall— 

1. Submit a written proposal for implementing this clause; and 

2. Meet with representatives of the Contracting Officer to discuss 
and develop a mutual understanding relative to administration of 
the overall safety program. 

REF: FAR 52,236-13, 36.513 
14. Schedules for Cons t ruction.Contracts (APR 1984) 

a. The Contractor shall, within five days after the work commences on 
the contract or another period of time determined by the Contracting 
Officer, prepare and submit to the Contracting Officer for approval 
three copies of a practicable schedule showing the order in which the 
Contractor proposes to perform the work, and the dates on which the 
Contractor contemplates starting and completing the several salient 
features of the work (including acquiring materials, plant, and 
equipment). The schedule shall be in the form of a progress chart of 
suitable scale to indicate appropriately the percentage of work 
scheduled for completion by any given date during the period. If the 
Contractor fails to submit a schedule within the time prescribed, the 
Contracting Officer may withhold approval of progress payments until 
the Contractor submits the required schedule. 
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b. The Contractor shall enter the actual progress on the chart as 
directed by the Contracting Officer, and upon doing so shall imme¬ 
diately deliver three copies of the annotated schedule to the 
Contracting Officer. If, in the opinion of the Contracting Officer, 
the Contractor falls behind the approved schedule, the Contractor 
shall take steps necessary to improve its progress, including those 
that may be required by the Contracting Officer, without additional 
cost to the Government. In this circumstance, the Contracting 
Officer may require the Contractor to increase the number of shifts, 
overtime operations, days of work, and/or the amount of construction 
plant, and to submit for approval any supplementary schedule or 
schedules in chart form as the Contracting Officer deems necessary to 
demonstrate how the approved rate of progress will be regained. 

c. Failure of the Contractor to comply with the requirements of the 
Contracting Officer under this clause shall be grounds for a deter¬ 
mination by the Contracting Officer that the Contractor is not 
prosecuting the work with sufficient diligence to ensure completion 
within the time specified in the contract. Upon making this deter¬ 
mination, the Contracting Officer may terminate the Contractor's 
right to proceed with the work, or any separable part of it, in 
accordance with the default terms of this contract. 

REF: FAR 52.236-15, 36.515 
H-l5. Maximum. Wo rkweek--Cons true tion Schedule 

The Contractor shall, within ten days after receipt of a written request 

from the Contracting Officer and prior to award, submit in writing for 

approval: 

a. A construction schedule showing the order in which he proposes to 
carry on the work indicating the periods during which he will per¬ 
form work on each item listed in the bid schedule. 

b. The hours and days he proposes to carry out the work. The maximum 
workweek that will be approved is ten hours a day, Monday through 
Saturday, include daily starting and stopping times. Failure to 
submit the proposed construction schedule and days and hours of work 
within the time specified may be cause for rejection of the bid. 

H-l6. Specifications.and Drawings for Construction (APR 1984) 

a. The Contractor shall keep on the work site a copy of the drawings and 
specifications and shall at all times give the Contracting Officer 
access thereto. Anything mentioned in the specifications and not 
shown on the drawings, or shown on the drawings and not mentioned in 
the specifications, shall be of like effect as if shown or mentioned 
in both. In case of difference between drawings and specifications, 
the specifications shall govern. In case of discrepancy in the 
figures, in the drawings, or in the specifications, the matter shall 
be promptly submitted to the Contracting Officer, who shall promptly 
make a determination in writing. Any adjustment by the Contractor 
without such a determination shall be at its own risk and expense. 
The Contracting Officer shall furnish from time to time such detailed 
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drawings and other information as considered necessary, unless 
otherwise p rovid ed. 

b. Wherever in the specifications or upon the drawings the words 
''directed", "required", "ordered", "designatedI.", "prescribed", or 
words of like import are used, it shall be understood that the 
"direction", "requirement", "order", "designation", or "prescrip¬ 
tion", of the Contracting Officer is intended and similarly the words 
"approved", "acceptable", "satisfactory", or words of like import 
shall mean "approved by", or "acceptable to", or "satisfactory to" 
the Contracting Officer, unless otherwise expressly stated. 

c. Where "as shown", "as indicated", "as detailed", or words of similar 
import are used, it shall be understood that the reference is made to 
the drawings accompanying this contract unless stated otherwise. The 
word "provided" as used herein shall be understood to mean "provide 
complete in place", that is "furnished and installed". 

d. Shop drawings means drawings, submitted to the Government by the 
Contractor, subcontractor, any lower tier subcontractor pursuant to a 
construction contract, showing in detail (1) the proposed fab¬ 
rication and assembly of structural elements and (2) the instal¬ 
lation (i.e., form, fit, and attachment details) of materials or 
equipment. It includes drawings, diagrams, layouts, schematics, 
descriptive literature, illustrations, schedules, performance and 
test data, and similar materials furnished by the Contractor to 
explain in detail specific portions of the work required by the 
contract. The Government may duplicate, use, and disclose in any 
manner and for any purpose shop drawings delivered under this 
contract. 

e. If this contract requires shop drawings, the Contractor shall 
coordinate all such drawings, and review them for accuracy, com¬ 
pleteness, and compliance with contract requirements and shall 
indicate its approval thereon as evidence of such coordination and 
review. Shop drawings submitted to the Contracting Officer without 
evidence of the Contractor's approval may be returned for resub¬ 
mission. The Contracting Officer will indicate an approval or 
disapproval of the shop drawings and if not approved as submitted 
shall indicate the Government's reasons therefore. Any work done 
before such approval shall be at the Contractor’s risk. Approval by 
the Contracting Officer shall not relieve the Contractor from 
responsibility for any errors or omissions in such drawings, nor from 
responsibility for complying with the requirements of this contract 
except with respect to variations described and approved in 
accordance with f. below. 

f. If shop drawings show variations from the contract requirements, the 
Contractor shall describe such variations in writing, separate from 
the drawings, at the time of submission. If the Contracting Officer 
approves any such variation, the Contracting Officer shall issue an 
appropriate contract modification, except that, if the variation is 
minor or does not involve a change in price or in time of 
performance, a modification need not be issued. 

g. The Contractor shall submit to the Contracting Officer for approval 
four copies (unless otherwise indicated) of all shop drawings as 


t.n 
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called for under the various headings of these specifications. Three 
sets (unless otherwise indicated) of all shop drawings * will be 
retained by the Contracting Officer and one set will be returned to 
the Contractor. 

h. This clause shall be included in all subcontracts at any tier. 

BEF: FAR 52.236-21, 36.521 
H-17. Quantity Surveys. (APR 1984) 

a. Quantity surveys shall be conducted, and the data derived from these 
surveys shall be used in computing the quantities of work performed 
and the actual construction completed and in place. 

b. The Government shall conduct the original and final surveys and make 
the computations based on them. The Contractor shall conduct the 
surveys for any periods for which progress payments are requested 
and shall make the computations based on these surveys. All surveys 
conducted by the Contractor shall be conducted under the direction of 
a representative of the Contracting Officer, unless the Contracting 
Officer waives this requirement in a specific instance. 

c. Promptly upon completing a survey, the Contractor shall furnish the 
originals of all field notes and all other records relating to the 
survey or to the layout of the work to the Contracting Officer, who 
shall use them as necessary to determine the amount of progress 
payments. The Contractor shall retain copies of all such material 
furnished to the Contracting Officer. 

REF: FAR 52.236-16, 36.516 

H-l 8 . Layout.(APR 1984) 

The Contractor shall lay out its work .from Government-established base 
lines and bench marks indicated on the drawings, and shall be respon¬ 
sible for all measurements in connection with the layout. The Con¬ 
tractor shall furnish, at its own expense, all stakes, templates, 
platforms, equipment, tools, materials, and labor required to lay out any 
part of the work. The Contractor shall be responsible for executing the 
work to the lines and grades that may be established or indicated by the 
Contracting Officer. The Contractor shall also be responsible for 
maintaining and preserving all stakes and other marks established by the 
Contracting Officer until authorized to remove them. If such marks are 
destroyed by the Contractor or through its negligence before their 
removal is authorized, the Contracting Officer may replace them and 
deduct the expense of the replacement from any amounts due or to become 
due to the Contractor. 

REF: FAR 52.236-17, 36.517 

H-l9. Wage-Rates (APR 1984) 

Pursuant to the provisions of the Davis-Bacon Act, as amended (40 U.S.C. 
276a through 276a-7), the Secretary of Labor has determined that the wage 
rates and fringe benefits payments listed herein are prevailing for the 
described classes of labor and shall be the minimums to be paid under 
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this contract by the Contractor and any subcontractors on the work. The 
Contractor shall abide by, and conform to all applicable laws, executive 
orders, rules, regulations and orders of Federal agencies authorized to 
pass upon and determine wage rates. No increase in contract price shall 
be allowed or authorized on account of payment of wage rates in excess of 
those shown in the attached DOL determination. 



SECTION I - CONTRACT CLAUSES 
I-I. Definitions (APR 1984) 

a. "Head of the agency” (also called "agency head") or "Secretary" 
means the Secretary (or Attorney General* Administrator, Governor, 
Chairperson, or other chief official, as appropriate) of the agency 
including any deputy or assistant chief official of the agency, 
and, in the Department of Defense, the Under Secretary and any 
Assistant Secretary of the Departments of the Army, Navy, and Air 
Force and the Director and Deputy Director of Defense agencies; and 
the term "authorized representative" means any person, persons, or 
board (other than the Contracting Officer) authorized to act for 
the head of the agency or Secretary. 

b. "Contracting Officer" means a person with the authority to enter 
into, administer, and/or terminate contracts and make related 
determinations and findings. The term includes certain authorized 
representatives of the Contracting Officer acting within the limits 
of their authority as delegated by the Contracting Officer. 

c. Except as otherwise provided in this contract, the term "subcon¬ 
tracts" includes, but is not limited to, purchase orders and 
changes and modifications to purchase orders under this contract. 

REF: FAR 52.202-1, 2.2 

1-2. Officials Not to Benefit (APR 1984) 

No member of or delegate to Congress, or resident commissioner, shall 
be admitted to any share or part of this contract, or to any benefit 
arising from it. However, this clause does not apply to this contract 
to the extent that this contract is made with a corporation for the 
corporation's general benefit. 

REF: FAR 52.203-1, 3.102-2 

1-3. Gratuities (APR 1984) 

a. The right of the Contractor to proceed may be terminated by written 
notice if, after notice and hearing, the agency head or a designee 
determines that the Contractor, its agent, or another representa¬ 
tive— 

1. Offered or gave a gratuity (e.g., an entertainment or gift) to 
an officer, official, or employee of the Government; and 

2. Intended, by the gratuity, to obtain a contract or favorable 
treatment under a contract. 

b. The facts supporting this determination may be reviewed by any 
court having lawful jurisdiction. 

c. If this contract is terminated under paragraph a. above, the Gov¬ 
ernment is entitled— 
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1. To pursue the same remedies as in a breach of the contract; and 

2. In addition to any other damages provided by law, to exemplary 
damages of not less than 3 nor more than 10 times the cost 
incurred by the Contractor in giving gratuities to the person 
concerned, as determined by the agency head or a designee. 
(This subparagraph c.2. is applicable only if this contract 
uses money appropriated to the Department of Defense.) 

d. The rights and remedies of the Government provided in this clause 
shall not be exclusive and are in addition to any other rights and 
remedies provided by law or under this contract. 

REF: FAR 52.203-3, 3,202 

1-4. Covenant Against Contingent Fees (APR 1984) 

a. The Contractor warrants that no person or agency has been employed 
or retained to solicit or obtain this contract upon an agreement or 
understanding for a contingent fee, except a bona fide employee or 
agency. For breach or violation of this warranty, the Government 
shall have the right to annul this contract without liability or, 
in its discretion, to deduct from the contract price or consider¬ 
ation, or otherwise recover, the full amount of the contingent 
fee. 

b. "Bona fide agency," as used in this clause, means an established 
commercial or selling agency, maintained by a contractor for the 
purpose of securing business, that neither exerts nor proposes to 
exert improper influence to solicit or obtain Government contracts 
nor holds itself out as being able to obtain any Government con¬ 
tract or contracts through improper influence. 

"Bona fide employee," as used in this clause, means a person, 
employed by a contractor and subject to the contractor's super¬ 
vision and control as to time, place, and manner of performance, 
who neither exerts nor proposes to exert improper influence to 
solicit or obtain Government contracts nor holds out as being able 
to obtain any Government contract or contracts through improper 
influence. 

"Contingent fee," as used in this clause, means any commission, 
percentage, brokerage, or other fee that is contingent upon the 
success that a person or concern has in securing a Government 
contract. 

"Improper influence," as used in this clause, means any influence 
that induces or tends to induce a Government employee or officer to 
give consideration or to act regarding a Government contract on any 
basis other than the merits of the matter. 


REF: FAR 52.203-5, 3.404(c) 
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1-5. Utilization of Small Busines s Concerns and Small Disadvantaged Business. 

Concerns (APR 1984) 

a. It is the policy of the United States that small business concerns 
and small business concerns owned and controlled by socially and 
economically disadvantaged individuals shall have the maximum prac¬ 
ticable opportunity to participate in performing contracts let by 
any Federal agency. 

b. The Contractor hereby agrees to carry out this policy in the award¬ 
ing of subcontracts to the fullest extent consistent with efficient 
contract performance. The Contractor further agrees to cooperate 
in any studies or surveys as may be conducted by the United States 
Small Business Administration or the awarding agency of the United 
States as may be necessary to determine the extent of the Contrac¬ 
tor's compliance with this clause. 

c. As used in this contract, the term "small business concern" shall 
mean a small business as defined pursuant to section 3 of the Small 
Business Act and relevant regulations promulgated pursuant there¬ 
to. The term "small business concern owned and controlled by soci¬ 
ally and economically disadvantaged individuals" shall mean a small 
business concern. 

1. Which is at least 51 percent owned by one or more socially and 
economically disadvantaged individuals; or, in the case of any 
publicly owned business, at least 51 per centum of the stock of 
which is owned by one or more socially and economically dis¬ 
advantaged individuals; and 

2. Whose management and daily business operations are controlled 
by one or more of such individuals. 

The Contractor shall presume that socially and economically 
disadvantaged individuals include Black Americans, Hispanic 
Americans, Native Americans, Asian-Pacific Americans, Asian— 
Indian Americans and other minorities, or any other individual 
found to be disadvantaged by the Administration pursuant to 
section 8(a) of the Small Business Act. 

d. Contractors acting in good faith may rely on written representa¬ 
tions by their subcontractors regarding their status as either a 
small business concern or a small business concern owned and con¬ 
trolled by socially and economically disadvantaged individuals. 

REF: FAR 52.219-8, 19.708(a) 

1-6. Utilization of Women-owned Small Bu sinesses (APR 1984) 

a. "Women-owned small businesses," as used in this clause, means busi¬ 
nesses that are at least 51 percent owned by women who are United 
States citizens and who also control and operate the business. 

"Control," as used in this clause, means exercising the power to 
make policy decisions. 
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"Operate," as used in this clause, means being actively involved in 
the day-to-day management of the business. 

b. It is the policy of the United States that women-owned small busi¬ 
nesses shall have the maximum practicable opportunity to parti¬ 
cipate in performing contracts awarded by any Federal agency. 

c. The Contractor agrees to use its best efforts to give women-owned 
small businesses the maximum practicable opportunity to participate 
in the subcontracts it awards to the fullest extent consistent with 
the efficient performance of its contract:. 

REF: FAR 52.219-13, 19.902 

1-7. ntiliz at ipn. of Labo .r_.i bur.Blu.a_Are.fl_Conge.rng_ (MR 1984) 

a. Applicability. This clause is applicable if this contract exceeds 

the appropriate small purchase limitation in Part 13 of the Federal 

Acquisition Regulation. 

b. Policy. It is the policy of the Government to award contracts to 
concerns that agree to perform substantially in labor surplus areas 
(LSAs) when this can be done consistent with the efficient perfor¬ 
mance of the contract and at prices no higher than are obtainable 
elsewhere. The Contractor agrees to use its best efforts to place 
subcontracts in accordance with this policy. 

c. Order of preference. In complying with paragraph b. above and with 

paragraph c. of the clause of this contract entitled Utilization of 

Small Business Concerns and Small Disadvantaged Business Concerns, 
the Contractor shall observe the following order of preference in 
awarding subcontracts: (1) small business concerns that are LSA 

concerns, (2) other small business concerns, and (3) other LSA 
concerns. 

d. Definitions. "Labor surplus area," as used in this clause, means a 
geographical area identified by the Department of Labor in accord¬ 
ance with 20 CFR 654, Subpart A, as an area of concentrated unem¬ 
ployment or underemployment or an area of labor surplus. 

"Labor surplus area concern," as used in this clause, means a con¬ 
cern that together with its first-tier subcontractors will perform 
substantially in labor surplus areas. Performance is substantially 
in labor surplus areas if the costs incurred under the contract on 
account of manufacturing, production, or performance of appropriate 
services in labor surplus areas exceed 50 percent of the contract 
price.. 


REF: FAR 52.220-3, 20.302(a) 
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(APR 1984) 


The Contractor agrees not to employ any person undergoing sentence of 
imprisonment in performing this contract except as provided by 18 
U.S.C. 4082(c)(2) and Executive Order 11755, December 29, 1973. 


REF: FAR 52.222-3, 22.202 
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9. Davis-Bacon Act (APR 1984) 

a. All laborers and mechanics employed or working upon the site of the 
work (or under the United States Housing Act of 1937 or under the 
Housing Act of 1949 in the construction or development of the pro¬ 
ject), will be paid unconditionally and not less often than once a 
week, and without subsequent deduction or rebate on any account 
(except such payroll deductions as are permitted by regulations 
issued by the Secretary of Labor under the Copeland Act (29 CFR 
Part 3)), the full amount of wages and bona fide fringe benefits 
(or cash equivalents thereof) due at time of payment computed at 
rates not less than those contained in the wage determination of 
the Secretary of Labor which is attached hereto and made a part 
hereof, regardless of any contractual relationship which may be 
alleged to exist between the Contractor and such laborers and 
mechanics. Contributions made or costs reasonably anticipated for 
bona fide fringe benefits under section 1(b)(2) of the Davis-Bacon 
Act on behalf of laborers or mechanics are considered wages paid to 
such laborers or mechanics, subject to the provisions of paragraph 
d. of this clause; also, regular contributions made or costs 
incurred for more than a weekly period (but not less often than 
quarterly) under plans, funds, or programs which cover the par¬ 
ticular weekly period, are deemed to be constructively made or 
incurred during such weekly period. Such laborers and mechanics 
shall be paid the appropriate wage rate and fringe benefits on the 
wage determination for the classification of work actually per¬ 
formed, without regard to skill, except as provided in the clause 
entitled "Apprentices and Trainees." Laborers or mechanics per¬ 
forming work in more than one classification may be compensated at 
the rate specified for each classification for the time actually 
worked therein: Provided . that the employer's payroll records 
accurately set forth the time spent in each classification in which 
work is performed. The wage determination (including any addi¬ 
tional classification and wage rates conformed under paragraph b. 
of this clause) and the Davis-Bacon poster (WH-1321) shall be 
posted at all times by the Contractor and its subcontractors at the 
site of the work in a prominent and accessible place where it can 
be easily seen by the workers. 

b. 1. The Contracting Officer shall require that any class of 

laborers or mechanics which is not listed in the wage deter¬ 
mination and which is to be employed under the contract shall 
be classified in conformance with the wage determination. The 
Contracting Officer shall approve an additional classification 
and wage rate and fringe benefits therefore only when the fol¬ 
lowing criteria have been met: 

(a) The work to be performed by the classification requested 
is not performed by a classification in the wage deter¬ 
mination; and 

(b) The classification is utilized in the area by the con¬ 
struction industry; and 
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(c) The proposed wage rate* including any bona fide fringe 
benefits, bears a reasonable relationship to the wage 
rates contained in the wage determination. 

2. If the Contractor and the laborers and mechanics to be employed 
in the classification (if known), or their representatives, and 
the Contracting Officer agree on the classification and wage 
rate (including the amount designated for fringe benefits where 
appropriate), a report of the action taken shall be sent by the 
Contracting Officer to the Administrator of the Wage and Hour 
Division, Employment Standards Administration, U.S. Department 
of Labor, Washington, D.C. 20210. The Administrator of the 
Wage and Hour Division, or an authorized representative, will 
approve, modify, or disapprove every additional classification 
action within 30 days of receipt and so advise the Contracting 
Officer or will notify the Contracting Officer within the 
30-day period that additional time is necessary. 

3. In the event the Contractor, the laborers or mechanics to be 
employed in the classification or their representatives, and 
the Contracting Officer do not agree on the proposed classi¬ 
fication and wage rate (including the amount designated for 
fringe benefits, where appropriate), the Contracting Officer 
shall refer the questions, including the views of all inter¬ 
ested parties and the recommendation of the Contracting 
Officer, to the Administrator for determination. The Admin¬ 
istrator of the Wage and Hour Division, or an authorized 
representative, will issue a determination within 30 days of 
receipt and so advise the Contracting Officer or will notify 
the Contracting Officer within the 30-da.y period that addi¬ 
tional time is necessary. 

4. The wage rate (including fringe benefits where appropriate) 
determined pursuant to subparagraphs b.2. or b.3. of this 
clause, shall be paid to all workers performing work in the 
classification under this contract from the first day on which 
work is performed in the classification. 

c. Whenever the minimum wage rate prescribed in the contract for a 
class of laborers or mechanics includes a fringe benefit which is 
not expressed as an hourly rate, the Contractor shall either pay 
the benefit as stated in the wage determination or shall pay 
another bona fide fringe benefit or an hourly cash equivalent 
thereof. 

d. If the Contractor does not make payments to a trustee or other 
third person, the Contractor may consider as part of the wages of 
any laborer or mechanic the amount of any costs reasonably anti¬ 
cipated in providing bona fide fringe benefits under a plan or 
program. Provided , that the Secretary of Labor has found, upon the 
written request: of the Contractor, that applicable standards of the 
Davis-Bacon Act have been met. Hie Secretary of Labor may require 
the Contractor to set aside in a separate account assets for the 
meeting of obligations under the plan or program. 

e„ Paragraphs a. through d. of the clause shall apply to this contract 
to the extent that it is (1) a prime contract with the Government 



159 


subject to the Davis-Bacon Act, or (2) a subcontract also subject 
to the Davis-Bacon Act under such prime contract. 

REF: FPR Temp. Reg. 70 

1-10. Compliance With Davis-Bacon and Related. Ac t_Requirements (APR 1984) 

All rulings and interpretations of the Davis-Bacon and Related Acts 
contained in 29 CFR Parts 1, 3, and 5 are herein incorporated by refer¬ 
ence in this contract. 

REF; FPR Temp. Reg. 70 

X -H’ Contract Work Hours and Safety Standards Act—Overtime _Compensation- 

Construction (APR 1984) 

This contract is subject to the Contract Work Hours and Safety Stand¬ 
ards Act and to the applicable rules, regulations, and interpretations 
of the Secretary of Labor. 

a. Overtime requirements. No Contractor or subcontractor contracting 
for any part of the contract work which may require or involve the 
employment of laborers or mechanics shall require or permit any 
such laborer or mechanic in any workweek in which he or she is 
employed on such work to work in excess of 8 hours in any calendar 
day or in excess of forty hours in such workweek, unless such 
laborer or mechanic receives compensation at a rate not less than 
one and one-half times the basic rate of pay for hours worked in 
excess of 8 hours in any calendar day or in excess of forty hours 
in such workweek, whichever is greater. 

b. Violation; liability for unpaid wages; liquidated damages. In the 
event of any violation of the provisions set forth in paragraph a. 
of this clause, the Contractor and any subcontractor responsible 
therefore shall be liable for the unpaid wages. In addition, such 
Contractor and subcontractor shall be liable to the United States 
(in the case of work done under contract for the District of Colum¬ 
bia or a territory, to such District or to such territory) for 
liquidated damages. Such liquidated damages shall be computed with 
respect to each individual laborer or mechanic, including watchmen 
and guards, employed in violation of the provisions set forth in 
paragraph a. of this clause, in the sum of $10 for each calendar 
day for which such individual was required or permitted to work in 
excess of 8 hours or in excess of the standard workweek of 40 hours 
without payment of the overtime wages required by provisions set 
forth in paragraph a. of this clause. 

c. Withholding for unpaid wages and liquidated damages. The Contract¬ 
ing Officer shall upon his/her own action or upon written request 
of an authorized representative of the Department of Labor withhold 
or cause to be withheld, from any moneys payable on account of work 
performed by the Contractor or subcontractor under any such con¬ 
tract or any other Federal contract with the same Prime Contractor, 
or any other Federally-assisted contract subject to the Contract 
Work Hours and Safety Standards Act which is held by the same Prime 
Contractor, such sums as may be determined to be necessary to sat¬ 
isfy any liabilities of such contractor or subcontractor for unpaid 
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wages and liquidated damages as provided in the provisions set 
forth in paragraph a. of this clause. 

d„ Subcontracts. The Contractor or subcontractor shall insert in any 
subcontracts the provisions set forth in paragraphs a. through cl. 
of this clause and also a clause requiring the subcontractors to 
include these provisions in any lower tier subcontracts. The Prime 
Contractor shall be responsible for compliance by any subcontractor 
or lower tier subcontractor with the provision set forth in para¬ 
graphs a. through d. of this clause. 

KEF: FPR Temp. Reg. 70 


1 - 12 . 



(APR 1984) 


a.. Apprentices. Apprentices will be permitted to work at less than 
the predetermined rate for the work they performed when they are 
employed pursuant to and individually registered in a bona fide 
apprenticeship program registered with the U.S. Department of 
Labor, Employment: and Training Administration, Bureau of Appren¬ 
ticeship and Training, or with a State Apprenticeship Agency recog¬ 
nized by the Bureau, or if a person is employed in his or her first 
90 days of probationary employment as an apprentice in such an 
apprenticeship program, who is not individually registered in the 
program, but who has been certified by the Bureau of Apprentice¬ 
ship and Training; or a State Apprenticeship Agency (where appro¬ 
priate) to be eligible for probationary employment as an appren¬ 
tices. The allowable ratio of apprentices to journeymen on the job 
site in any craft classification shall not be greater than the 
ratio permitted to the Contractor as to the entire work force under 
the registered program. Any worker listed on a payroll at an 
apprentice wage rate, who is not registered or otherwise employed 
as stated above shall be paid not less than the applicable wage 
rate on the wage determination for the classification of work 
actually performed. In addition, any apprentice performing work on 
the job site in. excess of the ratio permitted under the registered 
program shall be paid not less than the applicable wage rate on the 
wages determination for the work actually performed. Where a Con¬ 
tractor is performing construction on a project in a locality other 
than that in which its program is registered, the ratios and wage 
rates (expressed in percentages of the journeyman,'s hourly rate) 
specified in the Contractor's or subcontractor's registered program 
shall be observed. Every apprentice must be paid at not less than 
the rate specified in the registered program for the apprentice's 
level of progress, expressed as a percentage of the journeymen 
hourly rate specified in the applicable wage determination. 
Apprentices shall be paid fringe benefits in accordance with the 
provisions of the apprenticeship program. If the apprenticeship 
program does not specify fringe benefits, apprentices must be paid 
the full amount of fringe benefits listed on the wage determination 
for the applicable classification. If the Administrator determines 
that: a different practice prevails for the applicable apprentice 
classification, fringes shall be paid in accordance with that 
determination. In the event the Bureau of Apprenticeship and 
Training, or a State Apprenticeship Agency recognized by the 
Bureau, withdraws approval of an apprenticeship program, the 
Contractor will no longer be permitted to utilize apprentices at 
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less than the applicable predetermined rate for the work performed 
until an acceptable program is approved. 

b. Trainees. Except as provided in 29 CFR 5.16, trainees will not be 
permitted to work at less than the predetermined rate for the work 
performed unless they are employed pursuant to and individually 
registered in a program which has received prior approval, evi¬ 
denced by formal certification by the U.S. Department of Labor, 
Employment and Training Administration. The ratio of trainees to 
journeymen on the job site shall not be greater than permitted 
under the plan approved by the Employment and Training Adminis¬ 
tration. Every trainee must be paid at not less than the rate 
specified in the approved program for the trainee's level of pro¬ 
gress, expressed as a percentage of the journeyman hourly rate 
specified in the applicable wage determination. Trainees shall be 
paid fringe benefits in accordance with the provisions of the 
trainee program. If the trainee program does not mention fringe 
benefits, trainees shall be paid the full amount of fringe benefits 
listed on the wage determination unless the Administrator of the 
Wage and Hour Division determines that there is an apprenticeship 
program associated with the corresponding journeyman wage rate on 
the wage determination which provides for less than full fringe 
benefits for apprentices. Any employee listed on the payroll at a 
trainee rate who is not registered and participating in a training 
plan approved by the Employment and Training Administration shall 
be paid not less than the applicable wage rate on the wage deter¬ 
mination for the classification of work actually performed. In 
addition, any trainee performing work on the job site in excess of 
the ratio permitted under the registered program shall be paid not 
less than the applicable wage rate on the wage determination of the 
work actually performed. In the event the Employment and Training 
Administration withdraws approval of a training program, the Con¬ 
tractor will no longer be permitted to utilize trainees at less 
than the applicable predetermined rate for the work performed until 
an acceptable program is approved. 

c. Equal employment opportunity. The utilization of apprentices, 
trainees and journeymen under this part shall be in conformity with 
the equal employment opportunity requirements of Executive Order 
11246, as amended, and 29 CFR Part 30. 

REF: FPR Temp. Reg. 70 
1-13. Payrolls and Basic Records (APR 1984) 

a. Payrolls and basic records relating thereto shall be maintained by 
the Contractor during the course of the work and preserved for a 
period of 3 years thereafter for all laborers and mechanics working 
at the site of the work (or under the United States Housing Act of 
1937, or under the Housing Act of 1949, in the construction or 
development of the project). Such records shall contain the name, 
address, and social security number of each such worker, his or her 
correct classification, hourly rates of wages paid (including rates 
of contributions or costs anticipated for bona fide fringe benefits 
or cash equivalents thereof of the types described in section 1(b) 
(2)(B) of the Davis-Bacon Act), daily and weekly number of hours 
worked, deductions made and actual wages paid. Whenever the Secre- 
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tary of Labor has found under paragraph dof the clause entitled 
"Davis-Bacon Act” that the wages of any laborer or mechanic include 
the amount of any costs reasonably anticipated in providing bene¬ 
fits under a plan or program described in section 1(b)(2)(B) of the 
Davis-Bacon Act, the Contractor shall maintain records which show 
that the commitment to provide such benefits is enforceable, that 
the plan or program is financially responsible, and that the plan 
or program has been communicated in writing to the laborers or 
mechanics affected, and records which show the costs anticipated or 
the actual cost incurred in providing such benefits. Contractors 
employing apprentices or trainees under approved programs shall 
maintain written evidence of the registration of apprenticeship 
programs and certification of trainee programs, the registration of 
the apprentices and trainees, and the ratios and wage rates pre¬ 
scribed in the applicable programs,. 

b. 1. The contractor shall submit weekly for each week in which any 
contract work is performed a copy of all payrolls to the Con¬ 
tracting Officer if the agency is a party to the contract, but 
if the agency is not such a party, the Contractor will submit 
the payrolls to the applicant, sponsor, or owner, as the case 
may be, for transmission to the Contracting Officer. The pay¬ 
rolls submitted shall set out accurately and completely all of 
the information required to be maintained under paragraphs a. 
of this clause. The information may be submitted in any form 
desired. Optional Form WH-347 is available for this purpose 
and may be purchased from the Superintendent of Documents, 
Government Printing Office. The Contractor is responsible for 
the submission of copies of payrolls by all subcontractors. 

2. Each payroll submitted shall be accompanied by a ’’Statement of 
Compliancesigned by the Contractor or subcontractor or his 
or her agent who pays or supervises the payment of the persons 
employed under the contract and shall certify the following: 

(a) That the payroll for the payroll period contains the in¬ 
formation required to be maintained under paragraph a. of 
this clause entitled "Payrolls and Basic Records" and that 
such information is correct and complete; 

(b) That each laborer or mechanic (including each helper, 
apprentice, and trainee) employed on the contract during 
the payroll period has been paid the full weekly wages 
earned, without rebate, either directly or indirectly, and 
that no deductions have been made either directly or 
indirectly from the full wages earned, other than per¬ 
missible deductions as set forth in Regulations, 29 CFR 
Part 3; 

(c) That each laborer or mechanic has been paid not less than 
the applicable wage rates and fringe benefits or case 
equivalents for the classification of work performed, as 
specified in the applicable wage determination incorpor¬ 
ated into the contract. 

3. The weekly submission of a properly executed certification set 
forth on the reverse side of Optional Form WH-347 shall satisfy 
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the requirement for submission of the "Statement of Compliance" 
required by paragraph b.2. of this clause. 

4. The falsification of any of the above certifications may sub¬ 
ject the Contractor or subcontractor to civil or criminal 
prosecution under Section 1001 of Title 18 and Section 231 of 
Title 31 of the United States Code. 

c. The Contractor or subcontractor shall make the records required 
under paragraph a. of this clause available for inspection, 
copying, or transcription by the Contracting Officer or the Depart¬ 
ment of Labor or their authorized representatives. The Contractor 
and subcontractors shall permit such representatives to interview 
employees during working hours on the job. If the Contractor or 
subcontractor fails to submit the required records or to make them 
available, the Contracting Officer may, after written notice to the 
Contractor, take such action as may be necessary to cause the sus¬ 
pension of any further payment, advance, or guarantee of funds. 
Furthermore, failure to submit the required records upon request or 
to make such records available may be grounds for debarment action 
pursuant to 29 CFR 5.12. 

REF: FPR Temp. Reg. 70 

1-14. Witholding of Funds (APR 1984) 

The Contracting Officer shall upon his/her own action or upon written 
request of an authorized representative of the Department of Labor 
withhold or cause to be withheld from the Contractor under this con¬ 
tract or any other Federal contract with the same Prime Contractor, or 
any other Federally-assisted contract subject to Davis-Bacon prevailing 
wage requirements which is held by the same Prime Contractor, so much 
of the accrued payments or advances as may be considered necessary to 
pay laborers and mechanics, including apprentices, trainees, and 
helpers, employed by the Contractor or any subcontractor the full 
amount of wages required by the contract. In the event of failure to 
pay any laborer or mechanic, including any apprentice, trainee, or 
helper, employed or working on the site of the work (or under the 
United States Housing Act of 1937 or under the Housing Act of 1949 in 
the construction or development of the project), all or part of the 
wages required by the contract, the Contracting Officer may, after 
written notice to the Prime Contractor, sponsor, applicant, or owner, 
take such action as may be necessary to cause the suspension of any 
further payment, advance, or guarantee of funds until such violations 
have ceased. 

REF: FPR Temp. Reg. 70 

1-15. Subcontracts (APR 1984) 

The Contractor or subcontractor shall insert in any subcontracts the 
clauses entitled "Davis-Bacon Act," "Contract Work Hours and Safety 
Standards Act-Overtime Compensation," "Apprentices and Trainees," "Pay¬ 
rolls and Basic Records," "Compliance with Copeland Act Requirements," 
"Withholding," "Subcontracts," "Contract Termination-Debarment," "Dis¬ 
putes Concerning Labor Standards," "Compliance With Davis-Bacon and 
Related Act Requirements," and "Certification of Eligibility," and such 



164 


other clauses as the Contracting Officer may by appropriate instruc¬ 
tions require, and also a clause requiring the subcontractors to 
include these clauses in any lower tier subcontracts. The Prime Con¬ 
tractor shall be responsible for compliance by any subcontractor or 
lower tier subcontractor with all the contract clauses cited above. 

REF: FPR Temp. Reg. 70 


The Contractor shall comply with the requirements of 29 CFR Part 3, 
which are incorporated by reference in this contract. 


REF: FPR Temp. Reg. 70 

1-17. Dlgptfiiftij.j^,ga£gxaita^abgr-,,Stapdflrd8^ (apr 1984) 

Disputes arising out of the labor standards provisions of this contract 
shall not be subject to the general disputes clause of this contract. 
Such disputes shall be resolved in accordance with the procedures of 
the Department of Labor set forth in 29 CFR Parts 5, 6 and 7. Dis¬ 
putes within the meaning of this clause include disputes between the 
Contractor (or any of its subcontractors) and the contracting agency, 
the U.S. Department of Labor, or the employees or their representa¬ 
tives . 


REF: FPR Temp. Reg. 70 


1 - 18 . 


(APR 1984) 


A breach of the contract clauses entitled "Davis-Bacon Act," "Contract 
Work Hours and Safety Standards Act-Overtime Compensation," "Appren¬ 
tices and Trainees," "Payrolls and Basic Records," "Compliance with 
Copeland Act Requirements," "Subcontracts," "Compliance with Davis— 
Bacon and Related Act Requirements," and "Certification of Eligi¬ 
bility," may be grounds for termination of the contract, and for 
debarment as a contractor and a subcontractor as provided in 29 CFR 
5 . 12 . 


REF; FPR Temp. Reg. 70 


1 - 19 . 


(APR 1984) 


a. By entering into this contract, the Contractor certifies that 
neither it (nor he or she) nor any person or firm who has an inter¬ 
est: in the Contractor's firm is a person or firm ineligible to be 
awarded Government contracts by virtue of section 3(a) of the 
Davis-Bacon Act or 29 CFR 5.12 (a)(1). 

b. No part of this contract shall be subcontracted to any person or 
firm ineligible for award of a Government contract by virtue of 
section 3(a) of the Davis-Bacon Act or 29 CFR 5.12 (a)(1). 

c. The penalty for making false statements is prescribed in the D.S. 
Criminal Code, 18 U.S.C. 1001. 


REF: FPR Temp. Reg. 70 
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1-20. Equal Opportunity (APR 1984) 

a. If, during any 12-month period (including the 12 months preceding 
the award of this contract), the Contractor has been or is awarded 
nonexempt Federal contracts and/or subcontracts that have an aggre¬ 
gate value in excess of $10,000, the Contractor shall comply with 
subparagraphs b.l. through 11. below. Upon request, the Contrac¬ 
tor shall provide information necessary to determine the appli¬ 
cability of this clause. 

b. During performing this contract, the Contractor agrees as follows: 

1. The Contractor shall not discriminate against any employee or 
applicant for employment because of race, color, religion, sex, 
or national origin. 

2. The Contractor shall take affirmative action to ensure that 
applicants are employed, and that employees are treated during 
employment, without regard to their race, color, religion, sex, 
or national origin. This shall include, but not be limited to, 
(a) employment, (b) upgrading, (c) demotion, (d) transfer, (e) 
recruitment or recruitment advertising, (f) layoff or termina¬ 
tion, (g) rates of pay or other forms of compensation, and (h) 
selection for training, including apprenticeship. 

3. The Contractor shall post in conspicuous places available to 
employees and applicants for employment the notices to be pro¬ 
vided by the Contracting Officer that explain this clause. 

4. The Contractor shall, in all solicitations or advertisement for 
employees placed by or on behalf of the Contractor, state that 
all qualified applicants will receive consideration for employ¬ 
ment without regard to race, color, religion, sex, or national 
origin. 

5. The Contractor shall send, to each labor union or representa¬ 
tive of workers with which it has a collective bargaining 
agreement or other contract or understanding, the notice to be 
provided by the Contracting Officer advising the labor union or 
workers' representative of the Contractor/s commitments under 
this clause, and post copies of the notice in conspicuous 
places available to employees and applicants for employment. 

6. The Contractor shall comply with Executive Order 11246, as 
amended, and the rules, regulations, and orders of the Secre¬ 
tary of Labor. 

7. The Contractor shall furnish to the contracting agency all 
information required by Executive Order 11246, as amended, and 
by the rules, regulations, and orders of the Secretary of 
Labor. Standard Form 100 (EEO-1), or any successor form, is 
the prescribed form- to be filed within 30 days following the 
award, unless filed within 12 months preceding the date of 
award. 
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8. The Contractor shall permit access to its books, records, and 
accounts by the contracting agency or the Office of Federal 
Contract Compliance Programs (OFCCP) for the purposes of inves¬ 
tigation to ascertain the Contractor's compliance with the 
applicable rules, regulations, and orders. 

9. If the OFCCP determines that the Contractor is not in com¬ 
pliance with this clause or any rule, regulation, or order of 
the Secretary of Labor, this contract may be canceled, ter¬ 
minated, or suspended in whole or in part and the Contractor 
may be declared ineligible for further Government contracts, 
under the procedures authorized in Executive Order 11246, as 
amended. In addition, sanctions may be imposed and remedies 
invoked against the Contractor as provided in Executive Order 
11246, as amended, the rules, regulations, and orders of the 
Secretary of Labor, or as otherwise provided by law. 

10. The Contractor shall include the terms and conditions of 
subparagraph b.l. through 11. of this clause in every subcon¬ 
tract or purchase order that is not exempted by the rules, 
regulations, or orders of the Secretary of Labor issued under 
Executive Order 11246, as amended, so that these terms and con¬ 
ditions will be binding upon each subcontractor or vendor. 

11. The Contractor shall take such action with respect to any sub¬ 
contract or purchase order as the contracting agency may direct 
as a means of enforcing these terms and conditions, including 
sanctions for noncompliance; provided, that if the Contractor 
becomes involved in, or is threatened with, litigation with a 
subcontractor or vendor as a result of any direction, the Con¬ 
tractor may request the United States to enter into the liti¬ 
gation to protect the interests of the United States. 

c. Notwithstanding any other clause in this contract, disputes rela¬ 
tive to this clause will be governed by the procedures in 41 CFR 
60-1.1. 

REF; FAR 52.222-26, 22.810(e) 

1-21. Affirmative Action Complian ce Requirements for Construction (APR 1984) 

a. Definitions. "Covered area," as used in this clause, means the 
geographical area described in the solicitation for this contract. 

"Director," as used in this clause, means Director, Office of Fed¬ 
eral Contract Compliance Programs (OFCCP), United States Department 
of Labor, or any person to whom the Director delegates authority. 

"Employer identification number," as used in this clause, means the 
Federal Social Security number used on the employer's quarterly 
federal tax return, U.S. Treasury Department Form 941. 

"Minority," as used in this clause, means— 

1, American Indian or Alaskan Native (all persons having origins 
in any of the original peoples of North .America and maintaining 
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identifiable tribal affiliations through membership and parti¬ 
cipation or community identification). 

2. Asian and Pacific Islander (all persons having origins in any 
of the original peoples of the Far East, Southeast Asia, the 
Indian Subcontinent, or the Pacific Islands); and 

3. Black (all persons having origins in any of the black African 
racial groups not of Hispanic origin); 

4. Hispanic (all persons of Mexican, Puerto Rican, Cuban, Central 
or South American, or other Spanish culture or origin, 
regardless of race); 

b. If the Contractor, or a subcontractor at any tier, subcontracts a 
portion of the work involving any construction trade, each such 
subcontract in excess of $10,000 shall include this clause and the 
Notice containing the goals for minority and female participation 
stated in the solicitation for this contract. 

c. If the Contractor is participating in a Hometown Plan (41 CFR 60-4) 
approved by the U.S. Department of Labor in a covered area, either 
individually or through an association, its affirmative action 
obligations on all work in the plan area (including goals) shall 
comply with the plan for those trades that have unions partici¬ 
pating in the plan. Contractors must be able to demonstrate parti¬ 
cipation in, and compliance with, the provisions of the plan. Each 
Contractor or subcontractor participating in an approved plan is 
also required to comply with its obligations under the Equal Oppor¬ 
tunity clause, and to make a good faith effort to achieve each goal 
under the plan in each trade in which it has employees. The over¬ 
all good-faith performance by other Contractors or subcontractors 
toward a goal in an approved plan does not excuse any Contractor's 
or subcontractor's failure to make good-faith efforts to achieve 
the plant's goals. 

d. The Contractor shall implement the affirmative action procedures in 
subparagraphs g.l. through 16. of this clause. The goals stated in 
the solicitation for this contract are expressed as percentages of 
the total hours of employment and training of minority and female 
utilization that the Contractor should reasonably be able to 
achieve in each construction trade in which it has employees in the 
covered area. If the Contractor performs construction work in a 
geographical area located outside of the covered area, it shall 
apply the goals established for the geographical area where that 
work is actually performed. The Contractor is expected to make 
substantially uniform progress toward its goals in each craft. 

e. Neither the terms and conditions of any collective bargaining 
agreement nor the failure by a union with which the Contractor has 
a collective bargaining agreement, to refer minorities or women 
shall excuse the Contractor's obligations under this clause. Exe¬ 
cutive Order 11246, as amended, or the regulations thereunder. 

f. In order for the nonworking training hours of apprentices and trai¬ 
nees to be counted in meeting the goals, apprentices and trainees 
must be employed by the Contractor during the training period, and 
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the Contractor must have made a commitment to employ the appren¬ 
tices and trainees at the completion of their training* subject to 
the availability of employment opportunities. Trainees must be 
trained pursuant to training programs approved by the TJ.S. Depart¬ 
ment of Labor. 

g. The Contractor shall take affirmative action to ensure equal 
employment opportunity. The evaluation of the Contractor's compli¬ 
ance with this clause shall be based upon its effort to achieve 
maximum results from its actions. The Contractor shall document 
these efforts fully and implement affirmative action steps at least 
as extensive as the following: 

1. Ensure a working environment free of harassment, intimidation, 
and coercion at all sites and in all facilities where the Con¬ 
tractor's employees are assigned to work. The Contractor, if 
possible, will assign two or more women to each construction 
project. The Contractor shall ensure that foremen, superin¬ 
tendents, and other onsite supervisory personnel are aware of 
and carry out the Contractor’s obligation to maintain such a 
working environment, with specific attention to minority or 
female individuals working at these sites or facilities. 

2. Establish and maintain a current list of sources for minority 
and female recruitment. Provide written notification to minor¬ 
ity and female recruitment sources and community organizations 
when the Contractor or its unions have employment opportunities 
available, and maintain a record of the organizations’ re¬ 
sponses . 

3. Establish and maintain a current file of the names, addresses, 
and telephone numbers of each minority and female off-the— 
street applicant., referrals of minorities or females from 
unions, recruitment sources, or community organizations, and 
the action taken with respect to each individual. If an 
individual was sent to the union hiring hall for referral and 
not referred back to the Contractor by the union or, if 
referred back, not employed by the Contractor, this shall be 
documented in the file, along with whatever additional actions 
the Contractor may have taken. 

4. Immediately notify the Director when the union or unions with 
which the Contractor has a collective bargaining agreement has 
not referred back to the Contractor a minority or woman sent by 
the Contractor, or when the Contractor has other information 
that the union referral process has impeded the Contractor's 
effort to meet its obligations. 

5. Develop on-the-job training opportunities and/or participate in 
training programs for the area that expressly include minori¬ 
ties and women, including upgrading programs and apprenticeship 
and trainee programs relevant to the Contractor’s employment 
needs, especially those programs funded or approved by the 
Department of Labor. The Contractor shall provide notice of 
these programs to the sources compiled under subparagraph g.2. 
above. 



6. Disseminate the Contractor's equal employment policy by— 

(a) Providing notice of the policy to unions and to training, 
recruitment, and outreach programs, and requesting their 
cooperation in assisting the Contractor in meeting its 
contract obligations; 

(b) Including the policy in any policy manual and in collec¬ 
tive bargaining agreements; 

(c) Publicizing the policy in the company newspaper, annual 
report, etc.; 

(d) Reviewing the policy with all management personnel and 
with all minority and female employees at least once a 
year; and 

(e) Posting the policy on bulletin boards accessible to 
employees at each location where construction work is per¬ 
formed. 

7. Review, at least annually, the Contractor's equal employment 
policy and affirmative action obligations with all employees 
having responsibility for hiring, assignment, layoff, termina¬ 
tion, or other employment decisions. Conduct review of this 
policy with all onsite supervisory personnel before initiating 
construction work at a job site. A written record shall be 
made and maintained identifying the time and place of these 
meetings, persons attending, subject matter discussed, and 
disposition of the subject matter. 

8. Disseminate the Contractor's equal employment policy externally 
by including it in any advertising in the news media, specifi¬ 
cally including minority and female news media. Provide 
written notification to, and discuss this policy with, other 
Contractors and subcontractors with which the Contractor does 
or anticipates doing business. 

9. Direct recruitment efforts, both oral and written, to minority, 
female, and community organizations, to schools with minority 
and female students, and to minority and female recruitment and 
training organizations serving the Contractor's recruitment 
area and employment needs. Not later than 1 month before the 
date for acceptance of applications for apprenticeship or 
training by any recruitment source, send written notification 
to organizations such as the above, describing the openings, 
screening procedures, and tests to be used in the selection 
process. 

10. Encourage present minority and female employees to recruit 
minority persons and women. Where reasonable, provide after— 
school, summer, and vacation employment to minority and female 
youth both on the site and in other areas of the Contractor's 
workforce. 

11. Validate all tests and other selection requirements where 
required under 41 CFR 60-3. 
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12 . Conduct, at least annually, an inventory and evaluation at 
least of all minority and female personnel for promotional 
opportunities. Encourage these employees to seek or to prepare 
for, through appropriate training, etc., opportunities for pro¬ 
motion. 

13 . Ensure that seniority practices job classifications, work 
assignments, and other personnel practices do not have a dis¬ 
criminatory effect by continually monitoring all personnel and 
employment-related activities to ensure that the Contractor's 
obligations under this contract are being carried out. 

14 . Ensure that all facilities and company activities are nonsegre- 
gated except that separate or single-user toilet and necessary 
changing facilities shall be provided to assure privacy between 
the sexes. 

15 . Maintain a record of solicitations for subcontracts for minor¬ 
ity and female construction contractors and suppliers, in¬ 
cluding circulation of solicitations to minority and female 
contractor associations and other business associations. 

16 . Conduct a review, at least annually, of all supervisors’ adher¬ 
ence to and performance under the Contractor's equal employment 
policy and affirmative action obligations. 

h. The Contractor is encouraged to participate in voluntary associa¬ 
tions that may assist in fulfilling one or more of the affirmative 
action obligations contained in subparagraphs g.l. through 16. The 
efforts of a contractor association, joint, contractor-union, 
contractor-community or similar group of which the contractor is a 
member and participant may be asserted as fulfilling one or more of 
its obligations under subparagraphs g.l. through. 16., provided the 
Contrac tor— 

1. Actively participates in the group; 

2 . Makes every effort to ensure that the group has a positive 
impact on the employment of minorities and women, in the 
industry; 

3 . Ensures that concrete benefits of the program are reflected in 
the Contractor's minority and female workforce participation; 

4. Makes a good-faith effort to meet its individual goals and 
timetables;; and 

5 . Can provide access to documentation that demonstrates the 
effectiveness of actions taken on behalf of the Contractor. 
The obligation to comply is the Contractor's, and failure of 
such a group to fulfill an obligation shall not be a defense 
for the Contractor's noncompliance. 

i. A single goal for minorities and a separate single goal for women 
shall be established. The Contractor is required to provide equal 
employment opportunity and to take affirmative action for all 



minority groups, both male and female, and all women, both minority 
and nonminority. Consequently, the Contractor may be in violation 
of Executive Order 11246, as amended, if a particular group is 
employed in a substantially disparate manner. 

j. The Contractor shall not use goals or affirmative action standards 
to discriminate against any person because of race, color, reli¬ 
gion, sex, or national origin. 

k. The Contractor shall not enter into any subcontract with any person 
or firm debarred from Government contracts under Executive Order 
11246, as amended* 

l. The Contractor shall carry out such sanctions and penalties for 
violation of this clause and of the Equal Opportunity clause, 
including suspension, termination, and cancellation of existing 
subcontracts, as may be imposed or ordered under Executive Order 
11246, as amended, and its implementing regulations, by the OFCCP. 
Any failure to carry out these sanctions and penalties as ordered 
shall be a violation of this clause and Executive Order 11246, as 
amended. 

m. The Contractor in fulfilling its obligations under this clause 
shall implement affirmative action procedures at least as extensive 
as those prescribed in paragraph g. above, so as to achieve maxi¬ 
mum results from its efforts to ensure equal employment oppor¬ 
tunity. If the Contractor fails to comply with the requirements of 
Executive Order 11246, a6 amended, the implementing regulations, or 
this clause, the Director shall take action as prescribed in 41 CFR 
60-4.8. 

n. The Contractor shall designate a responsible official to— 

1. Monitor all employment-related activity to ensure that the Con¬ 
tractor's equal employment policy is being carried out; 

2. Submit reports as may be required by the Government; and 

3. Keep records that shall at least include for each employee the 
name, address, telephone number, construction trade, union 
affiliation (if any), employee identification number, social 
security number, race, sex, status (e.g., mechanic, apprentice, 
trainee, helper, or laborer), dates of changes in status, hours 
worked per week in the indicated trade, rate of pay, and loca¬ 
tions at which the work was performed. Records shall be main¬ 
tained in an easily understandable and retrievable form; 
however, to the degree that existing records satisfy this 
requirement, separate records are not required to be main¬ 
tained . 

o. Nothing contained herein shall be construed as a limitation upon 
the application of other laws that establish different standards of 
compliance or upon the requirements for the hiring of local or 
other area residents (e.g., those under the Public Works Employment 
Act of 1977 and the Community Development Block Grant Program). 


REF: FAR 52.222-27, 22.810(f) 
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1-22. Affirmative Action for Special Disabled and.. Vietnam Era Veterans (APR 
1984) 

a. Definitions. ''Appropriate office of the State employment service 
system," as used in this clause, means the local office of the 
Federal-State national system of public employment offices assigned 
to serve the area where the employment opening is to be filled, 
including the District of Columbia, Guam, Puerto Rico, Virgin 
Islands, American Samoa, and the Trust Territory of the Pacific 
Islands. 

"Openings that: the Contractor proposes to fill from within its otto 
organization," as used in this clause, means employment openings 
for which no one outside the Contractor's organization (including 
any affiliates, subsidiaries, and the parent companies) will be 
considered and includes any openings that the Contractor proposes 
to fill from regularly established "recall" lists. 

"Openings that the Contractor proposes to fill under a customaicy 
and traditional employer-union hiring arrangement," as used in this 
clause, means employment openings that the Contractor proposes to 
fill from union halls, under their customary and traditional 
employer-union hiring relationship. 

"Suitable employment openings," as used in this clause— 

1. Includes, but is not limited to, openings that occur in jobs 
categorized as— 

(a) Production and nonproduction; 

(b) Plant: and office; 

(e) Laborers and mechanics; 

(d) Supervisory and nonsupervisory; 

(e) Technical; and 

(f) Executive, administrative, and professional positions 
compensated on a salary basis of less than $25,000 a 
year; and 

2. Includes full-time employment, temporary employment of over 
three days, and part-time employment:, but not openings that the 
Contractor proposes to fill from within its own organization or 
under a customary and traditional employer-union hiring 
arrangement, nor openings in an educational institution that 
are restricted to students of that institution. 

b. General. 

1. Regarding any position for which the employee or applicant for 
employment is qualified, the Contractor shall not discriminate 
against the individual because the individual is a special 
disabled or Vietnam Era veteran. The Contractor agrees to 
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take affirmative action to employ, advance in employment, and 
otherwise treat qualified special disabled and Vietnam Era 
veterans without discrimination based upon their disability or 
veterans,' status in all employment practices such as— 

(a) Employment; 

(b) Upgrading; 

(c) Demotion or transfer; 

(d) Recruitment; 

(e) Advertising; 

(f) Layoff or termination; 

(g) Rates of pay or other forms of compensation; and 

(h) Selection for training, including apprenticeship. 

2. The Contractor agrees to comply with the rules, regulations, 
and relevant orders of the Secretary of Labor (Secretary) 
issued under the Vietnam Era Veterans' Readjustment Assistance 
Act of 1972 (the Act), as amended. 

c. Listing openings. 

1. The Contractor agrees to list all suitable employment openings 
existing at contract award or occurring during contract per¬ 
formance, at an appropriate office of the State employment 
service system in the locality where the opening occurs. These 
openings include those occurring at any Contractor facility, 
including one not connected with performing this contract. An 
independent corporate affiliate is exempt from this require¬ 
ment. 

2. State and local government agencies holding Federal contracts 
of $10,000 or more shall also list all their suitable openings 
with the appropriate office of the State employment service. 

3. The listing of suitable employment openings with the State 
employment service system is required at least concurrently 
with using any other recruitment source or effort and involves 
the obligations of placing a bona fide job order, including 
accepting referrals of veterans and nonveterans. This listing 
does not require hiring any particular job applicant or hiring 
from any particular group of job applicants and is not intended 
to relieve the Contractor from any requirements of Executive 
orders or regulations concerning nondiscrimination in employ¬ 
ment. 

4. Whenever the Contractor becomes contractually bound to the 
listing terms of this clause, it shall advise the State 
employment service system, in each State where it has 
establishments, of the name and location of each hiring 
location in the State. As long as the Contractor is 
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contractually bound to these terms and has so advised the State 
system, it need not advise the State system of subsequent 
contracts.. The Contractor may advise the State system when it 
is no longer bound by this contract clause. 

5. Under the most compelling circumstances, an employment opening 
may not be suitable for listing, including situations when (a) 
the Government's needs cannot reasonably be supplied, (b) 
listing would be contrary to national security, or (c) the 
requirement: of listing would, not be in the Government's 
interest. 

d „ App 1 ic ab i 1 i ty. 

1. This clause does not apply to the listing of employment open¬ 
ings which occur and are filled outside the 50 states, the 
District of Columbia, Puerto Rico, Guam, Virgin Islands, 
American Samoa, and the Trust Territory of the Pacific 
Islands. 

2. The terms of paragraph c. above of this clause do not apply to 

openings that the Contractor proposes to fill from within its 
own organization or under a customary and traditional 

employer-union hiring arrangement. This exclusion does not 
apply to a particular opening once an employer decides to 

consider applicants outside of its own organization or 

employer-union arrangement for that opening. 

e. Postings. 

1. The Contractor agrees to post employment notices stating (a) 
the Contractor's obligation under the law to take affirmative 
action to employ and advance in employment qualified special 
disabled veterans and veterans of the Vietnam era, and (b) the 
rights of applicants and employees. 

2. These notices shall be posted in conspicuous places that are 

available to employees and applicants for employment. They 
shall be in a form prescribed by the Director, Office of 

Federal Contract Compliance Programs, Department of Labor 
(Director)» and provided by or through the Contracting 
Officer. 

3. The Contractor shall notify each labor union or representative 
of workers with which it has a collective bargaining agreement 
or other contract understanding, that the Contractor is bound 
by the terms of the Act, and is committed to take affirmative 
action to employ, and advance in employment, qualified special 
disabled arid Vietnam Era veterans. 

f. Noncompliance. If the Contractor does not comply with the 

requirements of this clause, appropriate actions may be taken 
under the rules, regulations, and relevant orders of the Secretary 
issued pursuant: to the Act. 

g. Subcontracts. The Contractor shall include the terms of this 

clause in every subcontract or purchase order of $10,000 or more 
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unless exempted by rules, regulations, or orders of the Secretary. 
The Contractor shall act as specified by the Director to enforce 
the terms, including action for noncompliance. 

REF: FAR 52.222-35, 22.1308 

1-23. Affirmative Action for Handicapped Workers (APR 1984) 

a. General* 

1. Regarding any position for which the employee or applicant for 
employment is qualified, the Contractor shall not discriminate 
against any employee or applicant because of physical or mental 
handicap. The Contractor agrees to take affirmative action to 
employ, advance in employment, and otherwise treat qualified 
handicapped individuals without discrimination based upon their 
physical or mental handicap in all employment practices such 
as— 

(a) Employment; 

(b) Upgrading; 

(c) Demotion or transfer; 

(d) Recruitment; 

(e) Advertising; 

(f) Layoff or termination; 

(g) Rates of pay or other forms of compensation; and 

(h) Selection for training, including apprenticeship. 

2. The Contractor agrees to comply with the rules, regulations, 

and relevant orders of the Secretary of Labor (Secretary) 
issued under the Rehabilitation Act of 1973 (29 U.S.C. 793) 

(the Act), as amended. 

b. Postings. 

1. The Contractor agrees to post employment notices stating (a) 
the Contractor's obligation under the law to take affirmative 
action to employ and advance in employment qualified handi¬ 
capped individuals and (b) the rights of applicants and 
employees. 

2. These notices shall be posted in conspicuous places that are 
available to employees and applicants for employment. They 
shall be in a form prescribed by the Director, Office of 
Federal Contract Compliance Programs, Department of Labor 
(Director), and provided by or through the Contracting 
Officer. 

3. The Contractor shall notify each labor union or representative 
of workers with which it has a collective bargaining agreement 
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or other contract understanding', that the Contractor is bound 
by the tenets of Section 503 of the Act and is committed to take 
affirmative action to employ, and aid vance in employment, 
qualified physically and mentally handicapped individuals. 

c. Koncompliance., If the Contractor does not comply with the 

requirements of this clause, appropriate actions may be taken 

under the rules, regulations, and relevant orders of the Secretary 
issued pursuant to the Act. 

d. Subcontracts. The Contractor shall include the terms of this 

clause in every subcontract or purchase order in excess of $2,500 
unless exempted by rules, regulations, or orders of the Secretary. 
The Contractor shall act as specified by the Director to enforce 
the terms, including action for noncompliance. 

REF: FAR 52.222-36, 22.1408 

1-24. Buy Ame rican Act-Co nstru ctionMaterials (APR 1984) 

a. The Buy .American Act (41 U.S.C. 10) provides that the Government 

give preference to domestic construction material. 

"Components," used in this clause, means those articles, materials, 
and supplies incorporated directly into construction materials. 

"Construction materials," as used in this clause, means articles, 
materials, and supplies brought to the construction site for 
incorporation into the building or work. 

"Domestic construction material," as used in this clause, means (1) 
an unmanufactured construction material mined or produced in the 
United States, or (2) a construction material manufactured in the 
United States, if the cost of its components mined, produced, or 
manufactured in the United States exceeds 50 percent of the cost of 
all its components. Components of foreign origin of the same class 
or kind as the construction materials determined to be unavailable 
pursuant to subparagraph 25.202(a)(3) of the Federal Acquisition 
Regulation (FAR) shall be treated as domestic. 

to. The Contractor agrees that only domestic construction material will 
be used by t:he» Contractor, subcontractors, materialmen, and sup¬ 
pliers in the performance of this contract, except for foreign 
construction materials, if any, listed in this contract. 

(The foregoing requirements are administered in accordance with 
Executive Order No. 10582, dated December 17, 1954, as amended, and 
Subpart 25.2 of the FAR.) 

KEF: FAR 52.225-5, 25.205 
1-25. A uthorisation and Consent (APR 1984) 

a. The Government authorizes and consents to all use and manufacture, 
in performing this contract or any subcontract at any tier, of any 
invention described in and covered by a United States patent (I) 
embodied in the structure or composition of any article the deli- 
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very of which is accepted by the Government under this contract or 
(2) used in machinery, tools, or methods whose use necessarily 
results from compliance by the Contractor or a subcontractor with 
(a) specifications or written provisions forming a part of this 
contract or (b) specific written instructions given by the Con¬ 
tracting Officer directing the manner of performance. The entire 
liability to the Government for infringement of a patent of the 
United States shall be determined solely by the provisions of the 
indemnity clause, if any, included in this contract or any subcon¬ 
tract hereunder (including any lower-tier subcontract), and the 
Government assumes liability for all other infringement to the 
extent of the authorization and consent hereinabove granted. 

b. The Contractor agrees to include, and require inclusion of, this 
clause, suitably modified to identify the parties, in all sub¬ 
contracts at any tier for supplies or services (including con¬ 
struction, architect-engineer services, and materials, supplies, 
models, samples, and design or testing services expected to exceed 
$25,000); however, omission of this clause from any subcontract, 
under or over $25,000, does not affect this authorization and 
consent. 

REF: FAR 52.227-1, 27.201-2(a) 

1-26. Notice and Assistance Regarding Patent and Copyright Infringement (APR 

1984) 

a. The Contractor shall report to the Contracting Officer, promptly 
and in reasonable written detail, each notice or claim of patent or 
copyright infringement based on the performance of this contract of 
which the Contractor has knowledge. 

b. In the event of any claim or suit against the Government on account 
of any alleged patent or copyright infringement arising out of the 
performance of this contract or out of the use of any supplies 
furnished or work or services performed under this contract, the 
Contractor shall furnish to the Government, when requested by the 
Contracting Officer, all evidence and information in possession of 
the Contractor pertaining to such suit or claim. Such evidence and 
information shall be furnished at the expense of the Government 
except where the Contractor has agreed to indemnify the Govern¬ 
ment. 

c. The Contractor agrees to include, and require inclusion of, this 
clause in all subcontracts at any tier for supplies or services 
(including construction and architect-engineer subcontracts and 
those for material, supplies, models, samples, or design or testing 
services) expected to exceed the dollar amount set forth in 13.000 
of the Federal Acquisition Regulation (FAR). 

REF: FAR 52.227-2, 27.202-2 
1-27. Additional Bond Security (APR 1984) 

The Contractor shall promptly furnish additional security required to 

protect the Government and persons supplying labor or materials under 

this contract if— 
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a,, Any surety upon any bond furnished with this contract becomes 
unacceptable to the Government; 

b„ Any surety fails to furnish reports on its financial condition as 
required by the Government; or 

c„ The contract price is increased so that the penal sum of any bond 
becomes inadequate in the opinion of the Contracting Officer. 

REF: FAR 52.228.2, 28.106-4 
1-28. Interest (APR 1984) 

a. Notwithstanding any other clause of this contract, all amounts that 
become payable by the Contractor to the Government under this con¬ 
tract (net of any applicable tax; credit under the Internal Revenue 
Code (26 U.S.C. 1481)) shall bear simple interest from the date due 
until paid unless paid within 30 days of becoming due. The inter¬ 
est rate shall be the interest rate established by the Secretary of 
the Treasury as provided in Section 12 of the Contract Disputes Act 
of 1978 (Public Law 95-563), which is applicable to the period in 
which the amount becomes due, as provided in paragraph b. of this 
clause, and then at the rate applicable for each six-month period 
as fixed by the Secretary until the amount is paid. 

b. Amounts shall be due at the earliest of the following dates: 

1. The date fixed under this contract. 

2. The date of the first written demand for payment consistent 
with this contract, including any demand resulting from a 
default termination. 


3. The date the Government transmits to the Contractor a proposed 
supplemental agreement to confirm completed negotiations 
establishing the amount of debt. 

4. If this contract provides for revision of prices, the date of 
written notice to the Contractor stating the amount of refund 
payable in connection with a pricing proposal or a negotiated 
pricing agreement not confirmed by contract modification. 

e« Hie interest charge made under this clause may be reduced under the 
procedures prescribed in 32.614-2 of the Federal Acquisition Regu¬ 
lation in effect on the date of this contract. 

REF: FAR 52,232-17, 32.617(a) 


1-29. 


(APR 1984) 


a. The Contractor, under the Assignment of Claims Act, as amended, 31 
U.S.C. 203, 41 U.S.C. 15 (hereafter referred to as "the Act"), may 
assign its rights to be paid amounts due or to become due as a 
result of the performance of this contract to a bank, trust com¬ 
pany, or other financing institution, including any Federal lending 
agency. The assignee under such an assignment may thereafter fur- 
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ther assign or reassign its right under the original assignment to 
any type of financing institution described in the preceding sen¬ 
tence. 

b. Any assignment or reassignment authorized under the Act and this 
clause shall cover all unpaid amounts payable under this contract, 
and shall not be made to more than one party, except that an 
assignment or reassignment may be made to one party as agent or 
trustee for two or more parties participating in the financing of 
this contract. 

c. The Contractor shall not furnish or disclose to any assignee under 
this contract any classified document (including this contract) or 
information related to work under this contract until the Con¬ 
tracting Officer authorizes such action in writing. 

REF: FAR 52.232-23, 32.806(a)(1) 

1-30. Disputes - Alternate I (APR 1984) 

a. This contract is subject to the Contract Disputes Act of 1978 (41 
U.S.C. 601-613) (the Act). 

b. Except as provided in the Act, all disputes arising under or 
relating to this contract shall be resolved under this clause. 

c. "Claim," as used in this clause, means a written demand or written 

assertion by one of the contracting parties seeking, as a matter of 
right, the payment of money in a sum certain, the adjustment or 
interpretation of contract terms, or other relief arising under or 
relating to this contract. A claim arising under a contract, 

unlike a claim relating to that contract, is a claim that can be 
resolved under a contract clause that provides for the relief 
sought by the claimant. However, a written demand or written 
assertion by the Contractor seeking the payment of money exceeding 
$50,000 is not a claim under the Act until certified as required by 
subparagraph d.2. below. A voucher, invoice, or other routine 
request for payment that is not in dispute when submitted is not a 
claim under the Act. The submission may be converted to a claim 
under the Act, by complying with the submission and certification 
requirements of this clause, if it is disputed either as to lia¬ 
bility or amount or is not acted upon in a reasonable time. 

d. 1. A claim by the Contractor shall be made in writing and sub¬ 

mitted to the Contracting Officer for a written decision. A 
claim by the Government against the Contractor shall be subject 
to a written decision by the Contracting Officer. 

2. For Contractor claims exceeding $50,000, the Contractor shall 
submit with the claim a certification that— 

(a) The claim is made in good faith; 

(b) Supporting data are accurate and complete to the best of 
the Contractor,^ knowledge and belief; and 
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(c) The amount requested accurately reflects the contract 
adjustment for which the Contractor believes the Govern¬ 
ment is liable. 

3. (a) If the Contractor is an individual, the certification 

shall be executed by that individual— 

(b) If the Contractor is not an individual, the Certification 
shall be executed by— 

(1) A senior company official in charge at the Contrac¬ 
tor's plant or location involved; or 

(2) An officer or general partner of the Contractor 
having overall responsibility for the conduct of the 
Contractor's affairs., 

e. For Contractor claims of $50,000 or less, the Contracting Officer 
must, if requested in writing by the Contractor, render a decision 
within 60 days of the request. For Contractor-certified claims 
over $50,000, the Contracting Officer must, within 60 days, decide 
the claim or notify the Contractor of the date by which the deci¬ 
sion will be made. 

f. The Contracting Officer's decision shall be final unless the Con¬ 
tractor appeals or files a suit as provided in the Act. 

g. The Government shall pay interest on the amount found due and 
unpaid from (1) the date the Contracting Officer receives the claim 
(properly certified if required), or (2) the date payment otherwise 
would be due, if that date is later, until the date of payment. 
Simple interest on claims shall be paid at the rate, fixed by the 
Secretary of the Treasury as provided in the Act, which is appli¬ 
cable to the period during which the Contracting Officer receives 
the claim and then at the rate applicable for each 6-mDnth period 
as fixed by the Treasury Secretary during the pendency of the 
c laim. 

h. The Contractor shall proceed diligently with performance of this 
contract, pending final resolution of any request for relief, 
claim, appeal, or action arising under or relating to the contract, 
and comply with any decision of the Contracting Officer. 

REF: FAR 52.233-1, 33.014 
1-31. Chang es (APR 1984) 

a. The Contracting Officer may, at any time, without notice to the 
sureties, if any, by written order designated or indicated to be a 
change order, make changes in the work within the general scope of 
the contract, including changes— 

1. In the specifications (including drawings and designs); 

2. In the method or manner of performance of the work; 
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3. In the Government-furnished facilities, equipment, materials, 
services, or site; or 

4. Directing acceleration in the performance of the work. 

b. Any other written or oral order (which, as used in this paragraph 
b., includes direction, instruction, interpretation, or determina¬ 
tion) from the Contracting Officer that causes a change shall be 
treated as a change order under this clause; provided, that the 
Contractor gives the Contracting Officer written notice stating (1) 
the date, circumstances, and source of the order and (2) that the 
Contractor regards the order as a change order. 

c. Except as provided in this clause, no order, statement, or conduct 
of the Contracting Officer shall be treated as a change under this 
clause or entitle the Contractor to an equitable adjustment. 

d. If any change under this clause causes an increase or decrease in 
the Contractor's cost of, or the time required for, the performance 
of any part of the work under this contract, whether or not changed 
by any such order, the Contracting Officer shall make an equitable 
adjustment and modify the contract in writing. However, except for 
a "proposal for adjustment" (hereafter referred to as proposal) 
based on defective specifications, no proposal for any change under 
paragraph b. above shall be allowed for any costs incurred more 
than 20 days before the Contractor gives written notice as 
required. In the case of defective specifications for which the 
Government is responsible, the equitable adjustment shall include 
any increased cost reasonably incurred by the Contractor in 
attempting to comply with the defective specifications. 

e. The Contractor must submit any proposal under this clause within 30 
days after (1) receipt of a written change order under paragraph 

(a) above or (2) the furnishing of a written notice under paragraph 

(b) above by submitting to the Contracting Officer a written 
statement describing the general nature and amount of the 
proposal, unless this period is extended by the Government. The 
statement of proposal for adjustment may be included in the notice 
under paragraph b. above. 

f. No proposal by the Contractor for an equitable adjustment shall be 
allowed if asserted after final payment under this contract. 

REF: FAR 52.243-4, 43.205(d) 

I_ 32. TgrgjpafigB_fax_CgpygBi-gpgg_ ol _tbs_£gyj&xBaeg£_(liasd_ Price)-Ait. 

I-Construetion (APR 1984) 

a. The Government may terminate performance of work under this con¬ 
tract in whole or, from time to time, in part if the Contracting 
Officer determines that a termination is in the Government's in¬ 
terest. The Contracting Officer shall terminate by delivering to 
the Contractor a Notice of Termination specifying the extent of 
termination and the effective date. 

b. After receipt of a Notice of Termination, and except as directed by 
the Contracting Officer, the Contractor shall immediately proceed 
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with the following obligations, regardless of any delay in deter¬ 
mining or adjusting any amounts due under this clause: 

1. Stop work as specified in the notice. 

2. Place no further subcontracts or orders (referred to as 
subcontracts in this clause) for materials, services, or 
facilities, except as necessary to complete the continued 
portion of the contract. 

3. Terminate all subcontracts to the extent they relate to the 
wo rk t e rminat: ed. 

4. Assign to the Government, as directed by the Contracting Offi¬ 
cer, all right, title, and interest of the Contractor under the 
subcontracts terminated, in which case the Government shall 
have the right to settle or to pay any termination settlement 
proposal arising out of those terminations. 

5. With approval or ratification to the extent required by the 
Contracting Officer, settle all outstanding liabilities and 
termination settlement proposals arising from the termination 
of subcontracts; the approval or ratification will be final for 
purposes of this clause. 

6. As directed by the Contracting Officer, transfer title and 
deliver to the Government (a) the fabricated or unfabricated 
parts, work in process, completed work, supplies, and other 
material produced or acquired for the work terminated, and (b) 
the completed or partially completed plans, drawings, infor¬ 
mation, and other property that, if the contract had been 
completed, would be required to be furnished to the Govern¬ 
ment . 

7. Complete performance of the work not terminated. 

8. Take any action that may be necessary, or that the Contracting 
Officer may direct, for the protection and preservation of the 
property related to this contract that is in the possession of 
the Contractor and in which the Government has or may acquire 
an, interest. 

9. Use its best efforts to sell, as directed or authorized by the 
Contracting Officer, any property of the types referred to in 
subparagraph 6. above; provided, however, that the Contractor 
(a) is not required to extend credit to any purchaser and (b) 
may acquire the property under the conditions prescribed by, 
and at prices approved by, the Contracting Officer, The pro¬ 
ceeds of any transfer or disposition will be applied to reduce 
any payments to be made by the Government under this contract, 
credited to the price or cost of the work, or paid in any other 
manner directed by the Contracting Officer. 

After expiration of the plant clearance period as defined in Sub- 
part 45.6 of the Federal Acquisition Regulation, the Contractor may 
submit to the Contracting Officer a list, certified as to quantity 
and quality, of termination inventory not previously disposed of. 


ro 
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excluding items authorized for disposition by the Contracting 
Officer. The Contractor may request the Government to remove 
those items or enter into an agreement for their storage. Within 
15 days, the Government will accept title to those items and remove 
them or enter into a storage agreement. The Contracting Officer 
may verify the list upon removal of the items, or if stored, within 
45 days from submission of the list, and shall correct the list, as 
necessary, before final settlement. 

d. After termination, the Contractor shall submit a final termination 
settlement proposal to the Contracting Officer in the form and with 
the certification prescribed by the Contracting Officer. The 
Contractor shall submit the proposal promptly, but no later than 1 
year from the effective date of termination, unless extended in 
writing by the Contracting Officer upon written request of the 
Contractor within this 1 year period. However, if the Contracting 
Officer determines that the facts justify it, a termination 
settlement proposal may be received and acted on after 1 year or 
any extension. If the Contractor fails to submit the proposal 
within the time allowed, the Contracting Officer may determine, on 
the basis of information available, the amount, if any, due the 
Contractor because of the termination and shall pay the amount 
determined. 

e. Subject to paragraph d. above, the Contractor and the Contracting 
Officer may agree upon the whole or any part of the amount to be 
paid because of the termination. The amount may include a reason¬ 
able allowance for profit on work done. However, the agreed 
amount, whether under this paragraph e. or paragraph f. below, 
exclusive of costs shown in subparagraph f.3. below, may not exceed 
the total contract price as reduced by (a) the amount of payments 
previously made and (b) the contract price of work not terminated. 
The contract shall be amended, and the Contractor paid the agreed 
amount. Paragraph f. below shall not limit, restrict, or affect 
the amount that may be agreed upon to be paid under this para¬ 
graph. 

f. If the Contractor and Contracting Officer fail to agree on the 
whole amount to be paid the Contractor because of the termination 
of work, the Contracting Officer shall pay the Contractor the 
amounts determined as follows, but without duplication of any 
amounts agreed upon under paragraph e. above: 

1. For contract work performed before the effective date of ter¬ 
mination, the total (without duplication of any items) of— 

(a) The cost of this work; 

(b) The cost of settling and paying termination settlement 
proposals under terminated subcontracts that are properly 
chargeable to the terminated portion of the contract if 
not included in subdivision (a) above; and 

(c) A sum, as profit on (a) above, determined by the Contrac¬ 
ting Officer under 49.202 of the Federal Acquisition 
Regulation, in effect on the date of this contract, to be 
fair and reasonable; however, if it appears that the 
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Contractor would have sustained a loss on the entire 
contract had it been completed, the Contracting Officer 
shall allow no profit under this subdivision (c) and shall 
reduce the settlement to reflect the indicated rate of 
loss. 


2. The reasonable costs of settlement of the work terminated, 
inc lud ing—- 

(a) Accounting, legal, clerical, and other expenses reasonably 
necessary for the preparation of termination settlement 
proposals and supporting data; 

Cb) The termination and settlement of subcontracts (excluding 
the amounts of such settlements); and 

(c) Storage, transportation, and other costs incurred, rea¬ 
sonably necessary for the preservation, protection, or 
disposition of the termination inventory. 

g. Except for normal spoilage, and except to the extent that the Gov¬ 
ernment expressly assumed the risk of loss, the Contracting Officer 
shall, exclude from the amounts payable to the Contractor under 
paragraph f. above, the fair value, as determined by the Contrac¬ 
ting Officer, of property that is destroyed, lost, stolen or 
damaged so as to become undeliverable to the Government or to a 
buyer. 

h» The cost principles and procedures of Part 31 of the Federal 

Acquisition Regulation, in effect on the date of this contract, 
shall govern all costs claimed, agreed to, or determined under this 
clause. 

i„ The Contractor shall have the right of appeal, under the Disputes 

clause, from any determination made by the Contracting Officer 

under paragraph d., £„, or k., except that if the Contractor failed 
to submit the termination settlement proposal within the time 
provided in paragraph d. or k., and failed to request a time 
extension, there is no right of appeal. If the Contracting 

Officer has maide a determination of the amount due under paragraph 
d„, £., or k., the Government shall pay the Contractor (1) the 
amount determined by the Contracting Officer if there is no right 
of appeal or if no timely appeal has been taken, or (2) the amount 
finally determined on an appeal., 

j. In arriving at the amount due the Contractor under this clause*,, 
there shall be deducted— 

1. All unliquidated advance or other payments to the Contractor 
under the terminated portion of this contract; 

2. Any claim which the Government has against the Contractor under 
this contract; ami 

. The agreed price for, or the proceeds of sale of, materials, 
supplies, or other things acquired by the Contractor or sold 
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under the provisions of this clause and not recovered by or 
credited to the Government. 

k. If the termination is partial, the Contractor may file a proposal 

with the Contracting Officer for an equitable adjustment of the 

price(s) of the continued portion of the contract. The Contracting 
Officer shall make any equitable adjustment agreed upon. Any 
proposal by the Contractor for an equitable adjustment under this 
clause shall be requested within 90 days from the effective date of 
termination unless extended in writing by the Contracting Officer. 

l. 1. The Government may, under the terms and conditions it pre¬ 

scribes, make partial payments and payments against costs 
incurred by the Contractor for the terminated portion of the 
contract, if the Contracting Officer believes the total of 

these payments will not exceed the amount to which the Con¬ 

tractor will be entitled. 

2. If the total payments exceed the amount finally determined to 
be due, the Contractor shall repay the excess to the Government 
upon demand, together with interest computed at the rate esta¬ 
blished by the Secretary of the Treasury under 50 U.S.C. App. 
1215(b)(2). Interest shall be computed for the period from the 
date the excess payment is received by the Contractor to the 
date the excess is repaid. Interest shall not be charged on 
any excess payment due to a reduction in the Contractor's ter¬ 
mination settlement proposal because of retention or other 
disposition of termination inventory until 10 days after the 
date of the retention or disposition, or a later date deter¬ 
mined by the Contracting Officer because of the circumstances. 

m. Unless otherwise provided in this contract or by statute the Con¬ 
tractor shall maintain all records and documents relating to the 
terminated portion of this contract for 3 years after final set¬ 
tlement. This includes all books and other evidence bearing on the 
Contractor's costs and expenses under this contract. The Con¬ 
tractor shall make these records and documents available to the 
Government, at the Contractor's office, at all reasonable times, 
without any direct charge. If approved by the Contracting Officer, 
photographs, microphotographs, or other authentic reproductions may 
be maintained instead of original records and documents. 

REF: FAR 52.249-2, 49.502 (b)(1)(ii) 

1-33. Default ( Fixed-Price Construction) (APR 1984) 

a. If the Contractor refuses or fails to prosecute the work or any 
separable part, with the diligence that will insure its completion 
within the time specified in this contract including any extension, 
or fails to complete the work within this time, the Government may, 
by written notice to the Contractor, terminate the right to proceed 
with the work (or the separable part of the work) that has been 
delayed. In this event, the Government may take over the work and 
complete it by contract or otherwise, and may take possession of 
and use any materials, appliances, and plant on the work site 
necessary for completing the work. The Contractor and its sureties 
shall be liable for any damage to the Government resulting from the 
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Contractor's refusal or failure to complete the work within the 
specified tima» whether or not the Contractor's right to proceed 
with the work is terminated. This liability includes any increased 
costs incurred by the Government in completing the work. 

b. The Contractor's right to proceed shall not be terminated nor the 
Contractor charged with damages under this clause, if— 

1. The delay in completing the work arises from unforeseeable 
causes beyond, the control and without the fault or negligence 
of the Contractor. Examples} of such causes include (a) acts of 
God or of the public enemy, (b) acts of the Government in 
either its sovereign or contractual capacity, (c) acts of 
another Contractor in the performance of a contract with the 
Government, (d) fires, (e) floods, (f) epidemics, (g) quaran¬ 
tine restrictions, (h) strikes, (i) freight embargoes, (j) 
unusually severe weather, or (k) delays of subcontractors or 
suppliers at any tier arising from unforeseeable causes beyond 
the control and without the fault or negligence of both the 
Contractor and the subcontractors or suppliers; and 

2. The Contractor, within 10 days from the beginning of any delay 
(unless extended by the Contracting Officer), notifies the 
Contracting Officer in writing of the causes of delay. The 
Contracting Officer shall ascertain facts and the extent of 
delay. If, in the judgement of the Contracting Officer, the 
findings of fact warrant such action, the time for completing 
the work shall be extended. The findings of the Contracting 
Officer shall be final and conclusive on the parties, but 
subject to appeal under the Disputes clause. 

c. If, after termination of the Contractor's right to proceed, it is 
determined that the Contractor was not in default, or that the 
delay was excusable, the rights and obligations of the parties will 
be the same as if the termination had been issued for the conven¬ 
ience of the Government. 

d„ The rights and remedies of the Government in this clause are in 
addition to any other rights and remedies provided by law or under 
this contract. 

REF: FAR 52.249-10, 49.504(C)(1) 


1-34. 



(APR 1985) 


a. Cost, or pricing data. If the Contractor has submitted cost or 
pricing data in connection with the pricing of any modification to 
this contract, unless the pricing was based on adequate price com¬ 
petition, established catalog or market: prices of commercial items 
sold in substantial quantities t:o the general public, or prices set 
by law or regulation, the Contracting Officer or a representative 
who is an employee of the Government shall have the right to exa¬ 
mine and audit: all books, records, documents, and other data of the 
Contractor (including computations and projections) related to 
negotiating, pricing or performing the modification, in order to 
evaluate the accuracy, completeness, and currancy of the cost or 
pricing data. In the case of pricing any modification, the Comp- 
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troller General of the United States or a representative who is an 
employee of the Government shall have the same rights. 

b. Availability. The Contractor shall make available at its office at 
all reasonable times the materials described in paragraph a. above, 
for examination, audit, or reproduction, until 3 years after final 
payment under this contract, or for any other period specified in 
Subpart 4.7 of the Federal Acquisition Regulation (FAR). FAR Sub¬ 
part 4.7, Contractor Records Retention, in effect on the date of 
this contract, is incorporated by reference in its entirety and 
made a part of this contract. 

1. If this contract is completely or partially terminated, the 
records relating to the work terminated shall be made available 
for 3 years after any resulting final termination settlement. 

2. Records pertaining to appeals under the Disputes clause or to 
litigation or the settlement of claims arising under or 
relating to the performance of this contract shall be made 
available until disposition of such appeals, litigation, or 
claims. 

c. The Contractor shall insert a clause containing all the provisions 
of this clause, including this paragraph c., in all subcontracts 
over $10,000 under this contract, altering the clause only as 
necessary to identify properly the contracting parties and the 
contracting office under the Government prime contract. 

REF: FAR 52.214-26, 14.201-7(a) 

1-35. Price.HeflMJiML lac. Pefectjyg Cggt_££_Pricing_ Data—Modifications - 

Sealed Bidding (APR 1985) 

a. This clause shall become operative only for any modification to 
this contract involving aggregate increases and/or decreases in 
costs, plus applicable profits, of more than $100,000 except that 
this clause does not apply to any modification for which the price 
is— 

1. Based on adequate price competition; 

2. Based on established catalog or market prices of commercial 
items sold in substantial quantities to the general public; or 

3. Set by law or regulation. 

b. If any price, including profit, negotiated in connection with any 
modification under this clause, was increased by any significant 
amount because (1) the Contractor or a subcontractor furnished cost 
or pricing data that were not complete, accurate, and current as 
certified in its Certificate of Current Cost or Pricing Data, (2) a 
subcontractor or prospective subcontractor furnished the Contractor 
cost or pricing data that were not complete, accurate, and current 
as certified in the Contractor's Certificate of Current Cost or 
Pricing Data, or (3) any of these parties furnished data of any 
description that were not accurate, the price shall be reduced 
accordingly and the contract shall be modified to reflect the 




reduction. This right to a price reduction is limited to that 
resulting from defects in data relating to modifications for which 
this clause becomes operative under paragraph a. above. 

c„ Any reduction in the contract price under paragraph b. above due to 
defective data from a prospective subcontractor that was not sub- 
sequently awarded the subcontract shall be limited to the amount, 
plus applicable overhead and profit markup, by which (1) the actual 
subcontract or (2) the actual cost to the Contractor, if there was 
no subcontract, was less than the prospective subcontract cost 
estimate submitted by the Contractor; provided, that the actual 
subcontract price was not itself affected by defective cost or 
pricing data. 

REF: FAR 52.214-27, 14.201-7(b) 

1"36. Subcontractor. .Cost or Pricing Data— Modifications—Sealed Bidding (APR 

1985) 

a. The requirements of paragraphs b. and c. of this clause shall (I) 
become operative only for any modification to this contract invol¬ 
ving aggregate increases and/or decreases in costs, plus applicable 
profits, expected to exceed $100,000 and (2) be limited to such 
modifications. 

b. Before awarding any subcontract expected to exceed $100,000 when 
entered into, or pricing any subcontract modification involving 
aggregate increases and/or decreases in costs, plus applicable 
profits, expected to exceed $100,000, the Contractor shall require 
the subcontractor to submit cost or pricing data (actually or by 
specific identification in writing), unless the price is— 

1. Based on adequate price competition; 

2. Based on established catalog or market prices of commercial 
items sold in substantial quantities to the general public; or 

3. Set by law or regulation. 

c. The Contractor shall require thei subcontractor to certify in sub¬ 
stantially the form prescribed in subsection 15.804-4 of the 
Federal Acquisition Regulation that, to the best of its knowledge 
and belief, the data submitted under paragraph b. above were 
accurate, complete, and current as of the date of agreement on the 
negotiated price of the subcontract or subcontract modification. 

d. The Contractor shall insert the substance of this clause, including 
this paragraph, d., in each subcontract that exceeds $100,000 when 
entered into. 

REF: FAR 52.214-28, 14.201-7(c) 

'"37 . Sgall _Business_and SmalLPisadvantaged Business Subcontracting. Plan - 

Alternate I (APR 1984) 

a. This clause does not apply to small business concerns. 
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b. "Commercial product," as used in this clause, means a product in 
regular production that is sold in substantial quantities to the 
general public and/or industry at established catalog or market 
prices. It also means a product which, in the opinion of the 
Contracting Officer, differs only insignificantly from the Con¬ 
tractor/s commercial product. 

"Subcontract," as used in this clause, means any agreement (other 
than one involving an employer-employee relationship) entered into 
by a Federal Government prime Contractor or subcontractor calling 
for supplies or services required for performance of the contract 
or subcontract. 

c. The apparent low bidder, upon request by the Contracting Officer, 
shall submit a subcontracting plan, where applicable, which 
addresses separately subcontracting with small business concerns 
and small disadvantaged business concerns, and which shall be 
included in and made part of the resultant contract. The sub¬ 
contracting plan shall be submitted within the time specified by 
the Contracting Officer. Failure to submit the subcontracting plan 
shall make the bidder ineligible for the award of a contract. 

d. The offeror's subcontracting plan shall include the following: 

1. Goals, expressed in terms of percentages of total planned sub¬ 
contracting dollars, for the use of small business concerns and 
small disadvantaged business concerns as subcontractors. The 
offeror shall include all subcontracts that contribute to con¬ 
tract performance, and may include a proportionate share of 
products and services that are normally allocated as indirect 
costs. 

2. A statement of— 


(a) 

Total dollars planned to be 

subcontracted; 



(b) 

Total dollars planned to be 
ness concerns; and 

subcontracted to 

small 

busi- 

(c) 

Total dollars planned to be 
vantaged business concerns. 

: subcontracted to 

small 

disad- 


3. A description of the principal types of supplies and services 
to be subcontracted, and an identification of the types planned 
for subcontracting to (a) small business concerns and (b) small 
disadvantaged business concerns. 

4. A description of the method used to develop the subcontracting 
goals in 1. above. 

5. A description of the method used to identify potential sources 
for solicitation purposes (e.g., existing company source lists, 
the Procurement Automated Source System (PASS) of the Small 
Business Administration, the National Minority Purchasing 
Council Vendor Information Service, the Research and 
Information Division of the Minority Business Development 
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Agency in the Department of Commerce, or small and small 
disadvantaged business concerns trade associations). 

6. A statement as to whether or not the offeror included indirect 
costs in establishing subcontracting goals* and a description 
of the method used to determine the proportionate share of 
indirect costs to be incurred with (a) small business concerns 
and (b) small disadvantaged business concerns, 

7. The name of the individual employed by the offeror who will 
administer the offeror,’s subcontracting program, and a. 
description of the duties of the individual. 

8. A description of the efforts the offeror will make to assure 
that small business concerns and small, disadvantaged business 
concerns have an equitable opportunity to compete for subcon¬ 
tracts . 

9. Assurances that the offeror will include the clause in this 
contract entitled ’’Utilization of Small Business Concerns and 
Small Disadvantaged Business Concerns” in all subcontracts that 
offer further subcontracting opportunities, and that the 
offeror will require all subcontractors (except small business 
concerns) who receive subcontracts in excess of $500,000 
($1,000,000 for construction of any public facility), to adopt 
a plan similar to the plan agreed to by the offeror. 

10. Assurances that the offeror will (a) cooperate in any studies 
or surveys as may be required, (b) submit periodic reports in 
order to allow the Government to determine the extent of com¬ 
pliance by the offeror with the subcontracting plan, (c) submit 
Standard Form (SF) 294, Subcontracting Report for Individual 
Contracts, and/or SF 295, Summary Subcontract Report, in 
accordance with the instructions on the forms, and (d) ensure 
that its subcontractors agree to submit Standard Forms 294 and 
295. 

11. A recitation of the types of records the offeror will maintain 
to demonstrate procedures that have been adopted to comply with 
the requirements and goals in the plan, including establishing 
source lists; and a description of its efforts to locate small 
and small disadvantaged business concerns and award subcon¬ 
tracts to them. The records shall include at least the 
following (on a plant-wide or company-wide basis, unless 
otherwise indicated): 

(a) Source lists, guides, and other data that identify small 
and small disadvantaged business concerns. 

(b) Organizations contacted in an attempt: to locate sources 
that are small or small disadvantaged business concerns. 

(c) Records on each subcontract solicitation resulting in an 
award of more than $100,000, indicating (a) whether small 
business concerns were solicited and if not, why not, (b) 
whether small disadvantaged business concerns were soli- 
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cited and if not, why not, and (c) if applicable, the 
reason award was not made to a small business concern. 

(d) Records of any outreach efforts to contact (a) trade 
associations, (b) business development organizations, and 
(c) conferences and trade fairs to locate small and small 
disadvantaged business sources. 

(e) Records of internal guidance and encouragement provided to 
buyers through (a) workshops, seminars, training, etc., 
and (b) monitoring performance to evaluate compliance with 
the programs requirements. 

(f) On a contract-by-contract basis, records to support award 
data submitted by the offeror to the Government, including 
the name, address, and business size of each subcontrac¬ 
tor. Contractors having company or division-wide annual 
plans need not comply with this requirement. 

e. In order to effectively implement this plan to the extent consis¬ 
tent with efficient contract performance, the Contractor shall 
perform the following functions: 

1. Assist small business and small disadvantaged business concerns 
by arranging solicitations, time for the preparation of bids, 
quantities, specifications, and delivery schedules so as to 
facilitate the participation by such concerns. Where the Con¬ 
tractor's lists of potential small business and small 
disadvantaged subcontractors are excessively long, reasonable 
effort shall be made to give all such small business concerns 
an opportunity to compete over a period of time. 

2. Provide adequate and timely consideration of the potentialities 
of small business and small disadvantaged business concerns in 
all "make-or-buy" decisions. 

3. Counsel and discuss subcontracting opportunities with 
representatives of small and small disadvantaged business 
firms. 

f. A master subcontracting plan on a plant or division-wide basis 
which contains all the elements required by d. above, except goals, 
may be incorporated by reference as a part of the subcontracting 
plan required of the offeror by this clause; provided, (1) the 
master plan has been approved, (2) the offeror provides copies of 
the approved master plan and evidence of its approval to the Con¬ 
tracting Officer, and (3) goals and any deviations from the master 
plan deemed necessary by the Contracting Officer to satisfy the 
requirements of this contract are set forth in the individual sub¬ 
contracting plan. 

g. 1. If a commercial product is offered, the subcontracting plan 

required by this clause may relate to the offeror's production 
generally, for both commercial and noncommercial products, 
rather than solely to the Government contract. In these cases, 
the offeror shall, with the concurrence of the Contracting 
Officer, submit one company-wide or division-wide annual plan. 






2. The annual plan shall be reviewed for approval by the agency 
awarding the offeror its first prime contract requiring a sub¬ 
contracting plan during the fiscal year, or by an agency 
satisfactory to the Contracting Officer. 

3. The approved plan shall remain in effect during the offeree's 
fiscal year for all of the offeror's commercial products. 

h. Prior compliance of the offeror with other such subcontracting 
plans under previous contracts will be considered by the Con¬ 
tracting Officer in determining the responsibility of the offeror 
for award of the contract. 

i. The failure of the Contractor or subcontractor to comply in good 
faith with (1) the clause of this contract entitled "Utilization of 
Small Business Concerns and Small Disadvantaged Business Concerns," 
or (2) an approved plan required by this clause, shall be a mate¬ 
rial breach of the contract. 

REF: FAR 52.219-9, 19.708(b) 


1-40. 


(APR 1984) 


a. "Air Act," as used in this clause, means the Clean Air Act (42 

U.S.C. 7401 et seq.). 

"Clean air standards," as used in this clause, means— 

1. Any enforceable rules, regulations, guidelines, standards, 
limitations, orders, controls, prohibitions, work practices, or 
other requirements contained in, issued under, or otherwise 
adopted under the Air Act or Executive Order 11738; 

2. An applicable implementation plan as described in section 
110(d) of the Air Act (42 U.S.C. 7410(d); 

3. An approved implementation procedure or plan under section 
111(c) or section 111(d) of the Air Act (42 U.S.C. 7411(c) or 
(d)); or 

4. An approved implementation procedure under section 112(d) of 
the Air Act (42 U.S.C. 7412(d)). 

"Clean water standards," as used in this clause, means any 
enforceable limitation, control, condition, prohibition, stan¬ 
dard, or other requirement promulgated under the Water Act or 
contained in a permit issued to a discharger by the Environ¬ 
mental Protection Agency or by a State under an approved 
program, as authorized by section 402 of the Water Act (33 
U.S.C. 1342), or by local government to ensure compliance with 
pretreatment regulations as required by section 307 of the 
Water Act (33 U.S.C. 1317). 

"Compliance," as used in this clause, means compliance with— 

1. Clean air or water standards; or 
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2. A schedule or plan ordered or approved by a court of competent 
jurisdiction, the Environmental Protection Agency, or an air or 
water pollution control agency under the requirements of the 
Air Act or Water Act and related regulations. 

"Facility," as used in this clause, means any building, plant, 
installation, structure, mine, vessel or other floating craft, 
location, or site of operations, owned, leased, or supervised by a 
Contractor or subcontractor, used in the performance of a contract 
or subcontract. When a location or site of operations includes 
more than one building, plant, installation, or structure, the 
entire location or site shall be deemed a facility except when the 
Administrator, or a designee, of the Environmental Protection 
Agency, determines that independent facilities are collocated in 
one geographical area. 

"Water Act," as used in this clause, means Clean Water Act (33 
U.S.C. 1251 et seq.). 

b. The Contractor agrees— 

1. To comply with all the requirements of section 114 of the Clean 
Air Act (42 U.S.C. 7414) and section 308 of the Clean Water Act 
(33 U.S.C. 1318) relating to inspection, monitoring, entry, 
reports, and information, as well as other requirements speci¬ 
fied in section 114 and section 308 of the Air Act and the 
Water Act, and all regulations and guidelines issued to imple¬ 
ment those acts before the award of this contract; 

2. That no portion of the work required by this prime contract 
will be performed in a facility listed on the Environmental 
Protection Agency List of Violating Facilities on the date when 
this contract was awarded unless and until the EPA eliminates 
the name of the facility from the listing; 

3. To use best efforts to comply with clean air standards and 
clean water standards at the facility in which the contract is 
being performed; and 

4. To insert the substance of this clause into any nonexempt sub¬ 
contract, including this subparagraph b.4. 

KEF: FAR 52.223-2, 23.105(b) 

1-41. Bid Guarantee (APR 1984) 

a. Failure to furnish a bid guarantee in the proper form and amount, 
by the time set for opening of bids, may be cause for rejection of 
the bid. 

b. The offeror (bidder) shall furnish a bid guarantee in the form of a 
firm commitment, such as a bid bond, postal money order, certified 
check, cashier's check, irrevocable letter of credit, or, under 
Treasury Department regulations, certain bonds or notes of the 
United States. The Contracting Officer will return bid guarantees, 
other than bid bonds, (1) to unsuccessful bidders as soon as prac- 
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1-42. 


ticable after the opening of bids, and (2) to the successful bidder 
upon execution of contractual documents and bonds (including any 
necessary coinsurance or reinsurance agreements), as required by 
the bid as accepted. 

c* If the successful bidder, upon acceptance of its bid by the 
Government within the period specified for acceptance, fails to 
execute all contractual documents or give a bond(s) as required by 
the solicitation within the time! specified, the Contracting Officer 
may terminate the contract for default. 

d. Unless otherwise specified in the bid, the bidder will (1) allow 6>Q 
days for acceptance of its bid and (2) give bond within 10 days 
after receipt of the forms by the bidder. 

e. In the event the contract is terminated for default, the bidder is 
liable for any cost of acquiring the work that exceeds the amount 
of its bid, and the bid guarantee is available to offset the dif¬ 
ference. 

REF: FAR 52.228-1, 28.101-3(b) 

a. "Contract date," as used in this clause, means the date set for bid 
opening or, if this is a negotiated contract or a modification, the 
effective date of this contract or modification. 

"All applicable Federal, State, and local taxes and duties," as 
used in this clause, means all taxes and duties, in effect on the 
contract date, that the taxing authority is imposing and collecting 
on the transactions or property covered by this contract. 

"After-imposed Federal tax," as used in this clause, means any new 
or increased Federal excise tax or duty, or tax that was exempted 
or excluded on the contract date but whose exemption was later 
revoked or reduced during the contract period, on the transactions 
or property covered by this contract that the Contractor is re¬ 
quired to pay or bear as the result of legislative, judicial, or 
administrative action taking effect after the contract date. It 
does not include social security tax or other employment taxes. 

"After-relieved Federal tax," as used in this clause, means any 
amount of Federal excise tax or duty, except social security or 
other employment taxes, that would otherwise have been payable on 
the transactions or property covered by this contract, but which 
the Contractor is not required to pay or bear, or for which the 
Contractor obtains a refund or drawback, as the result of legis¬ 
lative, judicial, or administrative action taking effect after the 
contract date. 

b. The contract: price includes all applicable Federal, State, arid 
local taxes and duties. 

c. The contract price shall be increased by the amount of any after— 
imposed Federal tax, provided the Contractor warrants in writing 
that no amount for such newly imposed Federal excise tax or duty or 
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rate increase was included in the contract price, as a contingency 
reserve or otherwise. 

d. The contract price shall be decreased by the amount of any after— 
relieved Federal tax. 

e. The contract price shall be decreased by the amount of any Federal 
excise tax or duty, except social security or other employment 
taxes, that the Contractor is required to pay or bear, or does not 
obtain a refund of, through the Contractor's fault, negligence, or 
failure to follow instructions of the Contracting Officer. 

f. No adjustment shall be made in the contract price under this clause 
unless the amount of the adjustment exceeds $100. 

g. The Contractor shall promptly notify the Contracting Officer of all 
matters relating to any Federal excise tax or duty that reasonably 
may be expected to result in either an increase or decrease in the 
contract price and shall take appropriate action as the Contracting 
Officer directs. 

h. The Government shall, without liability, furnish evidence appro¬ 
priate to establish exemption from any Federal, State, or local tax 
when the Contractor requests such evidence and a reasonable basis 
exists to sustain the exemption. 

REF: FAR 52.229-3, 29.401-3 

1-43. Taxes—Contracts Performed inU.S. Possessions or Puerto Rico 

(APR 1984) 

The term "local taxes," as used in the Federal, State, and local taxes 

clause of this contract, includes taxes imposed by a possession of the 

United States or by Puerto Rico. 

REF: FAR 52.229-5, 29.401-5 

1-44. Subcontracts Under Fixed-Price Contracts (APR 1984) 

a. This clause does not apply to firm-fixed-price contracts and 
fixed-price contracts with economic price adjustment. However, it 
does apply to subcontracts resulting from unpriced modifications to 
such contracts. 

b. "Subcontract," as used in this clause, includes but is not limited 
to purchase orders, and changes and modifications to purchase 
orders. The Contractor shall notify the Contracting Officer 
reasonably in advance of entering into any subcontract if the Con¬ 
tractor does not have an approved purchasing system and if the 
subcontract— 

1. Is to be a cost-reimbursement, time-and-materials, or labor— 
hour contract estimated to exceed $25,000 including any fee; 

2. Is proposed to exceed $100,000; or 
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3. Is one of a number of subcontracts with a single subcontractor, 
under this contract, for the same or related supplies or ser¬ 
vices, that in the aggregate are expected to exceed $100,000. 

e. The advance notification required by paragraph b. above shall 

inc lud e— 

1. A description of the supplies or services to be subcontracted;, 

2. Identification of the type of subcontract to be used; 

3. Identification for the proposed subcontractor and an explana¬ 
tion of why and how the proposed subcontractor was selected, 
including the competition obtained; 

4. The proposed subcontract price and the Contractor's cost or 
price analysis; 

5. The subcontractor's current, complete, and accurate cost or 
pricing data and Certificate of Current Cost or Pricing Data, 
if required by other contract provisions; 

6. The subcontractor's Disclosure Statement or Certificate 
relating to Cost Accounting Standards when such data are 
required by ether provisional of this contract; and 

7. A negotiation memorandum reflecting— 

(a) The principal elements of the subcontract price negotia¬ 
tions; 

(b) The most significant considerations controlling 

establishment of initial or revised prices; 

(c) The reason cost or pricing data were or were not 

required; 

(d) The extent, if any, to which the Contractor did not rely 

on the subcontractor's cost or pricing data in determining 
the price objective and in negotiating the final price; 

(e) The extend if any, to which it was recognised in the 

negotiation that the subcontractor's cost or pricing data 
were not accurate, complete, or current;; the action taken 
by the Contractor and subcontractor; and the effect of any 
such defective data on the total price negotiated; 

(f) The reasons for any significant difference between the 

Contractor's price objective and the price negotiated; arid 

(g) A complete explanation of the incentive fee or profit plan 
when incentives are used. The explanation shall identify 
each critical performance element, management decisions 
used to quantify each incentive element, reasons for the 
incentives, and a summary of all trade-off possibilities 
considered. 
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d. The Contractor shall obtain the Contracting Officer's written con¬ 
sent before placing any subcontract for which advance notification 
is required under paragraph b. above. However, the Contracting 
Officer may ratify in writing any such subcontract. Ratification 
shall constitute the consent of the Contracting Officer. 

e. Even if the Contractor's purchasing system has been approved, the 
Contractor shall obtain the Contracting Officer's written consent 
before placing subcontracts that have been selected for special 
surveillance and so identified in the Schedule of this contract. 

f. Unless the consent or approval specifically provides otherwise, 
neither consent by the Contracting Officer to any subcontract nor 
approval of the Contractor's purchasing system shall constitute a 
determination (1) of the acceptability of any subcontract terms or 
conditions, (2) of the acceptability of any subcontract price or of 
any amount paid under any subcontract, or (3) to relieve the Con¬ 
tractor of any responsibility for performing this contract. 

g. No subcontract placed under this contract shall provide for payment 
on a cost-plus-a-percentage-of-cost basis, and any fee payable 
under cost-reimbursement subcontracts shall not exceed the fee 
limitations in subsection 16.301-4 of the Federal Acquistion Regu¬ 
lation (FAR). 

h. The Government reserves the right to review the Contractor’s pur¬ 
chasing systems as set forth in FAR Subpart 44.3. 

REF: FAR 52.244-1, 44.204(a)(1)(i) 

1-45. Notice of Requirement for Affirmative Action to Ensure Equal Employment 

9ppPr.tPDi.tY (APR 1984) 

a. The offeror's attention is called to the Equal Opportunity clause 
and the Affirmative Action Compliance Requirements for Construction 
clause of this solicitation. 

b. The goals for minority and female participation, expressed in per¬ 
centage terms for the Contractor's aggregate workforce in each 
trade on all construction work in the covered area, are as 
follows: 


Goals for Minority Participation 
for Each Trade 

Goals for Female Participation 

19.6 percent 

6.9 percent 


These goals are applicable to all the Contractor's construction 
work performed in the covered area. If the Contractor performs 
construction work in a geographical area located outside of the 
covered area, the Contractor shall apply the goals established for 
the geographical area where the work is actually performed. Goals 
are published periodically in the Federal Register in notice form. 



198 


and these notices may be obtained from any Office of Federal Com- 
tract Compliance Programs office. 

c. The Contractor's compliance with Executive Order 11246, as amended, 
and the regulations in 41 CFR 60-4 shall be based on (1) its ini- 
piementation of the Equal Opportunity clause, (2) specific affirma¬ 
tive action obligations required by the clause entitled "Affirma¬ 
tive Action Compliance Requirements for Construction," and (3) its 
efforts to meet the goals. The hours of minority and female 
employment and training must be substantially uniform throughout 
the length of the contract, and in each trade. The Contractor 
shall make a good faith effort to employ minorities and women 
evenly on each of its projects. The transfer of minority or female 
employees or trainees from Contractor to Contractor, or from pro¬ 
ject to project, for the sole purpose of meeting the Contractor's 
goals shall be a violation of the contract. Executive Order 11246, 
as amended, and the regulations in 41 CFR 60-4. Compliance with 
the goals will be measured against the total work hours performed. 

d. The Contractor shall provide written notification to the Director, 
Office of Federal Contract Compliance Programs, within 10 working 
days following award of any construction subcontract in excess of 
$10,000 at any tier for construction work under the contract 
resulting from this solicitation. The notification shall list 
the— 

1« Name, address, telephone number and employer identification 
number of the subcontractor; 

2. Estimated dollar amount of the subcontract; 

3. Estimated starting and completion dates of the subcontract; and 

4. Geographical area in which the subcontract is to be performed. 

e. As used in this Notice, and in any contract resulting from this 
solicitation, the "covered area" is (7400) Santa Clara County, 
California. 


REF: FAR 52.222-23, 22.810(b) 


1-46. 


(APR 1984) 


a. This acquisition is not a set aside for labor surplus area (LSA) 
concerns. However, the offeror's status as such a concern may 
affect (1) entitlement to award in case of tie offers or (2) offer 
evaluation in accordance with the Buy American Act clause of this 
solicitation. In order to determine whether the offeror is 
entitled to a preference under (1) or (2) above, the offeror must 
identify, below, the LSA in which the costs to be incurred on 
account of manufacturing or production (by the offeror or the 
first-tier subcontractors) amount to more than 50 percent of the 
contract price. 
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b. Failure to identify the locations as specified above will preclude 
consideration of the offeror as an LSA concern. If the offeror is 
awarded a contract as an LSA concern and would not have otherwise 
qualified for award, the offeror shall perform the contract or 
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SECTION J - DOCUMENTS. EXHIBITS. AND OTHER ATTACHMENTS 


J-l. 


List. gJ.D.gCVmgn,tg.,., 3 gd_ Other_Att achmen.ts 


Listed below are all of the 
of, this contract: 

documents attached to, and 

forming a part 

Exhibit or Attachment 

Number of Pages 

Date 

Wage Determination 

No. CA84-5022 

18 

5/84 

SCS Supplement to OSHA 

Parts 1910 and 1926 

6 

4/84 


REF: 


FAR 14.201-4, 5.406.4 





October 5, 19S4) 

A Used*, tlplm, budor 
Counties, ate., 
California 


EMIT, 

Ckrpentere: 

Area ( IMtUmtUl) 


CHANGE ■ 

Carpenters: 

Area S (Residential)i 
Carpenters 
Hardwood floor - 


layarai Shlnglarai 
Power Saw 


Operator: Steel 
Scaffold tractor and 
(taal Storing 
Erectors: Saw filers 


Change area Description 
to read i. 

Alaaeda, contra 
Cotta, Marin, Hapa, 
San Benito. San 
franc l »co, (an Nates, 
•ante Clara, Solano 
and So n eon Cowntles 



DECISION MO. CASS-5022 


T 19 tt 19414 - October S, 

1984) 

Alaaeda, Alpine, Amador 

Counties, etc., California 

OMIT. 

irlck Tendersi 
Area 1 

Area li Asa dor, 

El Dorado, Nevada, 
Placer: Sacraaanto, 
and Yolo Counties 

ADD! 

Brick Tenders: 

Area 1 

Area 1: Alpine, Amador, 
Butte, Colusa, 

El Dorado, Glenn, 
Lassen, M°tfoc, Nevada* 
Placer, Plus***, 
Sacraaeato, Shasta, 
Sierra, Siskiyou, 
Suites, Tebaaa, 
trinity, Yolo and tab* 
Counties 


Sll.SO Isi.st 


11.SO J.SS 


.wMiriUATIUHg P, 3 


DECISION NO. CA84-5022 



DECISION NO. CA84-5022 




—i mi—i— 

Change (cont'dl: 

[ H&urtp 

1 *rt»» 


Change (Cont'd): 

Painters <Cont *d): 



Tile Sntr«r«! 

Area 10i 



Area 2 

Brush and Holler 

512.24 

S2.41 

Tile finishers* 

Paperhangers; Sand- 



Are* 1 

blasters; Spray; 



Roofers: Arse 4 

Structural Steel; 
Swing Stage; Tape: 

12.49 

2.41 

Oral 1 1 

Electricians : 

Parkins Lot Striping 



ft-- -9 - 

f%± > 1 

Work and/or Highway 



Electricians 

Markers: 



Cable Splicers 

Area Is 



Residential Elec- 

Traffic Delineating 



sriciana 

Device Applicator 

14.83 

2 . 0Q+* 

Glaziers i 

Striper; Traffic 



Area 7 

Surface Sand- 



Line Construction: 

blaster; Wheal 



Area 9; 

Stop installer 

14.30 

2.00+a 

Groundman 4 Truck 

pavement Sealing. 



Drivers 

Slurry Seal, Me- 



Heavy Equipment 

surfacing i repair4 



Operators 

Mixer Operator 
Applicator Oper- 

13.95 

2.0 Q+a 

Marble Setter# 

ator, Sgueegee 



Add: 

Man, Shuttleman 

12.37 

2 .00+ai 

Electricians: 

Top Man 

10.39 


>.r», 1: 



2.QQ**j 

Contracts over 




$100,000: 




Electricians 

Plasterers: 




AT.4 ) 

17.36 

6.35 

C,bl« Splic.r, 

Area 7 

Plasterers' Tenders: 

19.18 

6. 86 

0.04 * 

Contracts $100,000 

Area 1 

18.25' 


or leas: 

Pluintwr*! Ittftrti 



Electricians 

Are* ij 




Plumber 

31.00 

9.405 

Cable Splicers 

Sprinkler Fitters; 




Area 1 

2 8.595 

7.44 

S«nid«nti*i El«c- 

Sh«*t ttetal Mork.r.i 



tricisn 

Ares 1 

26.87 

6.36 

Marble Setters: 

Are* 2 

10.03 

4.55 

Area 1 

Are* 5 ! 

18.15 

4.42 

Area 2 

Area 4 

27.17 

6,00 


Area 8 

26.70 

6,76 


Area 9 

Terrazso Workers: 

27,05 

6.30 


Are* 1 

20.75 

7.15 



itM 

Bi!{l 

Prt*Vfe 

S*a»YIU. 

518.92 

$3.29 

14.81 

.01.3.34! 

15.30 

3.85 ! 

I 

1 

j 

J 


i 

i 

i 

18.20 

3% ♦ 
4.51 

20.02 

3t ♦ 
4.51 

16.20 

31 ♦ 
4.51 

17.02 

34 + 
4.51 

10.00 

14*3.63 

20.75 

7.15/ 

17.57 

4.04 1 

1 

i 

i 

i 

! 



DEC I SIGN »Q. CA84-5022- 
MOD #5 

(TTrt i94i«-(lO/5/84) 

Alameda, Alpine, Aaador 
Counties, etc., 

California 

Change: 

Footnote a," published on 
February 15, 1985; to read 
"Footnote b." 

Add : 

Glaziers: 

I Area 7 

Definition of Area 7: 
Lake, Marin, Mendocino. 

Sen Fr*r,«S*co, San Mateo 
lofloma Count la# 



I DECISION NO. CA04-5C22 


Mod. < 4 
(45 F8 394)6 - October 
5, 1984; 

Alameda. Alpine, Amador 
Courtiea, etc., Calif¬ 
ornia 

Cha : 

£ricRlayers; Stonemason; 

Area 2 
Area 3 
Area 5 
Area 7 

Crick Tendersi 
Area 1 
Area 2 
Carpenters t 
Area 1i 

Carpenters 
Hardwood Floorlayeri 
Shingler; Power 
Saw Operator; Saw 
Hen Steel Scaf¬ 
fold Erector 4 
Steel Shoring 
Millwrights 
Ares 2: 

Carpenters 
Hardwood Floorlayer; 
Power Saw Oper¬ 
ator: Saw Flier: 
Shingler; Steel 
Scaffold Erector i 
Steel Shoring 
Millwrighta 

Drywall Installer/Lath¬ 
er « 

Area 1 t 

Drywall Installer/ 
Lather 

Drywall Stocker, 
Scrapper 4 Cleanup 
Area 2: 

Drywall Installer/ 
Lather 

Drywall Stocker, 
Scrapper 4 Cleanup 
Electricians: 

Area 1 


54.95 

3.3G 

3.53 

4.04 


Change {Cont'dii 


Area 2 > 

Electricians 

Cable Splicers 

Residential Elec- 
tacim 
Sound 4 Signal 
Technician 
Area 3 

Area 12t 

Electricians 

Cable Splicers 


?rM*0 1 

e*»«f>w i 


21.49; 


Glei iers s 


4.41 

Area 1 

21 . 38 

3.66 

Area 7 

20.95 

6.31 

Line Construction: 

Area 9: 



Lineman 

23.06 

3% ♦ 

Area 10: 

Groundman 

16.54 

7.798' 

Equipment Operator: 

10.61 

5.00 

Linemen 

20.68 

s.oo; 

3S4* 

Cable Splicers 

22.75 

5.00 

3S»*| 

Marble Finishers: 


s.oo' 

At a 


i,«r 

Painters: 


• 

Arts 7i 


i 

Brush 

20.70 

4.68' 

Drywall Finisher 

21.78 

4 .68 

Paperhangers 

21.78 

4.68 

Sandblasting; 



Spray; Steam 



Cleaning 

21.26 

4.48 

Area 10: 


J 
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TJ» r* 1 MU - octobme i. | 
1M4) 1 

Aimed*, JUp itm, Mor 
Oowtiee, etc., Calif¬ 
ornia 


DECI S ION HO. CAS4-3Q22-Kod-f3 
(4V PR 39414-Oetober 3, 198*) ’ 
Alsaeda, Alpine, Amador Coun- 
ileu, etc., California 

uni t 

El- etrlciana: 

, irea 9: 

Electricians 
Cable Splicers 

Add; | 

Electricians; 


iCtrlCiWii 

Dree 1 



Elictr tci. 
^rea 9: 


Zone Is 

Electricians 

Cable Splicers 

Zone 2: 

Electricians 

Cable Splicers 

Zona 3l 

Electricians 

Cable Splicers 

Definition of Zones: 

Zone 1: Eight ( 8 ) road 
■lies from the City Halls 
of Merced, Modesto and Tur¬ 
lock. 0-2 air ailes froa 
the Intersection of Wash¬ 
ington St. and Stockton 
Hoad, Sonora, All of Mer¬ 
ced and Stanislaus Coun¬ 
ties to that point 200 yds. 
west of and parallel to 
Highway 1-5. 

Zone 2: 2-4 air Biles 
from the Intersection of 
Washington St. and Stock- 
ion Road, Sonora. 

Zone 3: All of Mariposa, 
Merced, Stanislaus and 
Tuolumne Counties not in 
Zones i or 2. 


Decision WO. CAM-5022 -Wc4-»1 
(49 nt 39414 - October 5, 

19*4) 

A lie da, Alpine. A—lor Cm - . 
tins, etc.. California 

Add-. 

Tulare County to list of 

cemties for Heavy and Hl?h 
way construction only. 

Carpai. tar si 

Area 4 (Residential)i 
Carpenters 

Hardwood riooriayera; 
Shinglerai Power Saw 
Operatori Steel Scaf¬ 
fold Erector 4 Steel 
Shoe 109 Erectors» Saw 
Pliers 

Area 4 (Residential)* 
Carpenters 

Hardwood floorlayersi 
Shinqlsr*; Power Saw 
Operator; Steel Scaf¬ 
fold Erector A Steel 
Shorln 9 ErectorS; Saw 
Pilars 

AREA DESCRIPTION! 

Area 5 (Residential)« 
Alameda, Contra Costa, 
Marin, San Seal to. 

San Mateo, Santa 
Clara 4 Solano 
Countiee 

Area 4 (Residential): 

Ha pa and So n om a Centis i 


US.44 *4-455 


lS.SJv 4.439 




SUPERSEDEAS DECISION 


STATEs California 


COUNTIES: Alameda, Alpine, Amador, Butte, Calaveras, Colusa, Contra Costa, 
Del Norte, El Dorado, Fresno, Glenn, Humboldt, Kings, Lake, Lassen, Madera, 
Marin, Mariposa, Mendocino, Merced, Modoc, Monterey, Napa, Nevada, Placer/ 
Plumas. Sacramento, San Benito, San Francisco, San Joaquin, San Mateo, 

Santa Clara, Santa Cruz, Shasta, Sierra, Siskiyou, Solano, Sonoma, 
Stanislaus, Sutter, Tehama, Trinity, Tuolumne, Yolo and Yuba 
DECISION NUMBERS CA84-5G22 DATE: Date of Publication 

Supersedes Decision No. CA84-5001 dated March 30, 1984, in 49 FR 12873. 


DESCRIPTION OF WORK: Building; Heavy {excluding Water Well Drilling); 
Highway; and Residential projects (excluding Alpine, Butte, Colusa, 
Fresno, Glenn, Kings, Lake, Lassen, Madera, Mendocino, Modoc, Plumas, 
Shasta, Sintra, .Siskiyou, Stan} b lav; a, Tehama, Tr i n i ty Count i «?•) . Thi * 
decision does n ot include the installation of solar energy systems. 
‘Esclud** T u 1 a r « loimtv Bui Id inn construction only. 



ftasic 

Hourly 

pates 

Fringe 

Benefits 

ASBESTOS WORKERS 
BOILERMAKERS: 

523.85 

55. 61 

Boilermakers 

Boilerrnaker-Blacksmith. 

21.60 

4,25 

storage tank erection 
Boilermaker-Blacksmith, 

17.25 

4.00 

storage tank repair 
BRICKLAYERS; Stonemasons: 

lb. 05 

4.00 

Area 1 

19.75 

7.25 

Area 2 

19.90 

4.95 

Area 3 

17.65 

3.30 

Area 4 

16.53 

2.82 

Area 5 

19.27 

3.53 

Area 6 

20. 10 

3.87 

Area 7 

BRICK TENDERS: 

17.57 

3.89 

Area 1 

13.55 

3.46 

Area 2 

15.19 

6,19 

Area 3 

16.24 

4.91 

Area 4 

16.24 

4.91 

Area 5 

17. 24 

4.91 

Area 6 

14 . 19 

6. 10 


15. 55 

, . r- 



Area 8 

Area 9 (Residential con¬ 
struction 2 stories or 

16. OS 

4.45 

less) 

CARPENTERS: 

Area 1: 

13.55 

4.96 

Carpenters 

Hardwood Floorlayers; 
Shinglers; Power Sat 
Operators; Saw 
Filers; SLinglera; 

Steel Scaffold Free- 

20,27 

6.455 

tor i Steel Shoring 

20.42 

6.455 

Millwrights 

20.27 

7.455 

Piledrivermen 

19.38 

8.885 


Fringe { 
Bene* its) 


CARPENTERS (Cont'd); 

Area 2: 

Car pantars 

Hardwood Floorlayers; 
Power Saw Operator; 
Sarw Filers; Shing¬ 
le r a; steel Scaf¬ 
fold Erectors u 
Steel Shoring 
Millwright* 
Piledrivermen 
Area 3 (Residential) 
Area 4 (Residential) 
CEMENT MASONS: 

Cement Masons 
Swing or Slip Form 
Scaffolds; Mastic, 
Magnesite, gypsum, 
epoxy, polyester, 
resin and all compos¬ 
ition 
DIVERS: 

Divers 

Diver Tender 

DRYWALL INSTALLER/LATHEP: 
Area 1: 

Drywall Installer/La¬ 
ther i 

Drywall Stocker, 

Scrapper fc Clean-ut 
Area 2; 

Drywall Installer/La¬ 
ther 

Drywall Stocker, 

Scrapper i Clean-up 
ELECTRICIANS: 

Area 1 


17.79 
18.54 
19.38 

11.80 
12.00 


Area 2: 

Electricians 


DECISION NO. CA84-5022 


Page 2 


ELECTRICIANS (Cont'd): 
Area 2 (Cont’d): 

Cable Splicers 

Residential Electri¬ 
cian 
Area 3 

Area 4: 

Building contracts 
over $100,000: 
Electricians 

Cable Splicers 

Building contracts 
$100,000 or less; 
Elect ficians 

Cable Splicers 

Residential Electri¬ 
cian 
Area 5: 

Electrician 

Cable Splicer 

Area 6: 

Electricians 

Cable Splicers 

Area 7; 

Electricians 

Cable Splicers 

Residential Electri¬ 
cian 

Area 8 j 

Electricians 

Cable splicers 

tree 9: 

Electricians 

Cable Splicers 


Basic rringa 
Hourly Benefits 

Rates 

$17.38 $3.38 

♦ 3 

12.30 3.35 

♦ 3% 

16.01 4.41 

♦ 3 % 


20.03 5.15 

♦ J% 

22.53 5.15 

♦ 33 


ELECTRICIANS (Cont'd): 
Area 9 (Cont'd): 

Residential Electri- 


Area 10: 

Electsician 


10.25 • 
25.16 


Cable Splicer 

Residential Electri¬ 
cian 

Area ii; 

Building contracts 
over S 100,000: 
Electriclans 

Cable Splicers 

Building contracts 

$100,000 or less; 
and Residential con 
struct ion: 

Eiectricians 


[Sasic Fringe 
jwourly Benefits 

(Bates 


53.25 J $1.15 


18.89 7 . 6 « 

♦ H 

21.25 7.68 

♦ 3% 

9.45 4.12 l 

♦ 4% 


23.34 S.QS 

♦ 1% 

26.26 5.05 

♦ 34 


Area 12: 

Eiectr ic lans 


Cable Solicers 


24.40 6.35 


Area 13: 

Electrician 


Cable Sciicer 


Area 14: 

Electrician 


elEvatOk constructors i 
Mechanics 

Helpers 

Probationary Helpers 


25.965 7.26 

♦ 3% 

29.21 7.26 

♦ 34 

25.00 5 42 

♦ 3% 

20.81 4.41 

♦ 3% 

29.39 3,29 

♦a 

20.57 3.29 
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GLAZIERS: 

Area L 
Area 2 

Area 3 (Residential) 

Area 4 (Residential) 

Area S 
Area 6 
Area 7 
IRONWORKERS: 

Fence Erectors 
Reinforcing, Ornamental, 
and structural 
LINE CONSTRUCTION: 

Area 1: 

Groundman 

Line Equipment Oper¬ 
ator 
Lineman 

Cable Splicers 

Area 2 (Zone 1); 

Group 1 

Group 2 

Group 3 ^ 

Group 4 

Grodp 5 

Group 6 

Group 7 

Zone Pi f fer ential (add 
~ to~2one~T~rat'eTT 


Zone 3 - 3.15 

Zone 4 - 3.90 

Zone 5 - S. 15 
Area 3j 
Groundmen 


Area 4; 
Groundmen 


ators 

Linemen 

Cable Splicers 

Area 5: 

Groundmen 

Linemen 

Cable Splicers 

Area 6: 

Groundman 

Linemen, Technicians; 
Equipment Operators 

Cable Splicers 

Area 7: 

Groundman 6 Truck 
Driver 
Linemen 

Cable Splicers 

Area 8: 

Groundmen 

Linemen; Equipment 
Operators 

Cable Splicers 

Area 9; 

Groundmen end Truck 
Drivers 


Basic 

Hourly 

Ratas 

Fringe 

Benefits 

$14.86 

$4.24 

♦3k4 

17.83 

4.24 
♦ 3«a% 

19.81 

4.24 
♦ 3*% 

22.29 

4.24 
♦ 3«i% 

11.60 

2.75 

♦3k% 

15.47 

2.75 
♦ 3S4 

17.02 

2.75 
♦ 3b% 

14.17 

6.30 


♦ 3% 

18.89 

7.48 

♦34 

21.25 

7.48 
♦ 3% 

14.68 

4.09 
♦ 3% 

22.30 

4.09 
♦ 3% 

22.30 

4.09 
♦ 3% 

12.57 

4-41 
♦ 3% 

15.71 

4.41 
♦ 3% 

17,28 

4,41 
♦ 3% 

18.42 

7.29 
♦ 34 

22.56 

7.29 
+ 3% 

22.10 

7.29 
♦ 34 
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Basic 

Fringe 

LINE CONSTRUCTION (Contd) 

Hourly 

Rata* 

Sana fit* 




Groundmen 

*16.14 

$4.75 

♦ 44 

Equipment Operators 

18.16 

4.75 

♦ 44 

Linemen 

20.18 

4.75 

♦ 44 

Cable Splicers 

22.20 

4.75 

♦ 44 

Area 11: 



Groundmen 

21.25 

5.42 
♦ 34 

Line Equipment Oper- 



ators 

22. SO 

5.42 
♦ 34 

Linemen 

25.00 

5. 42 
♦ 34 

\rea 12: 



Groundman 

13.60 

4.66 
♦ 34 

Heavy Equipment oper 



ators 

15.30 

5.04 
♦ 34 

Linemen 

o 

o 

5.41 
♦ 34 

Cable Splicers 

18.36 

5.41 
♦ 3% 

Area 13: 



Groundmen 

22.07 

7.26 
♦ 34 

Linemen; Technicians 

2S.96S 

7.26 
♦ 3% 

Cable Splicers 

Area 14: 

29.21 

7.26 
♦ 34 

Groundmen 

18.70 

5.75 

♦ 34 

Linemen; Line Equip- 



ment Operators 

22.00 

5.75 
♦ 3% 

Cable Splicers 

24.75 

5. 75 

♦ 34 

Arc. IS: 



Groundmen 

18.2* 

4.74 
♦ 34 

Heavy Equipment Ooer 



a tor 

20. S7 

4.74 
♦ 34 

Linemen 

22.85 

4.74 
♦ 34 

C.bl« Splicer, 

25.14 

4.74 
♦ 34 



Basic 

Hourly 

Fringe 

Benefit 

MARBLE SETTERS 

*20.75 

87.35 

MARBLE FINISHERS: 

Area 1 

14.*1 

4.82 

PAINTERS: 

Area 1: 

Brush 

11.19 

4.40 

Spray 

14.14 

4.80 

Sandblaster; Scaf¬ 
fold; Sheetrock; 
Structural Steel; 
Swing Stage; Taper 

11.79 

4.80 

Area 2: 

Brush; Roller; Taper 

15.22 

1.59 

Bazooka Operators; 
foperhangers; Sand¬ 
blasters; Spray; 
Structural Steel 

15.72 

1.59 

Area 3 : 

Brush 

16,20 

2.57 

Hazardous Coating 

17.20 

2.57 

Sandblasting; Spray; 
Taping 

16-70 

2.57 

Area 4: 

Brush 

21.21 

4.70 

Ta pers 

22.01 

4.70 

Residential Painter 

17.12 

4.70 

Area 5: 

Brush 

21.21 

4.70 

Tapers 

22.01 

4.7C 

Residential Painter 

17.12 

4.70 

Area 6: 

Brush and Roller 

17.45 

3.95 

Pa perhanger; Sand¬ 
blaster; Spray; 
Taper 

17.95 

1.95 

Brush - steel; Brush- 
Swing Stage up to 

40 ft. 

17.70 

1.95 

Spray - steel; Spray- 
Swing Stage up to 

40 ft. 

18.20 

1.95 

Area 7: 

Brush 

20.41 

4.88 

Drywall Finisher 

21.41 

4.8B 

Paper hangers 

21.41 

4.88 

Sandblasting; Spray; 
Steam Cleaning 

20.91 

4.69 



Federal Register / VoL 40, No. IBS f Friday, October 8,1964 / Notice* 




DECISION NO. CA84-5Q22 


Page 5 



Basic 

Fringe 

PAINTERS (Cont *<3) : 

Hourly 

Bona fits 

Area 8: 

Brashj Pot Tenders; 
Rollers 

Rates 


$9.80 

Si.35 

Sandblaster; Spray; 
Structural Steel; 
Swing Stage; Tapers 

10. 30 

1.35 

Area 5s 

Sruab 

19.79 

5. 38 

lapechangers and Spray 
(coating) 

20.54 

5. 38 

Spray 

20.29 

5.38 

Tapers (paint) 

20.18 

5. 38 

Area 10: 

Brush and Roller 

12.00 

2.41 

Paoerhangers; Sand¬ 
blasters; Spray; 
Structural Steel; 
Swing Stage; Taoers 

12,24 

2.41 

PARKING LOT STRIPING WORK 
and/or HIGHWAY MARKERS: 

Area 1: 

Trsffip n<>1in«.M in g 

Device Applicator 

14.48 

b+1.65 

Striper; Traffic 
Surface Sand- 
blaster; Wheel 

Stoo Installer 

13.95 

b+1.65 

Slurry Seal Oper¬ 
ation : 

, Mixer Operator 

13.95 

b+1.65 

Applicator Oper¬ 
ator; Shuttle- 
man and Squee- 

n n 





Too Man 

10.39 

b+1.65 

Area 2: 

Slurry Seal Operation: 
Applicator Operator 

10.60 

b+1.55 

Mixer Operator 

12.37 

b+1.55 

Squeegee Man 

10.60 

b+1.55 

Top Man 

8.91 

b+1.55 

Striper 

13.57 

b+1.55 

Traffic Delineating 



Device Applicator; 
Traffic Surface 
Sandblaster; Wheel 
Stoo Installer 

12.37 

b+1.55 

PLASTERERS; 

Area l 

19.63 

5.88 



Basic 

Frxng* 


Hourly 

Benefit 

PLASTERERS (Cont '<35 j 

Rates 

' 




Area 2 

$20.18 

$7.65 

Area 3 

16.06 

5.91 

Area 4 

16.63 

5.44 

Area 5 

17.92 

8.25 

Area 6 

16,55 

6.94 

Area 7 

18,81 

3.61 

Area 8 

14.3 0 

7.45 

PLASTERERS s TENDERS: 



Area 1 

i?. 95 

5.15 

Area 2 

16.85 

5.01 

Area 3 

19.09 

4.93 

Area 4 

17.50 

4.OS 

Area 5 

14.95 

2.70 

PLUMBERS s 



Area 1 

26.42 

5.88 

Area 2 

25.86 

7.34 

SLUMBERSi STEAHFITTERS; , 



Area 1 

19,72 

6.71 

Area 2 

20.34 

2.43 

Area 3 

26.64 

8.30 

Area 4 

22.03 i 

6.35 

Area 5 

26.40 

5.84 

Area 6 

16.47 

9.45 

Area 7 

24.97 

11.00 

Area 8 

23.36 

6.47 

ROOFERS: 

Area l: 



Roofers 

17.00 

8.62 

Mastic Workers; Ket- 
tiemen (2 kettles 



without pumps) 

17.25 

8.62 

Bltumastic; Coal Tar 
Build-up; Enameler; 



Pi pewrapper* 

19.00 

8.62 

Area 2 

16.94 

3.15 

Area 3: 

Roofers (slate, tile 



and composition) 

14.75 

3.64 

Enameler and Pitch 

16.25 

3 ^ 

3.05 

Area 4 

14.95 

Area 5: 



Roofers 

16.10 

7.65 

Mastic Workers; Kefc- 
tlemer. (2 kettles 



without pumps)* 

16.35 

7.65 

Bitumastic; Coal Tar 
Htch; Enamelera; 



Pi pewra pipers 

18.10 

7.65 
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Susie 

fringe 

(Basic ] 

fringe 


hourly 

Benefits 


Hourly 

Benefit 


Bates 



Jute* 








Area 6 

$13.10 

$4.00 

Area 1 

319.00 

57-35 

Aiea 7i 



TILE SETTERS: 



Roofers 

16.80 

6.40 

Area 1 

22.01 

4.32 

Mastic Workers; Kettle 



Area 2 

18.02 

1.05 

men (2 kettles with- 



TERRAZZO WORKERS and tlUZ 



Out pumps) 

17,05 

6.40 

SETTERS: 



■ itum-Astic: Coal Tar; 



1 

10.45 


Enameler*; Pipe- 



Area 2 

20 = 51 

3.69 

wrappers 

18.00 

6.40 

TERRAZZO PINISHERS: 



Area 8: 



Area Is 



Roofers (slate, tile i. 



Base Machine 0aerator 

16.72 

3.95 

composition) 

14.90 

7.64 

Terraria Finishers 

16.02 

3.95 

Enameler t Pitch 

17.65 

7.64 

TILS FINISHERS: 



Area 9: 



Area i 

33.90 

4.73 

Roofer; Kettieman (i 






kettle) 

16.23 

6.22 




Kettlemen (2 kettles) 

17.23 

6.22 

WELDERS: Receive rate 



Bitumastic; Coal Tar; 



prescribed for craft 



Enamelers; Mastic 6 



oerforming oaeration to 



Pitch 

18.23 

6.22 

which welding is inci- 



SHEET METAL WORKERS: 



dental. 



Area 1 

26.36 

6. 36 




/vra. 2 

14.93 

4.67 




Are* 3 

l§. 3§ 

4.34 






♦ 12% 




Area 4 

21.46 

7. 50 




Area 5 

18.05 

4.42 



( 

Area 6 

26.66 

6.09 




Area 7 

18,38 

4,22 




Area 8 

26.19 

6.76 




Area 9 

26.24 

6.30 




A?«4 IQ 

?■) a: 

6.86 




Area 11 

25.64 

9.21 




SOFT FLOOR LAYERS j 






Area 1 

16.01 

3.00 




Area 2 

16. 74 

1.54 




Area 3 

17.69 

5.66 




Area 4 

11.96 

2.27 




Area 5 

17.85 

6.50 




SPRINKLER FITTERS: 






Area 1 

26.72 

7.29 




Area 2 

• 21.87 

3.23 




STEAMFITTERS; 






Area 1 

29.16 

4.92 





2 


| 

99 
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POWER EQUIPMENT OPERATORSJ 
DREDGING (Cont'd) 

TOW BOATS? 

Work on ae1f-propelied 
vessels (except Skiffs 
powered by outboard 
motors) engaged in towing 
vessels and wafer borne 
craft or in the trans¬ 
portation by wat$r of 
personnel, materials, 
equipment and supplies? | 


Oeckhand/Mechanics 

$10 

.86 

$3 

.37 

Operator Mechanic/ 





Watch Engineer 

- 12. 

.17 

3 

.86 

Work on self-propelled 

i 




vessels): 

\ 




Boat Operators 

| 12, 

.17 

3 

.86 

PILEDRIVING: 

i 




Group i 

, 15. 

03 

. 8 

. 98 

Group 1A 

i 15 ' 

55 , 

, 8 

98 

Group IB 

! 15. 

85 

1 8 

, 98 

Group 2A 

13. 

85 

8 

, 98 

Group 2B 

16. 

67 

8 

. 98 

Group 20 

! lb, 

99 

8 

.98 

Group 2D 

17. 

22 

8 

,98 

Group 3 

17. 

44 

8 

,98 

Group 3A 

; 18. 

10 

8 

98 

Group 4 t 

18. 

92 

8 

, 98 

Group 5 

19. 

19 

8 

98 

Group 6 

1 20. 

90 

U 

98 

STEEL ERECTION? 





Group 1 

15. 

,74 

H 

, 98 

Group 2 

U. 

, in 

8 

. 9 a 

Group 3 

' 17. 

, 86 

a 

, 98 

Group 4 

18, 

.06 

8 

.98 

Group 4A 

18. 

, 54 

8 

, 98 

Group 5 

. 19. 

.30 i 

i 8 

, 98 

Group 6 

19. 

,94 

8 

. 98 

Group 7 

20. 

. 40 

8 

.98 

Group 8 

■ 20. 

. 84 

8 

. 98 

Group 9 

22, 

.42 

8 

.98 
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TRUCK DRIVERS! 


— 

Group 1 

$ i sTToTT 

6.54 

Group 2 

16.36, 

6.54 

Group 3 

16,40 

6.54 

Group 4 

16.41 

6.54 

Group 5 

16.42 

6.54 

Group 6 

16.43 

6.54 

Group 7 

16,45 

6,54 

Group 8 

16,47 

6.54 

Group 3 

16.43. 

6.54 

Group 10 

16.50. 

6.54 

Group 11 

16.51 

6.54 

Group 12 

16.55 

6.54 

Group 13 

16.56 

6. 64 

Group 14 

16.57 

6.54 

Group 15 

16.60 

6.54 

Group 16 

16.61 

6.54 

Group 17 

16.62 

6.54 

Group 18 

i6.64 

6.54 

Group 19 

16.65 

6.54 

Group 20 

16.66 

6.54 

Group 21 

16.71 

6.* 54 

Group 22 

16.74 

6.54 

Group 23 

16.75 

6.54 

Group 24 

16.84 

6.54 

Group 25 

16.85 

6.54 

Group 26 

16.85 

6.54 

Group 27 

16.88 

6.54 

Group 28 

16.90 

6.54 

Group 29 

16.94 

6.54 

Group 30 

16.95 

6.54 

Group 31 

16.98 

6.54 

Group 32 

17.04 

6.54 

Group 33 

16.97 

6.54 

Group 34 

17,19 

6.54 

Group 35 

17.29 

K..I 

Group 36 

17.34 

6.54 

Group 37 

17.49 

b. 54 

Group 38 

17.64 

6.54 



i 
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FOOTNOTES i 

i. Employe*,’ contributes 8 % ©f basic hourly rate for ov*r 5 years- 
service, and 6 % of basic hourly rate for 6 mon the 9 to 5 years 8 
service as Vacation Pay Credit. Sis Paid Holidays? New year's 
Day? Memorial Day? Independence Day? tabor Day; Thanssqiving 
Day? Oh?ixisss Day 

b. Employer contributes $,32 per hour to Holiday fund plus $.22 
per hour to Vacation Fund for the first year of employment; 

1 year but less than 5 years $142 per hour to Vacation Fund? 

$ years but less than 10 years $,60 per hour to Vacation 
Fund? over 10 years $.80 per hour to Vacation Fund 


AJREA DESCRIPTIONS 

BRICKLAYERSj STONEMASONSt 

Area 1? Del Norte, Humboldt, Lake, Karin, Mendocino, Napa, 

Sen Francisco, San Mateo, Siskiyou, Solano, Sonoma, end Trinity Cot, 

Area 2: Alameda and Contra Costa Counties 

Area 3: Fresno, Kings, Madera, Mariposa, and Merced Counties 

Area 4i Butte, Colusa, El Dorado, Glenn, Lassen, Modoc, Nevada, 
placer, Plumas, Sacramento, Shasta, Siarra, Sutter, Tehama, Volo, 
and Yuba Counties 

Area Si Monterey and Santa Crux Counties 

Area Si San Benito and Santa Clara Countlas 

Area 7i Alpine, Amador, Calaveras, San Joaquin, Stanislaus, and 
Tuolumne Counties 


BRICK TENDERSi 

Area It Amador, El Dorado, Nevada, placer, Sacramento, and Yolo Cos, 

Area 2t San Pranclsco and San Mateo Counties 

Area 3i Prenso, Kings, Madera, and Tulare Counties 

Area 4i Remaining Counties 

Area Si Marin County 

Area 61 Alameda and Contra Coata Counties 
Area 7i Santa Cruz County 

Area 81 San Benito and Santa Clara Counties 

Area 9i (Residential construction of 2 stories or lessi Monterey 
and Napa Counties 



CARPENTERS! 

Area It Alameda, Contra Costa, Marin, Naps, San Benito, San Francisco, 
San Mateo, Sente Clara, Solano and Sonoma Counties 
Ares 2, Alpine, Amador, Butte, Calaveras, Colusa, Del Norte, El Dorado, 
Fresno, Glenn, Humboldt, Kings, Lake, Lassen, Madera, Mariposa, 
M»ndocino, Merced, Modoc, Monterey, Nevada, Placer, Plumas, Sacramento, 
San Joaquin, Santa Cruz, Shasta, Sierra, Siskiyou, Stanislaus, Sutter, 
Tehama, Trinity, Tuolumne, Yolo and Yuba Counties 
Area 3: (Residential! Calaveras, Marijosa and Merced Counties 
Area 4: (Residential! Del Norte and ftimboldt Counties 
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AREA DESCRIPTIONS 

DRYWALL INaTALLERS/LATHERS: 

Area 1: Alameda, Contra Costa, Marin, Monterey, Naps, San Benito, San 
Francisco, San Mateo, Santa Clara, Santa Cruz, Solano, Sonoma Counties 
Area 2: Remainder of Counties 


ELECTRICIANS: 

Area 1: Alameda County 

Area 2: Alpine, Amador, Colusa, El Dorado, Nevada, Placer, 
Sacramento, Sierra, Slitter, Yblo and liba Counties 


Area 3: Butte and Glenn Counties) Lassen County (excluding the 
Sierca Army Depot (Herlong)j Modoc, Plumas, Shasta, Siskiyou, 

Tehama and Trinity Counties 
Area 4: Calaveras and San Joaquin Counties 
Area 5: Contra Costa County 
Area £: Del Norte and Humboldt Counties 
Area 7: Fresno, Rings, Madera, and Tulare Counties 
Area 8: Lake, Marin, Mendocino, and Sonoma Counties 
Area 9:: Mariposa, Merced, Stanislaus, and Tuolumne Counties 
Area 10: Monterey, San Benltv, and Santa Cruz Counties 
Area ll: Napa and Solano Counties 
Area 12: Santa Clara County 
Area 13: San Francisco County 
Area 14: San Mateo County 

Area 11: Sierra Army Depot (Herlong) in Lassen Countio 
GLAZIERS: 

Area 1: Alameda, Contra Costa, Monterey, Napa, San Benito, Santa Clara, 
and Santa Cruz' Counties 

Area 2: Alpine, Amador, Butte, Calaveras, Colusa, El Dorado, Glenn, 
Lassen, Modoc, Nevada, Placer, Plumas, Sacramento, San Joaquin, 

Shasta, Sierra, Siskiyou, Solano, Stanislaus, Sutter, Tehama, 

Tuolumne, Yolo, and ”-ba Counties 
Area 3: (Residential) Sutter and Yuba Counties 

Area 4: (Residential) Amador, Calaveras, El Dorado, Nevada, Placer, 
Sacramento, San Joaquin, Solano, Tuolumne, and Yolo Counties 
Area 5: Fresno, Madera, Mariposa, Merced, Kings, and Tulare Counties 
Area 6: Del Norte and Humboldt Counties 

Area 7: Lake, Marin, Mendocino, San Francisco, San Mateo, and Sonoma 
Counties 

LINE CONSTRUCTION) 

Area 1: Contra Costa County 

Area 2: Del Norte, Modoc, and Siskiyou Counties: 

Group 1: Cable Splicer, Leadman Pole Sprayer 
Group 2: Lineman,.Pole Sprayer, Heavy Line Equipment 
Man, Certified Lineman Welder 
•Group 3: Tree Trimmer 
Group 4: Line Equipment Man 

Group 5: Head Groundman, Powderman, Jackhammer Man 
•Group 6: Head Groundman (Chipper) 

Group 7: Groundman 

•Gro.ups 3 and 6 receive BASE RATE (ZONE 1) ONLY (no Zone 
Differential) 
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AREA DESCRIPTIONS (Cont‘d) 

LINE CONSTRUCTION: (Cont*d) 

Area 2: (Cont'd) 

Zone Definitions: Zone 1: 0 to 3 miles radius from the geographical 
center of Alturos and Yreka, California 
Zone 2: 3 to 20 miles radius 
Zone 3: 20 to 35 miles radius 
Zone 4: 35 to 50 miles radius 
Zone 5: Over 50 miles radius 

BASE RATE (ZONE 1 ) is paid when working out of employer's Peraanent Shop 
Area 3> Fresno, Kings, Madera, and Tulare Counties 
Area 4i Calaveras and San Joaquin Counties 

Area 5i Mariposa, Merced, Stanislaus, and Tuolumne Counties 
Area 6i Monterey, San Benito, and Santa Cruz Counties 
Area 7i Napa and Solano Counties 

'Area 8i Butte, Glenn, Lassen, Plumas, Shasta, Tehama, and Trinity Cos. 
Area 9: Alameda County 

Area 10) Amador, Colusa, Sacramento, Sutter, Yolo, and Yuba Counties) 
Alpine, El Dorado, Nevada, Placer, and Sierra Counties (those portions 
west of the Main Sierra Mountain Watershed) 

Area lit San Mateo County 
Area 12) Humboldt County 
Area 13i San Francisco County 
Area 14t Santa Clara County 

Area 15s Lake, Marin, Mendocino, and Sonoma Counties 
MARBLE FINISHERS: 

Area It Alameda, Alpine, Amador, Butte, Calaveras, Colusa, Contra Costa, 
Del Norte, El Dorado, Glenn, Humboldt, Lake, Lassen, Marin, Mendocino, 
Modoc, Monterey, Napa, Nevada, Placer, Plumas, Sacramento, San Benito, 

San Francisco, San Joaquin, San Mateo, Santa Clara, Santa Cruz, Shasta, 
Sierra, Siskiyou, Solano, Soroma, Sutter, Tehama, Trinity, Volo and Yhbm 
Counties 

PAINTERS: 

Area It Alpine, Amador, Calaveras, and San Joaquin Counties 
Area 2t Fresno, Rings, Madera, and Tulare Counties 
Area 3: Mariposa, Merced, Stanislaus, and Tuolumne Counties 
Area 4: San Benito, San Mateo, and Santa Clara Counties 
Area 5t Monterey and Santa Cruz Counties 

Area 6t Laiaen County (that portion that lies eastward of Highway 
4395, northward to and including Honey Lake); Lake Tahoe Area 
Area 7t Lake, Marin, Mendocino, San Francisco, and Sonoma Counties 
Area St Butte, Coluae, and Glenn Countiesi Lassen County (secluding 
the extreme BE corner)) Modoc, Plumas, Shasta, Siskiyou, Sutter, 

Tehama, Trinity, and Yuba Counties , 

Area 9t Alameda, Contra Costa, El Dorado, Nape, Nevada, Placer, 
Sacramento, Sierra, Solano, and Yolo Counties (excluding portions 
of Counties in the Lake Tahoe Area) 

Area 10) Del Norte and Humboldt Countlea 
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AREA DESCRIPTIONS (Cont'd) 

PARKING LOT STRIPING WORK ar.d/cr HIGHWAY MARKERS; 
Area l; - Preano, Kings, and Tulare Countias 
Area 2; Remaining Countias 


PLASTERERS > 

Area 1; Alameda and Contra Coeta Counties 
Area 2; San Francisco and San Mateo Counties 



Area 4; Dal Norte, Humboldt, Lake, Marin, Mendocino, Napa, Solano, 
and Sonoma Countias 

Area Si San Benito, Santa Clara, and Santa Crua Counties 
Area 6s Preano, Kings, Madera, and Tulare Counties 
Area 7s Monterey County 

Area Si Mariposa, Msrcsd, Stanislaus, and Tuolumne Counties 

PLASTERERS' TENDERSi 

Area Is Alameda and Contra Costa Counties 

Area 2i Preano, Kings, Madera, and Tulare Counties 

Area 3i San Francieco end San Mateo Counties 

Ares 4■ Monterey County 

Area 5: Na pa County 


PLUMBERS i 

Area It Alameda County 
Area 2t Contra Coate County 

PLUMBERS; STKAMFITTERSi 

Area It Amador County (northern halt); El Dorado, Nevada, Sacramanto, 
and Yolo Counties (excluding Lake Tahoe Area). sierta Countv 
Area 2i Lake Tahoe Area 

Area 3t Marin, Mendocino, San Francisco, and Sonoma Counties 
Area 4i Alpine Cduntyi Amador County (southern portion); Butte, 
Calaveras, Colusa, Prasno, Glenn, Kings, Lassen, Madera, Mariposa, 
Merced, Modoc, Monterey, Plumas, San Joaquin, Santa Cruz, Shasta, 
Sierra, Siskiyou, Stanislaus, Sutter, Tehama, Trinity, Tulare, 
Tuolumne, and Yuba Counties 
Area 5; Lake, Naps, and Solano Counties 
Area 6i >»1 Norte and Humboldt Countias 
Area 7; ban Benito and Santa Clara Counties 
Area Si San Mateo County 

ROOFERSi 

Area It Alameda and Contra Costa Counties 

Araa 2t Alpine, Calcverae, Mariposa, Matced, San Joaquin, 

Stanislaus, and Tuolumne Counties 


DECISION HQ, CAS4- 5022 
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AREA DESCRIPTIONS (Cont'd) 

ROOFERSt (Cont'd) 

Area 3t Butte, Colusa, El Dorado, Glenn, Laaecn, Modoc, Placer, 
Piuaas, Shasta, Sierra, Siskiyou, Sutter, Teheme, trinity, end 
Yuba Countias 

Area 4i Preano, Kings, Madera, end Tulare Counties 

Are* 5: Lake. Marin, Mendocino, Napa, Solano, and Sonoma Counties 

Area St Monterey and Santa Crus Counties 
»r.e y « Can Franc! bco and San Mateo Counties 
Area 8 t Amador* Sacramento and Yolo Counties 
Area 9 t San Benito and Santa Clara Counties 



SHEET METAL WORKERS« 

Area It Alameda and Centra Costa Counties 
Ares 2? Alpine. Calaveras, and San Joaquin Counties 
Area 3t Amador, Butte, Coluaa, El Dorado, Glenn, Modoc, Plumas, 
Sacramento, Shasta, Sierra, Siskiyou, Sutter, Tehama, Yolo, end 
Tube Countias 

Area 4i Monterey end San Benito Counties 

Area < i Del Norte, Humboldt end Trinity Counties 

Area 6 t sari Mateo County 

Area 7 1 Fresno, Kings and Madera Counties 
Area 11 San Francisco County 

Ar~a $ t Lake, Marin, Mendocino, Napa, as lino and Sonoma Counties 
Area lot Sente Cruz County 
Area lit ante Clara County 


SOFT FLOOR LAYERS! 

Area It Alpine, Amador, Butte, Calaveras, Coluaa, El Dorado, Glenn, 
end Lessen Counties (exeluding Honey Lake Area); Merced County (east 
©2 Ban Joaquin River); Plumes, Sacramento, San Joaquin, Shasta, 

Stanislaus, Sutter, Tehama, Trinity, Tuolumne, Volo, end Yuba 
Countieai El Dorado, Nevada, Placer, end Sierra Counties (those 
portions excluding Lake Tahoe Ares) 

Area It Honey Lake Area and Lake Tahoe Area 

Area it tmke, Marin, Mendocino, Merced, Monterey, San Benito, San Francisco, 
San Mateo, Santa Clara, Santa Cruz and Sbnctaa Counties 
Area 4t Del Norte and Humboldt Countlee 
Area St Alameda, Contra Costa, Napa and Solano Counties 

SPRINKLER FITTERS! 

Area It Alameda, Contra Costa, Marin, Maps, San rtanciaco, San Mateo, 

Santa Clara, Solano, and Sonoma Counties 
Arsa 2t Remaining Countlea 

STKAMFITTERSi 

Area It Alameda and Contra Costa Counties 
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AREA DESCRIPT|ONS (Cont'd) 


TERRAZZO WORKERSi 

Area li Alameda, Contra Coata, Dal Norte, Bumboldt, Lake, Marin, 
Mendocino, Napa, San Francisco, San Mateo, Siskiyou, Solano, 
Sonoma, and Trinity Counties 


TILE SETTERS! 

Area It Alameda, Butte, Colusa, Contra Costa, Del Norte, El Dorado, 

Glenn, Humboldt, Lake, Lassen, Marin, Mendocino, Modoc, Napa, Nevada, 
Placer, Plumas, Sacramento, San Benito, San Francisco, San Hatso, 

Santa Clara, Shasta, Siarra, Siskiyou, Solano, Sonoma, Sutter, Tehama. 
Trinity, Yqlo, and yuba Counties 

Area 2i Alpine, Amador, Calaveras, 8an Joaquin, Stanislaus, and 
Tuolumne Counties 

TERRAZZO WORKERS and TILE SETTERS! 

Area li Fresno, Kings, Madera, Mariposa, Merced, and Tulare Counties 
Area 2i Montarey and Santa Crux Counties 

TERRAZZO FINISHERS! , „ _ _ 

Area li 'Alameda, Alpine, Amador, Butte, Calaveras, Contra Costa, 

Del Norte, El Dorado, Glenn, Humboldt, Lake, Lassen. Marin, Mendocino, 
Modoc, Monterey, Naoa, Nevada, Placer, Plumas, Sacramento, San Benito, 
San Francisco, San Joaquin, San Mateo, Santa Clara, Santa Crux, Shasta, 
Sierra, Siskiyou, Solano, &>noma, Ritter, Tehama, TrlBity, Yolo and Elba 
Counties 

TILE FINISHERS! 

Area li Alameda, Alpine, Amador, Butte, Calaveras, Contra Costa, 

Del Norte, El Dorado, Glenn, Humboldt, Lake, Lassen, Marin, Mendocino, 
Modoc, Monterey, Nap!, Nevada, Placer, Plumas, Sacramento, San Benito, 
San Francisco, San Joaquin, San Mateo, Sinta. Clara, Santa Cruz, Shasta, 
Sierra, Siskiyou, Solano, Sonoma, Sbtter, Tehama, Trinity, Yolo and Riba 
Counties 


LABORERS 

Area li Alameda, Contra Coata, Marin, son Francisco, sfcn Mateo and Santa 
Clara Counties 

Area 2: D«1 Norte, El Dorado, Frasno, Humboldt, Kings, Laka, kdcra, Men¬ 
docino, Kintarsy, Napa, Navsda, Placar, Sacramanto. San Banlto, San 
Joaquin, Santa Crus, Solano, Sonoma, and Yolo Countlaa 
Araa 3t Alpina, Amador, Butts, calavaras, Colusa, Gann, Laasan, Mariposa, 
lercad. Kidoc , Plumas, Shasta. Siarra, Siskiyou, Stanislaus. Suttar, 
Tshama, Trinity, Tuolumna and Yuba CourMes 


DECISION BO. CA84-5022 
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LABORERS (Coat'd) 


TUNNEL and SHAFT WORE 


Group li Diamond Drilled Groundmani 
Rodman 1 Shaft Work and Raiaa (below 


Gunlte and Shotcrata mosslemen? 
actual or excavated ground level) 


Group 2: Bit Grinded Bleated Drillers, Powderman-heading? Cherry 
Pickarsen - where car la lifted! Concrete Finisher in Tunneli Con¬ 
crete Screed Man; Grout Pumpman and Potman 1 Gunits and Shotcrata 
Gunman and Potmen? Headarmani High Pressure Nozxlemani Miners - 
Tunnel, including Top and Bottom Man on Shaft and Raise Work! 
Kipper Noizleman on slick linei Sandblaater-Potman (work assign¬ 
ment intarchangeabla )1 Steal Form Raisers and Setters! Tlmberman, 
Retiaberman - wood or staal or aubatituta materials tharaforei 
Tugger 

Group 3 1 Cablatendari Chuck tended Powderman - Primer Houaei Vlb- 
ratormen. Pavement Braakara 

Group 4i Bull Gang - Muckers, Trackxwn? Concrete Crew - includes 
roddlng and spreading! Dumpmen (any metho^)? Grout Crew Bebound- 
menj Swamper 


Group li Asphalt Ironers and Rakers; Asphalt Spreader Boxes (all 
types)? Barko, Wackar and similar type Tampers! Buggymobilei Chain¬ 
saw, Feller, Logloeder and Buckeri Compactors of all typeai Concrete 
and Magnesite Mixer, 1/2 yd. and under? Concrete Pan Norkt Concrete 
Saw? Concrete Sanderi Cribber and/or Shoring! Cut Granite Curb Setter? 
Form Raisers? Slip Forms? Green Cutters, Headerboardmen, Bubsettera, 
Aligners? Jackhammer Operators? Jacking of Pipe over 12 inches?' 
Jackson and similar type Compactors? Kettlemen, Potman and Men 
applying aaphalt, lay-kold, creosote, lime, caustic and stellar type 
^*9ging. Sheeting, Whaling, Bracing, Trenchjacking, hand- 
guided Lagging Hammer? Magneeite, Epoxyresin, Fiberglass, Mastic 
Workers (wet or dry)? Parma Curbs? Precast-manhole Setters? Csst-ln- 
place Manhole Form Setters? Prassura Pipe Taster? Pavement Breakere 
and Spaders, including Tool Grinder? Pipelayars, Caulkers, Banders, 
Pipewrappers, Conduit Layera, Plastic Pipelayars? Post Hole Dlggere, 
air, gas, and electric? Power Broom (weepers? Power Tampers of all 
types (except as shown in Group 2)? Ram Sat Gun and stud Gun? Riprap- 
stonepaver and Rock-slinger, including placing of sacked concrete and/ 
or aand (wet or dry)? Rotary Scarifier, Multiple Head Concrete Chipper? 
Davis Trencher, 300 or similar type (and all small Trenchers)? Koto 
and Ditch Witch? Roto-tlller? Sandblasters, Potman, Gunman, Hoxxle- 
man? Signalling and Rigging? Tank Cleaners? Tree Climbers? vibre- 
scr»a<J, Bull Float in connection with Laborers' work? Vibrators? Dri- 
pek-it Machine? High Pressure Blow Pipe (l%* or over, 100 lbs. pressure 
and over)? Hydro Saadar and aimilar type? Laser Beam in connection 
with Laborers' work 
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LABORERS (COnt'd! 


Group 1(a )1 Joy Drill Model TWM-2A; Gardener-Denver Model DHM3 and 
similar type drills; Track Drillers; Jack Leg Drillers; Diamond 
Drillers; Wagon Drillers; Mechanical Drillers, all types regardless 
of type or method of power; Multiple Unit Drills; Blasters and Powder- 
men, all work of loading, placing and blasting, of all power end ex- 
plosives of whatever type regardless of method used for such loading 
and placing; High Beelers 'including drilling of sistii Tree Toppers 
Bit Grinder 

Group 1(b); Sewer Cleaners receive an additional Si.00 per day, SS.OO 
per day on recently active large diameter eewers or sewer manholes 

Group 1(c)i Burning and Melding in connection with Laborers’ work 

Group 1(d)« Repair Trackmen and Road Bede (cut and cover work of 

subway after the temporary cover has been placed) 

Croup 1(e); Laborers on general construction work on or in Bell 
Bole Postings and Shaft 

Group 1(f)i Wire winding Machine in Connection with Gunlting or 
Shotcrete - Aligner 

Gkeup l(g)i Plpulayers, Caulkers; Bandars; Btpewrapfiare; Conduit Layars and 
Plastic PipsXsysrs; Preaeura Pips Tester, no joint pipe and stripping of 
sane, including repair of voids, Precast Bhnhola (attars, Cast-In-Place 
Manhole fora Setters 


Group 2; Asphalt Shovelers; Cement Dumpers and handling dry cement 
or gypsum, Choke-setter and Digger (clearing work); Concrete Bucket 
Dumper and Chuteman; Concrate Chipping and Grinding; Concrete Laborers 
(wet or dry), Chuck Tender, High Pressure Nozxleman, Adductors; Grout- 
crew; Hydraulic Monitor (over 100 lbs. 'preasura); Loading and unloading, 
carrying and hauling of all rode and materials for use in reinforcing 
ooncrete construction; Pittsburgh Chipper and similar typa Brush 
Shredders, Sloper; Singlefoot, hand held. Pneumatic Tamper; All 

f naumatic, air, gas and electric tools not listed in Groups 1 through 
(f); Jacking of Pipe under 12 inches 

Group 3: All Cleanup work of debris, grounds and buildings including 
but not limited to street cleaners; Cleaning and washing windows; Con¬ 
struction Laborers including Bridge and General Laborers; Dumpman; 

Load Spotter; Rite Watcher; Street Cleaners; Gardeners, Horlcultural 
and Landscape Laborers; Jetting; Limbers; Brush Loaders; Pilere, Main¬ 
tenance Landscape Laborer* on new construction* Maintenance, Repair 
Trackmen and Road beds, Streetcar and Railroad Construction Track 
Laborers, Temporary air and water lines, Viotaullo or similar; Tool 
Room Attendant; pence Erectors, Guardrail Eractors; Pavement Markers 
ibutton setters; 

Group 4■ Brick Cleaners; Lumber Cleaners 


BECiSIOB HQ. 0*84-5042 


fiat 13 


LABOR8 88 (Cent's, 

GUMMXTE 

Group li Wotileman (including Gunman, potman), Rodman, Groundman 
Group 2: Rebound»an 
Group 3; General Laborers 



WRECKING WORK 

•roup ii Skilled wrecker (removing end salvaging e! sash, windows, 

doors, plumbing and electric fixtures) 

Group 2: Semi-skilled Wrecker (salvaging of other building materiel*} 

Group 3; General Laborer (includes all cleanup work, loading lumbar, 
loading and burning of debris) 
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POWER EQUIPMENT OPERATORS (Cont'd) 

AREAS I and II (Cont'd) 

Group 3i Sox Operator (bunker); Helicopter Radioman (Slgnalaan); Motor- 
man; Locomotive (30 tona or under); Oiler; Roaa Carrier (conatruction 
job alte); Rotomiat Operator; Screedman (except asphaltic concrete 
paving); Self-propelled, automatically applied concrete curing machine 
(on streets, highways, airport* and canals); Trenching Machine (maxi¬ 
mum digging capacity 5 ft. depth); Tugger Holst, single drum; Truck 
Crane Oiler; Boiler Tender 

Group 4i Ballast Jack Tamper; Ballast Regulation; Ballaat Tamper Multi¬ 
purpose; Boxman (asphalt plant); Elevator Operator (Inside); Fork Lift 
or Lumber Stacker (construction job site); Line Master; Material Hoist 
(1 drum); Shuttlecar; Tie Spacer; Towermoblle 

Group St Compressor Operator (over 2); Concrete Mixers (over 1 yd.); 
Concrete Pumps or Pumpcrste Guns; Generators; Grouting Machine; 

Pressweld (air operated); Pumps (over 1); Welding Machines (powared 
other than by electricity) 

Group 6i BLH Lima Road Factor or similar; Boom Truck or Dual Purpose 
A-Frame Truck; Concrete Batch Plants (wet or dry); Concrete Saws (self- 
propelled unit) on streets, highways, airports and canals; Drilling and 
Boring Machinery, vertical and horixontal (not to apply to Waterliners, 
Wagon Drills or Jackhammers); Gradesetter, Grade Checker (mechanical or . 
otherwise)i Blghllne Cableway Signalman; Locomotives (steam of over 30 
tons); Maglnnle Internal Full Slab Vibrator (on airports, highways, 
canals and warehouses); Mechanical Finishers (concrete) (Clary, Johnson, 
Bldwell Bridge Deck or similar types); Mechanical Burm, Curb and/or Curb 
and Gutter Machine, concrete or asphalt; Portable Crusher; Post Driver 
(M-1S00 and similar); power Jumbo Operator (tatting slip forms, etc. In 
tunnels); Roller (except asphalt); Screedman (Berber-Green* and similar) 
(asphaltic concrete paving); Self-propelled Compactor (single engine); 
Self-propelled Pipeline Wrapping Machine, Perault, CRC, or eimilar types; 
Slip Forma Pumps (lifting device for concrete forms); Small Rubber Tired 
Tractor; Surface Heater; Self-propelled Power Sweeper; Self-propelled 
Tape Machine; Auger-type drilling equipment, up to end including 30 ft. 
depth digging capacity M.R.C. 

Group 7; Concrete Conveyor or Concrete Pump, Truck or equipment mounted 
(boom length to apply); Concrete Conveyor, building site; Deck Engineers; 
Dual Drum Mixer; Fuller Kenyon Pump and similar types; Gantry Rider (or 
similar); Hydra-hammer (or similar); Makerial Hoist (2 or more drums); 
Mechanical Finishara or Spraadar Machine (asphalt, Barber-Graene and 
similar); Mine or Shaft Hoist; Mixermoblla; Pavement Breaker with or 
without Compressor Combination! Pip* Bending Machine (pipelines only); 
Pipe Cleaning Maahtne (tractor propelled and supported); Pipe Wrapping 
Machine (tractor propelled and supported); Refrigeretion Plant; Roller 
Operator (finish asphalt); Self-propelled boom typo lifting device 
(center mount) (10 tons or leas M.R.C.); Self-propelled Elevating Grader 
Plane) Slusher Operator; Small Tractor (with boom); Soil Tester; TruOk 
type Loader; Welding Machines (gasoline or diesel) 


3BCISI0M NO. CAS4-SOJ3 
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POWER EQUIPMENT OPERATORS (Cont'd) 
AREAS I and II (Cont'd) 


3roup Si Armor-Coater (or similar); Asphalt Plant Engineer; Cast-in- 
place Pipe Laying Machine; Combination Sluahar and Motor Operator; 
Concrete Batch Plant (multiple units); Doxar; Heading Shield Ope¬ 
rator; Heavy Duty Repairman and/or Welder; Kan Seal Machlna (or si¬ 
milar); Kolman Loader; Loader (up to 2 yds.); Mechanical Trench 
Shield; Portable Crushing and Screening Plants; Push Cat; Rubber 
Tired Earth-moving Equipment (up to and including 45 cu. yd*. 

•struck* M.R.C) (Euclid*. T-Pulia, DW-10, 20, 21, and similar); Rubber 
Tired Doser; Self-propelled Compactor with Doxar; Sheepfoot; Timber 
Skldder (rubber tirad or similar equipment); Tractor drawn Scraper; 
Tractor; Trenching Machine; Tri-batch Paver; Tunnel Mol* Boring Ma¬ 
chine; Welder; Woods-mixer (and other similar Pugmill equipment) 


Group 9t Canal Finger Drain Digger; Chicago Boom; Combination Mixer 
and Compressor (Gunlte); Combination Slurry Mixer and/or Cleaner; 
Hlghlin* Cableway (3 tons and under); Lull Rl-llft or similar (20 
ft. or over); Mucking Machine (rubber tired, rail or track type); 
Tractor (with boon) (0-6 or larger end similar) 


Group 10; Boose-type Backfilling Machine; Bridge Crane; Cary-lift 
(or similar); Chemical Grouting Machine, truck mounted; Combi¬ 
nation flackho* and Loader (up to and Including 1/2 cu. yd. M.R.C.); 
Derrick (2 operators required whan swing ongine remote fro* Holst); 
Derrick Barges (except excavation work); Do-nor Loader; Adams Ila- 
grader; Elevating Grader; Heavy Duty Rotary Drill Rig (including 
Caisson Foundation work and Euclid Loader end similar type; Bobbin* 
type drills; Koehring Skooper (or similar); Lift Slab Machine; 


(Vagtborg and similar types); Leader (2 yd*, up to and including 4 
yds.); Locomotive, lflw ton* (single or multiple units); Multiple 


5***1°")I lingle engine Sctaper over «S yds.; 
soil Stabiliser (P ft H or equal); Sub-grader (Gurrler or other auto- 
tjTPf)» Tractor, Compressor Drill Combination; Traok Laying typo 
Eartn M6ving tUchin* (single sngins with Tandsa Scrapsrs)i Train 
Loading Station} Trenching Kashina, ftulti-wngin* with • loping attach* 
sinilarj Vacuum Cooling Slant} Whirl#/ Crana (up to 


and including 25 tona) 


Group 10-A; Backhoa (Hydraulio)(up to and including 1 cu. yd. M.R.C.); 
Backhoe.(Cable)(up to and including 1 cu. yd. M.B.C.); Combination 
Backboa and Loader (over 3/4 cu. yd. N.B.C.); Continuous Plight Tie Back 
Auger (Crana attached/separate controls); Cranes not over 25 tons. 
Hammerhead and Gantry; Gradalls (up to and including 1 cu. yd.); 

Power Blade Operator (single angina); Fewer Shovels, Clamshells, 
Draglines (up to and including 1 cu. yd. M.R.C.)(Long Boom Pay); 
Rubber-tired Scraper, self-loading (Paddle Wheal, twin angina); 
Self-ptOpelled Boom-type lifting device (canter mount)(over 10 tona 
up to and Including 2S tona); CMI Dual twine Auto Cradar SP-30 or 


I 
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POWER EQUIPMENT OPERATORS (Cont'd) 

AREAS I and II (Cont'd) 

Group Hi Automatic Concrete Slip-term Paver (Gradesetter, Screed- 
man) ; Automatic Railroad Car Dumpert Canal Trimmer with ditching 
attachment®; Cary Lift, Campbell or similar. Continuous Plight Tie 
Back Auger (Crane attached, aingla controls); Cranes (over 25 tona 
up to and including 125 tons); Drott Travalift 650-A-l or similar 
(45 ton or over); Euclid Loader when controlled from the Puilcat; 
Highline Cableway (over 5 tons); Loader (over 4 cu, yds., up to and 
including 12 cu. yds.); Miller Formless M-900 Slope Paver or similar 
(Grade Setter required); Multiple Engine Scraper (when used ae Push 
Pull); Power Blade Operator (multi-engine); Power Shovels, Clamshella, 
Draglines, Bockhcas, Gcadslle (over 1 cu. yd. and up to and including 
7 cu. yds. M.R.C., Long Boom Pay); Rubber-tired Earthmoving Machines 
(multiple propulsion power units and two or more Scrapers) (up to and 
including 75 cu. yda. Struck M,R,C,)s Self-propelled Compactor Boom- 
type lifting device (center mount) (over 25 tons M.R.C.); Single 
engine Rubber-tired Earthmoving Machines (with Tandem Scrapers); Slip- 
form Paver (concrete or asphalt) (Screedman required); Tandem Cats: 
Tower Cranes Mobile (including rail mounted); Trencher (pulling 
attached shield); Tower Cranes, Univaraal Llebher and similar types 
(In the erection, dismantling and moving of equipment); Wheel Exca¬ 
vator (up to and including 750 cu, yda, per hour); Whirley Crane 
(over 25 tons); Multl-earthmoving Equipment (up to and including 75 
cu. yds. "struck" M.R.C.); Truck mounted Hydraulic Crane when remote 
control equipped (over 10 tons up to and including 25 tons) 

Group 11-A; Band Wagons (In conjunction with wheel excavator); Cranes 
(over 125 tons); Loader (over 12 cu. yda., up to and including 18 cu. 
yds.); power Shovels, Clamshells, Backhoes, Gradalls, and Draglines 
(over 7 cu. yds. M.R.C.); Rubbec-tired Multi-purpose Earth Moving 
Machines (2 units over 75 cu. yds. "struck" M.R.C.); Wheel Excavator 
(over 750 cu. yds. ptr hour) 

Group 11-B; Loader (over 13 yards) 

Group 11-C: Operator of Helicopter (when used in erection work); 

Remote controlled Earthmoving equipment 
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POWER EQUIPMENT OPERATORS (Cont'd) 


AREA 0EFISXT1QMS FOR SCHEDULES I and ll 

Four Centers designated; City Balls of Oakland, San Francisco, 

Sacramento and Stockton, California 
Ares 1; Up to 20 road alias from said Centers 

Area 2; More than 20 road miles to and including 53 road siles 

from said Centers 

Area 3; Outside of 30 road miles from said Cantars 

Araa 4; An area extending 25 road miles from shoreline of Lake Tahoe 

8 CHEDULE I 

CLAMSHELL and DIPPER DREDGING (New Construction; 

Group la Bargeman; Deckhand; Fireman; Oiler 

Group 2s Deck Engineers: Deck Mate 

Group 3r Welder; Mechanic Welder; Watch Engineer 

Group 4; Clamshell Operator (up to and including 7 cu. yds, 

M.K.C.j (Long Boom Pay) 

Group 4As Clamshell Operator (over 7 cu. yds. M.R.C.) (Long 
Boom Pay) 

SCHEDULE II 

HYDRAULIC SUCTION DREDGING and all other CLAMSHELL and DIPPER DREDGING 

Group A-I; Bargeman; Deckhand; Leveehand; Fireman; Oiler 

Group A-2; Winchaen (Stern Winch on Dredge); Deck Engineer 

Group A 3s Watch Engineer; Welder; Welder Mechanic; Deckmate; 

Booster Pump Operator (Mud Cat) 

Group A-4; LeverMA; Clamshell Operator 



PILEDRIVING 

Group Is Assistant to Engineer (Fireman, Oiler, Deckhand) 
Group 1A; Compressor Operator 

Group IB: Assistant to Engineer (Truck Crane Oiler) 

Group 2A: Tugger Hoist Operator (hoisting eaterial only) 
Group 2B: Forklift Operator 
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Fag* 2 i 

POWER EQUIPMENT OPERATORS (Cont'd) 

PILEDRIVINO (Cont'd) 

Croup 2C: Compressor Operator (over 2)» Generators* Pumps (over 4); 
Welding Machines (powered by other than electricity) 

Group 2Di A-Frames 

Croup 3i Deck Engineer (Deck Engineer Operator required when deck 
engine is used)j Self-propelled Boom-type lifting device (center 
mount) (10 ton capacity or less M.R.C.) 

Group 3At Heavy Duty Repairman and/or Welder 

Group 4: Operating Engineer in lieu of Assistant to Engineer 
tending boiler or compressor attached to Crane Piledriveri Operator 
of Piledriving Rigs, Skid or Floating and Derrick Barges (Assistant 
to Engineer required)* Operator of diesel or gasoline power Crane 
Plledriver (without boiler) up to and including 1 cu. yd. rating 
(Assistant to Engineer required)* Self-propelled Boom-type lifting 
device (center mount) (over 10 tons up to and lnaluding 25 tons)* 
Truck Crane Operator (up to and including 25 tons) (hoisting material 
only) (Assistant to Engineer required) 

Group 5i Operator of diesel or gasoline powered Crane Plledriver 
(with boiler) over 1 cu. yd. rating (Assistant to Engineer re¬ 
quired)* Operator of Crane (with steam, flash boiler, pump or com¬ 
pressor attached) (Group 4 Engineer required)* Operator of steam 
powered Crawler or Universal type Driver (Raymond or similar) 
(Assistant to Engineer required) Truck Crane Operator (over 25 
tons) (hoisting material or performing Piledriving work) (Assis¬ 
tant to Engineer required)* Self-propelled Boom-type lifting device 
(center mount) (over 25 tons) (Assistant to Engineer required) 

Group 6* Cranes (over 125 tons) (Assistant to Engineer required) 


STEEL ERECTION 

Group li Assistant to Engineer (Oiler) 

Group 2* Compressor Operator, Generator, gasoline or diesel driven 
(100 K.W. or over) (structural steel or tank construction only) 

Group 3* Compressors, Generators and/or Welding Machines or com¬ 
bination (2 to 6) (Over 6 additional Engineers required) (structural 
steel or tank erection only) 

Group 4i Heavy Duty Repairman, Tractor Operator 

Group 4Ai Combination Heavy Duty Repairman and/or Welder 


DECISION NO. C*S4- S022 

POWER EQUIPMENT OPERATORS (Cont'd) 

STEEL ERECTION (Cont'd) 

Group 5i Boom Truck or Oual Purpose A-Frame Truck* Boom Cat* Chicago 
Boom* Crawler Cranes and Truck Cranes (15 tons M.R.C. or lees) (Assis¬ 
tant to Engineer required)* Self-propelled Boom type lifting device 
(center mount) (10 ton capacity or leas M.R.C.)* Single drum Hoist* 
Tugger Hoist 

Group «* Cary Lift, Campbell or similar* Crawler Cranes and Truck 
Cranes (over 15 tone M.R.C.) (Assistant to Engineer required)* Der¬ 
ricks (2 Operators when swing engine remote from hoist)* Gantry 
Rider ( or similar equipment)* Hlghline Cableway (Signalman re¬ 
quired) * Self-propelled Boom-type lifting device (center mount) 

(over 10 tons up to and including 25 tons)* Tower Cranes Mobile 
including rail mounted (Assistant to Engineer required)* Tower 
Cranes, Universal Liebher and similar types (in the erection, dis¬ 
mantling and moving of equipment there shall be an additional 
Operating Engineer) 

Group 7* Self-propelled Boom-type lifting device (center mount) 

(over 25 tons) (Assistant to Engineer required) 

Group 6* Cranes (over 125 tons) (Assistant to Engineer required) 

Group 9i Helicopter Operator 


TRUCK DRIVER* 

Group 1* Bulk Cement Spreader (w/wo Auger, under 4 yds. water level)* 
Bus or Manhaul Driver* Concrete Pump Machine* Concrete Pump Truck 
(when Flat Rack Truck is used appropriate Flat Rack rate shall apply)* 
Dump (under 4 yds. water level)* Dumpcrete Truck (under 4 yds. water 
level)* Dumpster (under 4 yds. wster level)* Escort or Pilot Car 
Drivsr* Nipper Truck (when Flat Rack Truck Is used appropriate Flat 
Rack rate shall apply)* Pickups* Skid* (Debris Boa, under * yds, 
water level)* Team Drivers* Trucks (Dry Prs-batch Concrete Mis, 
under 4 yds. water level)* Warehousemen 

Group 2.* Teamster Oiler and/or Greaser and/or Service Man 

Group 3 1 Bulk Cement Spreader (w/wo Auger, 4 yd. and under * yds. 
water level)* Dump (4 yds. and under ( yds. water level)* Dump- 
crete (4 yds. snd under < yds. wster level)* Dumpster (4 yds. 
and under 4 yds. water level)* Skids (Debris Bos, 4 yds. and under 
< yds. water level)* Single Unit Flat Rack (2 asle unit)* 

Industrial Lift Truck (mechanical Tailgate)* Truck* (Dry Pre¬ 
batch Concrete Mia, 4 yds. and under t yds. water level) 

Group 4* Jetting Truck and Water Truck (under 2,500 gallons) 

Group f* Road Oil Truck* or Boot Man 
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DECISION NO. CAB4-502J 

TRUCK DRIVERS (Cont'd) 

Group 61 Life Jitneys, Fork Lift 

Group 7s Transit His, Agitator (under S yds.! 

Group Si Fuel and/or Grease Truck Driver or Fuelman 
Group S: vacuum Truck, under 3,500 gallon* 

Group ICi Scissor Trucks Single unit Fiat Rack (2 axle unit); 
Industrial Lift Truck (mechanical tailgate)} Small rubber tired 
tractor (when used within Teamsters' jurisdiction) 

Group Hi Jetting Truck and Water Trucks, 2,500 gaiions and 
under 4.000 gallons 

Group 12i Combination Winch Truck with Hoist; Transit Mis Agitator 

(6 yds. and under 8 yds.) 

Group 13* Vacuum Truck, 3,500 gallons and under 5,500 gallons 

Group 14i Rubber-tired Muck Car (not self-loaded) . 

Group 15: Bulk Cement Spreader (w/wo Auger, 6 yds. and under 8 
yds. water ievel)> Dump (6 yds. and under 8 yds. water level): 
Oumpcrete !6 yds. and under 8 yds. water level); Dumpster (6 
yds. and under 8 yds. water level); Skids (Debris Box, 4 yds. 
and under 8 yds. water level); Trucks (Dry Pre-batch Concrete Mix, 
6 yds. and under 9 yds. water level) 

Group 16i A-Frame. Winch Truck; Suggyaobils; Jetting and Water 

Truck (4,000 gallons and under 5,000 gallons); Rubber tired Jumbo 

Group 17i Heavy Duty Transport (high bed) 

Group 18; Roaa Hyster and similar Straddle Carrier 

Group 18i Transit Mix Agitator (8 yds. through 10 yds.) 

Group 2Qi Vacuum Truck (5,500 gallons and under 7,500 gallons) 

Group 21; Jetting Truck and Water Truck (5,000 gallons and under 
7,000 gallons) 

Group 22s Combination Bookman and Road Oiler 

Group 23: Transit Mix Agitator (over 10 yds. through 12 yds.) 

Group 24; Bulk Cement Spreader (w/wo Auger, 8 yds. and including 

12 yds. water level); Dump (8 yds. and including i2 yds. water 
level); Dumpcrete (8 yd*, and including 12 yds. water level); 
Self-propelled Street Sweeper with self-conteined refuse bin; 

Skids (Debris Sox, 8 yds. and including 12 yds. water level)i 
Snow Go and/or Snow Plow; Truck (Dry Pre-bsteh Concrete Hi*, 

8 yds. and including 12 yds. water level) 
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TRUCK DRIVERS (Cont'd) 

Group 25: BsMvy Duty Transport (Gooseneck Lowbed) 

Group Sis Transit Hits Agitator saves 12 yds. through 17 yds.) 


Group 27; Ammonia Nitrata Distributor Driver and Mixer; Bulk Cement 
Spreader (w/wo Auger, ever 12 yds. and Including 13 yds. water level); 

Dump (over 12 yds., and including 18 yds. water level); Dumpcrete 

Alla r 1 7 11,4 s a n 4 4 exam 1 iu 4 4 Mae 1 fl i« 4 a usPar tsual ( . ft. .ana Sww /• 1 
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yds. and including 18 yds. water level); Truck (Dry Pre-batch Con¬ 
crete Mix, over 12 yds. and including 18 yd*, watar lavel) 


Group 28; Double Gooseneck (7 or more axles); Heavy Duty Transport 
Tlllar Man 


Group 28; P.i. or similar type self-loading Truck 

Group 30: Transit Mis Agitator (over 14 yds. through 14 yds.) 

Group 31; Bulk Cement Spreader (w/wo Augar, over 18 yds. and in¬ 
cluding 24 yds. water level); Combination Dump *nd Dump Trailer; 

Dump (over 18 yda. and including 24 yds. watar laval); Dumpcrete 
(over 18 yd*, and including 24 yda. water level); Dumpster (over 
18 yda. and including 24 yda. watar leval); Skid (Debris Box, over 
18 yds. and including 24 yds. watar lavel); Transit Mix Agitator 
(ovar 12 yds. through 18 yd*.); Trucks (Dry Pre-batch Concrete Mix, 
over 18 yds. and including 24 yde. watar leval) ^ 

Group 32; Bulk Cement Spreader (w/wo Auger, over 24 yda. and in¬ 
cluding 35 yd*, water lavel); Dump (over 24 yds. and including i% 
yda. watar leval); Dumpcrete (over 24 yds. and Including 35 yda. 
water level); Dumpster (over 24 vda. and includina 35 vda. water 
level); DM 10's, 20'a, 21'a end other aimllar Cat type, Terre Cotore, 
LeTournapulls, Tournsrocker, Euclid end similer type equipment when 
pulling Fuel and/or Graaae Tank Trailera or other miac. Trailers; 
Skids (Debris Box, ever 24 yds. and including 35 yds. watar lavel); 
Trucks (Dry Pra-batch Concrete Mix, over 24 yds. and including 15 
yds water level) 


Group 33; Truck Rapalrman 


Group 34: Bulk Cement Spreader (w/wo Auger, over 35 yds. and in¬ 
cluding 50 yds. water lavel); Dump (over 35 yds. and including 48 
yds. water level); Dumpcrete (over 35 yds. and including 50 yda. 
water level); Dumpster (over 35 yds. and including 50 yda, water 
level); Skids (Debris Box, over 35 yda. and including 50 yda. 
meter level)i Truck* (Dry Pra-batch Concrete Mix, over 35 yds. and 
including 50 yds. watar level) 

Group 35: DM 10'x 20’s, 21'a and other similar Cat typ«, Terra 
Cobra, LaTournapulls, Tournarockac, Euclid and similar type equip¬ 
ment when pulling Aqua/Pak or Mater Tank Trailers 
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TRUCK DRIVERS (Cont'd) 

Group 36: Bulk Cement Spreader (w/wo Auger, over 50 yd*. and 
under 65 yda. water level)) Dump (over 50 yda. and under 65 yda. 
water level)) Dumpcrete (over 50 yda. and under 65 yda. water 
level)) Oumpster (over 50 yda. and under 65 yds. water level)) 
Helicopter Pilot (when transporting men or materiala)) Skida 
(Debris Box, over 50 yda. and under 65 yda, water level)) Trucka 
(Dry Pre-batch Concrete Mix, over 50 yda. and under 65 yda. water 
level) 

Group 37i Bulk Cement Spreader (w/wo Auger, over 65 yds. and in¬ 
cluding 80 yda. water level)) Dump (65 yda. and including 80 yda. 
water level)) Dumpcrete (over 65 yda. and including 80 yds. water 
level)) Dumpster (over 65 yds. and including 80 yds. water level): 
Skida (Debcis Box, 65 yds. and including 80 yda. water level)) 
Trucks (Dry Pre-batch Concrete Mix, 65 yds. and including 80 yds. 
water level) 

Group 38: Bulk Cement Spreader (w/wo Auger, over 80 yda. and in¬ 
cluding 95 yds. water level)) Dump (over 80 yds. and including 
95 yda. water level)) Dumpcrete (over 80 yds. and including 95 
yds. water level)) Dumpster (over 80 yds. and including 95 yds. 
water level)) Skids (Debris Box, over 80 yds. and Including 95 
yds. water level)) Trucks (Dry Pre-batch Concrete Mix, over 80 
yds. and including 95 yds. water level) 


AREA DESCRIPTIONS 
FOR 

POWER EQUIPMENT OPERATORS 
AREAS I and II 

••AREA Ii All areas Included in the description defined below 
which is based upon Township and Range Lines of AREAS I and II. 

Commencing in the Pacific Ocean on the extension of the Southerly 
line of Township 193. 

Thence Easterly along the Southerly line to Township 19S, 
crossing the Mt. Diablo Meridian to the S.W. corner of 
Township 19S, range 6E, Mt. Diablo Base Line and Meridian, 

Thence Southerly to the S.W. corner of township 20S, range 6E, 
Thence Easterly to the S.W. corner of township 2QS, range 13E, 
Thense Southerly to the S.W. corner of township 21S, range 13E, 
Thence Easterly to the S.W. corner of township 21S, range 17E, 
Thence Southerly to the S.W. corner of township 22S, range 17E, 
Thence Easterly to the S.E. corner of township 22S, range 17E, 
Thence Southerly to the S.W. corner of township 23S, range 18E, 
Thence Easterly to the S.E. corner of township 23S, range 18E, 
Thence Southerly to the S.W. corner of township 243, range 19E, 
falling on the Southerly-Line of Kings County, thence Easterly 
along the Southerly Boundary of Kings County and the Southerly 
Boundary of Tulare County, to the S.E. corner of township 24S, 
range 29E, 
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AREA DESCRIPTIONS (Cont'd) 
rOR 

POWER EQUIPMENT OPERATORS 
AREAS I and II 

Thence Moitherly to the N.E. corner of township 21S, range 29S, 
Thence Westerly to the N.W. corner of township 21S, range 29B, 
Thence northerly to the N.E. corner of township US, range 2E8, 

Thence Westerly to the N.W. corner of township 11S, range 23B. 

Thence Northerly to the N.E. cornet of township 11S, range 27E, 

Thence Westerly to the N.W. corner of township 113, range 27B, 
Thence Northerly to the N.E. corner of towiehip 10S, range 241, 
Thence Westerly to the N.W. corner of township 103, range 26E, 
Thence Northerly to the N.E. corner of township 9S, range 2SS, 
Thence Westerly to the N.W. cornet of township 98, range 25S, 
Thence Northerly to the N.E. corner of township *8, range 24B, 
Thence Westerly to the N.W. corner of township ts. range 24B. 
Thence Northerly to the N.E. corner of township 45, range 23B, 
Thence Westerly to the S.E. corner of township 5S, range 138, 
Thence Northerly to the S.E. corner of township S3, range 191, 
Thence Westerly to tha N.W. corner of township 53, range 19B, 
Thanes Northerly to tha N.E. corner of township 33, range 13S, 
Thence Westerly to the N.W. corner of township 33, range ltt, 
Thance Northerly to the N.E. corner of township 23, range 17E, 
Thence Westerly to the N.W. corner of township 23, range 17E, 
Thanes Northerly crossing the Mt. Diablo Baseline to the B.B. 

corner of township 2N, range 16E, 

Thence Westerly to the N.W. corner of township 2N, range 16E, 
Thence Northerly to the N.E. corner of township 3B, range 1SE, 
Thence Westerly to the N.E. corner of township 3E, range 1SE, 
Thence Northerly to the N.E. cornac of township «N, range 141, 
Thence Westerly to the N.W. corner of township 4N, rang# 143, 
Thenca Northarly to the N.E. corner of township 53. rsnga 13B, 
Thanca Westerly to tha N.E. corner of township BE, range HE, 
Thence Northerly to the N.E. corner of township ION, range 12E, 
Thenca Easterly to tha S.E. corner of township U«, rang# 14B, 
Thence Northerly to the N.E. corner of township 11E, rang* 14E, 
Thence Westerly to the N.E. corner of township UN, range 10E, 
Thenca Northerly to the N.E. corner of township ISM, range IOC, 
Thance Easterly to the S.E. corner of township 16N, range III, 
Thance No:cherly to tha N.E. corner of township 16E, rang# 11B, 
Thence Easterly to the S.E. corner of township 17N, range 14E, 
Thance Southerly to the S.W. corner of township 14N, range 14B, 
Thence Easterly to the S.E. corner of township 14N, rang# 15B, 
Thence Southerly to the S.W. corner of township 138, range 16B, 
Thenca Easterly to the S.E. corner of township 133, range 16B, 
Thence Southerly to the S.W. corner of township 12B, range 17B, 
Thence Easterly along the Southern Line to township 123 to the 
Eastern Boundary of the State of California, to tha Stats of 
California to the N.E. corner of township 17N, rang# 18E, 
Thence Westerly to the N.W. corner of township 17N, range ill. 
Thence Northerly to the N.E. corner of township 208, rang# 108, 
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AREA DESCRIPTIONS (Cont'd) 
rOR 

POWER EQUIPMENT OPERATORS 
AREAS I and II 

Thanes Westerly to the N.N, corner of township 2QH, rang* 20E, 
Thence Northerly to the N.S. corner of township 21N, range 9E, 
Thence Westerly to the N.W. corner of township 21N, range 9E, 
Thence Northerly to the N.E, corner of township 22N, range RE, 

Thonp« Wgshgrly ir q U_W_ COSHST O? pQunahin 2?li- r OB. 

Thence Northerly to the S.W, corner of township 27N, range 86, 
Thence Easterly to the S.S. corner of township 27N, rings EE, 
Thence Northerly to the N.E. corner of township 28N, range 8E, 
Thence Westerly to the N.W. corner of township 28N, range 7B, 
Thence Northerly to the N.E. corner of townahip ION, range 6E, 
Thence Westerly to the N.W. corner of township 3GN, range IE, 
Thence Northerly along the Mt, Diablo Meridian to the N.E. corner 
of Township 34N, range 1W, 

Thance Westerly to the N.W. corner of townahip 34N, range 6W, 
Thence Southerly to the N.S. corner of township 32M. range 7W, 
Thence Westerly to the N.W. corner of township 32N,’range 7W, 
Thence Southerly to the S.W. corner of township SON, ranee 7W. 
Thance Easterly to the S.E. corner of township SON, range 7W, 
Thence Southerly to the S.W. corner of township 16N, range 4W, 
Thence Easterly to the S.S. corner of township 1(N, range «W, 
Thence Southerly to the S.W. corner of township 14N, range 5W, 
Thence Westerly to the S.E. corner of township 14N, range 7W, 
Thence Northerly to the N.E. corner of township 14N, range 7W, 
Thence Westerly to the N.W. corner of township US, range 7W» 

Thence Northerly to theN.E. corner of townahip 15N, range 8W, 

Thence Westerly to the 3,2. corner of township iCij, range 12W, 

Thence Northerly to the N.E. corner of township 16N, range 12W, 
Thence Westerly to the N.W. corner of township 16N, range 12W, 
Thence Northerly to the N.E. Cornet of township 18N, range 12W, 
Thance Westerly to the N.W. corner of township 18N, range 14W. 
Thence Southerly to the S.W. corner of township 18N, range 14W, 
Thence Easterly to the S.E. corner of township 18N, range 14W, 
Thence Southerly to the S.W. corner of township 16N, range 13W, 
Thence Westerly to the N.W. corner of township 15N, range 14W, 
Thence Southerly to the S.W. corner of townahip 14N, range 14W, 
Thence Easterly to the S.E. corner of township 17N, range 14W, 
Thence Southerly to the S.W. corner of township 13N, rsnga 13W, 
Thence Easterly to the S.E. corner of township 13N, range 13W, 
Thence Southerly to the S.W. corner of township UN, range 12W, 
Thence Easterly to the S.E. cornet of township 11N, rang# 12W, 
Thence Southerly along the Eaetern Line to range 12W, to the 
Pacific Ocean excluding that portion of Northern California 
within Santa Clara County Included within the following linei 
Commencing at the N.W, earner of township 6S, range 3E, 

Mt. Diablo Baseline and Mecldiam 
Thence in a Southerly direction to the S.W, corner of township 
7S, range 3E, 

Thence in a Easterly direction to the S.E. corner of townahip 
7S, range 4E, 

Thence in a Northerly direction to the N.E. corner of townahip 

6S, range 4E, 
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AREA DESCRIPTIONS (Cont'd! 
lot 

POWER EQUIPMENT OPERATORS 
AREAS I and II 

Thence in a Westerly direction to the N.N. corner of township 
SS, range 3E, to the point of beginning which portion is a 
part of Area 2. 

AREA It also includes that portion of Scrthern California within 
the following lines: 

Commencing in the Pacific Ocean on a extension of the Southerly 
line to township 2N, Humboldt Baseline and Heridiani 
Thence Easterly along the Southerly line to Townahip 2N, to 
the S.W. corner of Township 2N, rsnga 1W, 

Thance Southerly to the 3.M. corner of township IN, range IN, 

Thence Easterly along the Humboldt Baseline to the S.W. corner 
of township IN, range 2E, • . 

Thence Southerly to the S.W. corner of township 23, range It, 

THence Easterly to the e. 8. comer of township 23, range s£. 

Thence Southerly to the S.N. corner of township 48, range 31, 

Thence Easterly to the S.S. corner sf township 43, range 3E, 

Thence Northerly to the N.E. corner of township 28, range 38, 

Thence Nesterly to the N.N. corner of townahip 28, range 31, 

Thence Northerly crossing tha Humboldt Baseline to the 8.M. 

corner of townahip IN, rsnga 38, 

Thenca Easterly along tha Humboldt Baaalina to the 8.8. corner 
of township IN, range 3B, 

Thence Northerly to the N.8. cornet of township 9N, tenge 38, 

Thence Westerly to the N.N. corner of township 9N, range 28, 

Thence Northerly to the N.8. corner of township ION, range 18, 

Thenca Nesterly along the Northerly line to townahip ION, Into 

the Pacific Ocean, 

AREA Ii eleo includes that portion of Northern California included 
within the following lines: 

Commancing at the Northerly boundary of the State of California 
at tha N.N. corner of townahip 48N, range 7H, Mt. Diablo Baseline 
and Meridians 

Thenca Southerly to tha S.N. corner of township 44N, rsnga 7W, 

Thenca Easterly to the 8.B. corner of townahip 44N, range 7N, 

Thance Southerly to the S.N. corner of townahip 43N, range 8N, 

Thence Easterly to the S.B. corner of township 43N, range SW» 

Thence Northerly to the N.B. corner of township 4SN, range 5W, 
on the Northerly boundary of the State of California, 

Thence.Nesterly along tha Northerly boundary of the State of 
California to the point of beginning. 

AREA III Ali areas not inlcuded within AREA I as defined. 


Unlisted classiflcetions needed for work not included within the 
scope of the classifications llatad may be added after award only 
as provided in the lebor standards contract clauses (28 CPA, S.S 

Ca>(1$ !<i)> 
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SOIL CONSERVATION SERVICE 
SUPPLEMENT TO OSHA PARTS 1910 AND 1926 
CONSTRUCTION STANDARDS AND INTERPRETATIONS 


The Contractor is to comply with OSHA Parts 1910 and 1926, Construction 
Standards and Interpretations in effect on the date of issuance of bids and 
with this supplement. 

Requests for waivers from this supplement are to be made to the con¬ 
tracting officer in writing supported by evidence that every reasonable effort 
has been made to comply with the contractural requirements. The Contractor is 
to hold and save the Soil Conservation Service (Contracting Local Organization 
in locally awarded contracts) free from any claims or causes of action whatso¬ 
ever resulting from the Contractor or his or her subcontractors proceeding 
under a waiver or approved adaptation. 

Copies of OSHA Parts 1910 and 1926 Construction Standards and Inter¬ 
pretations may be obtained from: 

Superintendent of Documents 
U.S. Government Printing Office 
Washington, D.C. 20402 


SOIL CONSERVATION SERVICE 
SUPPLEMENT TO OSHA PARTS 1910 AND 1926 
CONSTRUCTION STANDARDS AND INTERPRETATIONS 

GENERAL CONTRACTOR REQUIREMENTS 


1.1 SAFETY PROGRAM. Each contractor is to demonstrate that he or she 
has facilities for conducting a safety program commensurate with the work 
under contract. The contractor is to submit in writing a proposed compre¬ 
hensive safety program to the contracting officer for approval before the 
start of construction operations. The program is to specifically state what 
provisions the contractor proposes to take for the health and safety of all 
employees. 

1.2 PRECONSTRUCTION SAFETY MEETING. Representatives of the contractor 
are to meet with the contracting officer's authorized representative before 
the start of construction to discuss safety standards and requirements appli¬ 
cable to the work under contract. 

1.3 JOINT SAFETY POLICY COMMITTEE. The contractor is to participate in 
monthly meeting of a Joint Safety Policy Committee, composed of SCS and 
contractor supervisory personnel. At these meetings the contractor's project 
manager and the contracting officer's representative will review the effec¬ 
tiveness of the contractor's safety effort and coordinate safety activities. 



1.4 SAFETY PERSONNEL. Each contractor is to designate a competent 
supervisory employee to carry out the safety program. 

1.5 SAFETY MEETINGS. A minimum of one "on-the-job" or "toolbox" safety 
meeting is to be conducted each week by all field supervisors or foremen and 
attended by all mechanics and laborers at the worksite. The contractor also is 
to conduct regularly scheduled supervisory safety meetings at least monthly for 
all levels of job supervision. 

1.6 FIRST AID TRAINING. Every contractor foreman must have a Bureau of 
Mines or American Red Cross first aid certificate. The contractor is to 
provide first aid instruction to comply with this requirement. 

1.7 REPORTS. Each contractor is to maintain an accurate record of,, and 
report to the contracting officer in the manner and on forms prescribed by the 
contracting officer, all cases of death, occupational disease, or disabling 
injury arising out of or in the course of employment incident to contract work. 
All fatal or serious injuries are to be reported immediately to the contracting 
officer’s field representative, and every assistance is to be given in the 
investigation of the incident, including submission of a comprehensive narrative 
report to the contracting officer's authorized representative. Other accidental 
occurrences with serious accident: potential such as equipment failures, slides, 
cave-ins, etc., must also be reported immediately. The contractor is to assist 
and cooperate fully with the contracting officer's representatives in conducting 
accident: investigations. The contracting officer's authorized representative 

is to be furnished all information and data pertinent to investigation of an 
accident. 


FIRST AID AND MEDICAL FACILITIES 

2.1 CLASS A—FIRST AID FACILITIES (100 or fewer employees). 

2.1.1 First: Aid Kits. On projects where 100 or fewer workers (total 
number of employees on all shifts) are employed, 16-unit first aid kits are t:o 
be provided at accessible points in the ratio of at least one kit for each 25 
employees. The first aid kits are to be moistureproof and dusttight and the 
contents of the kits are to be replenished as used. 

2.1.2 Emergency First Aid. At least one supervisor qualified to administer 
emergency first aid must be available on each shift and duly designated by the 
contractor to care for injured employees. 

2.1.3 Communication and Transportation. The contractor is to make 
necessary arrangements for prompt and dependable communications, transportation 
and medical care for injured employees. At least one stretcher and two blankets 
must be readily available for transporting injured employees. 

2.2 FIRST AID AND MEDICAL REPORTS 

2.2.1 Type of Records. The contractor is to maintain a first aid treat¬ 
ment and medical record system on all projects. Such records are to include: 

(a) a daily treatment log listing chronolgically all patients 
visiting the facility for occupational injuries and illnesses; 



(b) cumulative individual injury records; 

(c) monthly statistical records of occupational injuries, classified 
by type and nature of injury; and 

(d) required worker's compensation records. 

2.2.2 Availability of Records. Records are to be readily available to 
the contracting officer. 

2.3 GENERAL 

2.3.1 Certification of Insurance. Contractors are to provide the contrac¬ 
ting officer or his or her authorized representative with certificates of 
insurance before the start of operations indicating full compliance with State 
workmen's compensation statutes. 

2.3.2 Signs and Directional Markings. Adequate indentification and 
directional markers are to be provided to readily denote the location of all 
first aid stations. 

2.3.3 Emergency Lighting. Emergency lighting is to be provided at all 
first aid stations. 


PHYSICAL QUALIFICATION OF EMPLOYEES 

3.1 REQUIREMENT. Persons employeed throughout the course of the contract 
are to be physically qualified to perform their assigned duties. Employees 
must not knowingly be permitted or required to work while their ability or 
alertness is so impaired by fatigue, illness, or any other reason that it may 
expose themselves or others to injury. 

3.2 MINORS AND WOMEN WORKERS. The contractor is to comply with all 
applicable Federal and State laws on employment of minors and women. 

3.3 HEAVY EQUIPMENT OPERATORS. It is recommended that operators of 
trucks and heavy construction equipment be given physical examinations to 
determine if they are physically qualified to perform their assigned work 
without endangering themselves or others. 

3.4 PHYSICAL EXAMINATIONS REQUIRED 

3.4.1 Hoist Operators. Operators of material hoists are to be examined 
and provided with a physician's certificate stating that they are physically 
qualified to safely operate hoisting equipment before they are assigned to 
operate a hoist. At least once a year thereafter they shall obtain a physi¬ 
cian's certificate of physical fitness. A copy of each certificate is to be 
submitted to the contracting officer. 

3.4.2 Motor Vehicle Operators. Operators of motor vehicles engaged pri¬ 
marily in the transportation of personnel are to be 18 years of age or older 
and have a valid State operator's permit or license for the equipment being 
operated. The operator must have passed a physical examination within the past 
year. 


3.4.3 Marine Divers. Divers must be fully qualified by training, experi 
ence and physical condition to perform this type of diving and to perform the 



work. A current physician's certification of physical fitness to perform 
diving is required for all diving personnel. 

PERSONAL PROTECTIVE EQUIPMENT 


4.1 HARD HATS 

4.1.1 Hard Hat Areas. "Hard Hat Areas" include all locations where 
construction work of any nature is in progress and the entire jobsite with the 
exception of shop interiors, offices and identified visitor parking areas. All 
employees (including equipment operators and field mechanics) and others entering 
the area are required, without exception, to wear hard hats. The contractor is 
to provide hard hats for visitors entering "Hard Hat Areas." 

4.1.2 Posting. Signs at least 3 by 4 feet in size, with the following 
wording are to be erected at the access to construction areas: 

"CONSTRUCTION AREA—HARD HATS REQUIRED 
BEYOND THIS POINT" 

The signs are to be furnished and erected by the contractor at locations 
designated by the contracting officer's authorized representative. 

4.2 SAFETY GOGGLES (DRILLERS) 

4.2.1 Drillers and Helpers. Drillers and helpers operating pnuematic 
rock drills must wear protective safety goggles. 

4.3 SAFETY BELTS AND LINES 

4.3.1 Requirement. Employees working from unguarded heights, on steep 
slopes, or otherwise subjected to possible falls from, heights not protected by 
fixed scaffolding, guardrails, or safety nets must be secured by safety belts 
and lifelines. 

4.3.2 Lifelines. Lifelines are to be secured to at least two substantial 
anchorages or structural members. 

4.3.3 Inspection and Maintenance. Safety belts, lifelines, and accessories 
are to be inspected daily and maintained in safe condition. 

MACHINERY AND MECHANIZED EQUIPMENT 


5.1 GENERA], 

5.1.1 Safe Condition. Before any machinery or mechanized equipment is 
initially used on the job, it must be inspected and tested by qualified con¬ 
tractor personnel and determined to be in safe operating condition and appro¬ 
priate for the intended use. Operators are to be instructed to check their 
equipment daily before use and report any deficiencies to management. Safety 
equipment installed on machinery is to be use by equipment operators. 



5.1.2 Electric-driven Equipment. Electric-driven equipment is to be 
installed with provision for tagging and/or locking out the controls while 
under repair. An approved lockout and/or tagout procedure is to be estab¬ 
lished, prescribing specific responsibilities and safety procedures to be 
followed by the person or persons performing the repair work. Mixer barrels 
are to be securely locked out before permitting employees to enter them for 
cleaning or repair. 

5.1.3 Conductors. Conductors rated 440 volts and greater are not to be 
laid on the ground unless they are heavy-duty armored type or shielded type. 
Such cables used to supple power to moving equipment must be moved only with 
the aid of nonconductive safety tongs, and if energized at 5,000 volts, by 
worker’s wearing tested and approved-type electricians's hot sticks or gloves. 

5.1.4 Posting for High-Voltage Lines. A notice of the 10-foot limitation 
required by 1926.550, Subpart N, is to be posted in the operators cab of 
cranes, shovels, backhoes and related equipment. 

5.2 HAUL ROADS FOR EQUIPMENT 

5.2.1 Road Maintenance. The contractor must maintain haul roads and 
access roads in a safe condition so as to eliminate or control dust and ice 
hazards. Wherever dust conditions exist, edequate dust-laying equipment must 
be available at the jobsite and utilized to prevent dust from obscuring 
vision. 


5.2.2 Single-lane Haul Roads. Single-lane haul roads with two-way 
traffic is to be provided with adequate turnouts. Where adequate turnouts 
are not practical, a control system is to be provided to prevent vehicle 
accidents. 

5.2.3 Two-way Haul Roads. On two-way traffic haul roads, arrangements 

are to be such that vehicles travels on the right side wherever possible. 

Signs and traffic control devices are to be employed to indicate clearly any 
variation from a right-hand traffic pattern. The width of the road must be 
adequate to permit safe passage of opposing traffic considering the type of 
haulage equipment used. 

5.2.4 Design and Construction of Haul Roads. Haul road design criteria 

and drawing if requested by the contracting officer are to be submitted for 

the approval of the contracting officer's representative prior to road con¬ 
struction. 

5.2.5 Operators. Machinery and mechanized equipment is to be operated 
only by authorized persons. 

5.2.6 Riding on Equipment. Riding on equipment by unauthorized personnel 
is prohibited. Seating shall be provided for the operator and all passengers. 

5.2.7 Getting On or Off Equipment. Getting on or off equipment, such 
as tractors, cranes, or excavation equipment, while the equipment is in 
motion is prohibited. 



5.2.8 Hours of Operation. Except in emergencies, an equipment operator 
may not be permitted to operate any mobile or hoisting equipment for more than 
12 hours without a continuous 8-hour rest interval. 

5.3 POWER CRANES AND HOISTS (TRUCK CRANES, CRAWLER CRANES, TOWER CRANES, 
GANTRY CRANES, HAMMERHEAD CRANES, DERRICKS, CABLEWAYS, AND HOISTS) 

5.3.1 Performance Test. Before initial onsite operation, power cranes, 
derricks, cableways, and hoists must: satisfactorily complete a performance 
tests to demonstrate the equipment's ability 

5.3.2 Performance Test—-Power Cranes (Crawler-mounted, truck-mounted and 
wheel-mounted). The performance test is to be carried out with outriggers set 
and with a test load weighing 115 percent of the manufacturer's rating for the 
boom radius selected by the contractor. The test is to consist of raising, 
lowering and braking the load and rotating the test load through 360 at the 
specified boom angle or radius. Cranes equipped with jibs or boom-tip exten¬ 
sions are to be tested using both the main boom and the jib, with an appropriate 
test load in each case. 

5.3.3 Performance Test—-Derricks, Tower Cranes, Cableways and Hoists. 
Derricks, gantry cranes, tower cranes, cableways and hoists, including overhead 
cranes, are to be performance tested with a test load weighing 115 percent of 

the manufacturer's rating. In testing cableways, the test, load is to be traveled 
to the upstream and downstream limits of travel and thoroughly performance 
tested in at least three travel positions, including both limits of travel. 

5.3.4 Boom Angle Indicator. OSHA Part 1926.550(a) is supplemented to 
require that power cranes be provided with a boom angle indicator in good 
working order. 

5.3.5 Crane Test Certification. The performance test required by 5.3.2 
or 5.3.3 is fulfilled if the contractor provides the contracting officer a copy 
of a certificate of inspection made within the past 12 months by a competent 
person or by a private eigency satisfactory to the contracting officer. 

5.4 ROLLOVER PROTECTIVE STRUCTURES (ROPS). 

5.4.1 Rollover Protective Structures. Overhead Protection Part 1926, 
Subpart W, Section 1000, 1001 and 1002 are applicable regardless of the year in 
which the equipment was manufactured and regardless of the struck capacity of 
the equipment. 

5.4.2 Skid-steer and Compactor Equipment. Skid-steer equipment and self- 
propelled compactor equipment is to be equipped with ROPS as provided by Part 
1926.1001. 
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SECTION K - REPRESENTATIONS, CERTIFICATIONS« AND OTHER STATEMENTS OF OFFERORS 
K-l. Certificat e of Independent Price Determination (APR 1985) 

a. The offeror certifies that— 

1. The prices in this offer have been arrived at independently, 
without, for the purpose of restricting competition, any 
consultation, communication, or agreement with any other 
offeror or competitor relating to (a) those prices, (b) the 
intention to submit an offer, or (c) the methods or factors 
used to calculate the prices offered; 

2. The prices in this offer have not been and will not be know¬ 
ingly disclosed by the offeror, directly or indirectly, to any 
other offeror or competitor before bid opening (in the case of 
a sealed bid solicitation) or contract award (in the case of a 
negotiated solicitation) unless otherwise required by law; and 

3. No attempt has been made or will be made by the offeror to 
induce any other concern to submit or not to submit an offer 
for the purpose of restricting competition. 

b. Each signature on the offer is considered to be a certification by 

the signatory that the signatory— 

1. Is the person in the offeror’s organization responsible for 
determining the prices being offered in this bid or proposal, 
and that the signatory has not participated and will not par¬ 
ticipate in any action contrary to subparagraphs a.l. through 
a.3. above; or 

2. (a) Has been authorized, in writing, to act as agent for the 

following principals in certifying that those principals 
have not participated, and will not participate in any 
action contrary to subparagraphs a.l. through a.3. above 

_ [insert full name of 

person(s) in the offeror's organization responsible for 
determining the prices offered in this bid or proposal, 
and the title of his or her position in the offeror’s 
organization]; 

(b) As an authorized agent, does certify that the principals 
named in subdivision b.2.(a) above have not participated, 
and will not participate, in any action contrary to 
subparagraphs a.l. through a.3. above; and 

(c) As an agent, has not personally participated, and will not 
participate, in any action contrary to subparagraphs a.l. 
through a.3. above. 


204 


c. If the offeror deletes or modifies subparagraph a.2. above, the 
offeror must furnish with its offer a signed statement setting 
forth in detail the circumstances of the disclosure. 

REF: FAR 52.203-2, 3.103-1 

K-2. Contingent: Fee Representation and Agreement (APR 1984) 

a. Representation. The offeror represents that:, except for full-time 
bona fide employees working solely for the offeror, the offeror— 

[Note: The offeror must check the appropriate boxes. For inter¬ 

pretation of the representation, including the term "bona fide 
employee," see Subpart 3.4 of the Federal Acquisition Regulation.] 

1. has, _has not employed or retained any person or company 

to solicit or obtain this contract; and 

2. _ has, __ has not paid or agreed to pay to any person or com¬ 

pany employed or retained to solicit or obtain this contract 
any commission, percentage, brokerage, or other fee contingent 
upon or resulting from the award of this contract. 

b. Agreement. The offeror agrees to provide information relating to 
the above Representation as requested by the Contracting Officer 
and, when subparagraph a.l. or a.2. is answered affirmatively, to 
promptly submit to the Contracting Officer— 

1. A completed Standard Form 119, Statement of Contingent or Other 
Fees, (SF 119); or 

2. A signed statement indicating that the SF 119 was previously 
submitted to the same contracting office, including the date 
and applicable solicitation or contract number, and repre¬ 
senting that the prior SF 119 applies to this offer or 
quotation. 

REF: FAR 52.203-4, 3.404(b) 

X-3. Tyne of Business Organization - Sealed Bidding (APR 1985) 

The bidder, by checking the applicable box, represents that it operates 

as_a corporation incorporated under the laws of the State of_, 

__an individual, __ a partnership, _ a nonprofit organization, or _ 

a joint venture. 

REF: FAR 52.214-2, 14.201-6(b)(2) 


K-4. 


(APR 1984) 


a. A "parent" company, for the purpose of this provision, is one that 
owns or controls the activities and basic business policies of the 
bidder. To own the bidding company means that the parent company 
must own more than 50 percent of the voting rights in that com¬ 
pany. A company may control a bidder as a parent even though not 
meeting the requirement for such ownership if the parent company is 
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able to formulate, determine, or veto basic policy decisions of the 
offeror through the use of dominant minority voting rights, use of 
proxy voting, or otherwise. 

b. The bidder _ is, _ is not [check applicable box] owned or con¬ 

trolled by a parent company. 

c. If the bidder checked "is M in paragraph b. above, it shall provide 
the following information: 

Name and Main Office Address Parent Company's Employer's 
of Parent Company (Include Identification Number 

Zip Code) 


d. If the bidder checked "is not" in paragraph b. above, it shall 
insert its own Employer's Identification Number on the following 
line _. 

REF: FAR 52.214-8, 14.20l-6(d) 

K-5. Small Business Concern Representation (APR 1984) 

The offeror represents and certifies as part of its offer that it _ 

is, _ is not a small business concern and that _ all, _ not all 

supplies to be furnished will be manufactured or produced by a small 
business concern in the United States, its possessions, or Puerto 
Rico. "Small business concern," as used in this provision, means a 
concern, including its affiliates, that is independently owned and 
operated, not dominant in the field of operation in which it is bidding 
on Government contracts, and qualified as a small business under the 
size standards in this solicitation. 

REF: FAR 52.219-1, 19.304(a) 

K-6. Smflll..Biga tty g P £a&£ii...Bugi- Pg gg. Cpnpe ,rn.,.Rppj:gge n tgit,io n (APR 1984) 

a. Representation. The offeror represents that it _ is, _ is not a 

small disadvantaged business concern. 

b. Definitions. "Asian-Indian American," as used in this provision, 
means a United States citizen whose origins are in India, Pakistan, 
or Bangladesh. 

"Asian-Pacific American," as used in this provision, means a United 
States citizen whose origins are in Japan, China, the Philippines, 
Vietnam, Korea, Samoa, Guam, the U.S. Trust Territory of the Paci¬ 
fic Islands, the Northern Mariana Islands, Laos, Cambodia, or 
Taiwan. 

"Native Americans," as used in this provision, means American 
Indians, Eskimos, Aleuts, and native Hawaiians. 
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’’Small business concern,” as used in this provision, means a con¬ 
cern, including its affiliates, that is independently owned and 
operated, not dominant in the field of operation in which it is 
bidding on Government contracts, and qualified as a small business 
under the criteria and size standards in 13 CFR 121. 

’’Small disadvantaged business concern,” as used in this provision, 
means a small business concern that (1) is at least 51 percent 
owned by one or more individuals who are both socially and eco¬ 
nomically disadvantaged, or a publicly owned business having at 
least 51 percent of its stock owned by one or more socially and 
economically disadvantaged individuals and (2) has its management 
and daily business controlled by one or more such individuals. 

c. Qualified groups. The offeror shall presume that socially and 
economically disadvantaged individuals include Black. Americans, 
Hispanic Americans, Native Americans, Asian-Pacific Americans, 
Asian-Indian Americans, and other individuals found to be qualified 
by the SBA under 13 CFR 124.1. 

REF: FAR 52.219-2, 19.304(b) 

K-7. W omen-Owned Small Business Representation (APR 1984) 

a. Representation. The offeror represents that it _ is, _ is not a 

women-owned small business concern. 

b. Definitions. ’’Small business concern," as used in this provision, 
means a concern, including its affiliates, that is independently 
owned and operated, not dominate in the field of operation in which 
it is bidding on Government contracts, and qualified as a small 
business under the criteria and size standards in 13 CFR 121. 

"Women-owned," as used in this provision, means a small business 
that is at least 51 percent owned by a woman or women who are U.S. 
citizens and who also control and operate the business, 

REF: FAR 52.219-3, 19.304(c) 

K-8. Cer tification.of Nonsegregated Facilities (APR 1984) 

a. "Segregated facilities," as used in this provision, means any 
waiting rooms, work areas, rest rooms and wash rooms, restaurants 
and other eating areas, time clocks, locker rooms and other storage 
or dressing areas, parking lots, drinking fountains, recreation or 
entertainment areas, transportation, and housing facilities pro¬ 
vided for employees, that are segregated by explicit directive or 
are in fact segregated on the basis of race, color, religion,, or 
national origin because of habit, local custom, or otherwise. 

b. By the submission of this offer, the offeror certifies that it does 
not and will not maintain or provide for its employees any segre¬ 
gated facilities at any of its establishments, and that it does not 
and will not permit its employees to perform their services at any 
location under ita control where segregated facilities are main¬ 
tained. The offeror agrees that a breach of this certification is 
a violation of the Equal Opportunity clause in the contract. 
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c. The offeror further agrees that (except where it has obtained iden¬ 
tical certifications from proposed subcontractors for specific time 
periods) it will— 

1. Obtain identical certifications from proposed subcontractors 
before the award of subcontracts under which the subcontractor 
will be subject to the Equal Opportunity clause; 

2. Retain the certifications in the files; and 

3. Forward the following notice to the proposed subcontractors 
(except if the proposed subcontractors have submitted identical 
certifications for specific time periods): 

NOTICE TO PROSPECTIVE SUBCONTRACTORS OF REQUIREMENT FOR CERTI¬ 
FICATIONS OF NONSEGREGATED FACILITIES. 

A Certification of Nonsegregated Facilities must be submitted 
before the award of a subcontract under which the subcontractor 
will be subject to the Equal Opportunity clause. The certifi¬ 
cation may be submitted either for each subcontract or for all 
subcontracts during a period (i.e., quarterly, semiannually, or 
annually). 

NOTE: The penalty for making false statements in offers is 
prescribed in 18 U.S.C. 1001. 

REF: FAR 52.222-21, 22.810(a)(1) 

K-9. Previous Cvn,tracts. aud.gompli&pce, Fepvrt? (APR 1984) 

The offeror represents that— 

a. It _ has, _ has not participated in a previous contract or sub¬ 

contract subject either to the Equal Opportunity clause of this 
solicitation, the clause originally contained in Section 310 of 
Executive Order No. 10925, or the clause contained in Section 201 
of Executive Order No. 11114; 

b. It _ has, _ has not, filed all required compliance reports; and 

c. Representations indicating submission of required compliance 
reports, signed by proposed subcontractors, will be obtained before 
subcontract awards. 

REF: FAR 52.222-22, 22.810(a)(2) 

K-10. Clean Air and Water Certification (APR 1984) 

The Offeror certifies that— 

a. Any facility to be used in the performance of this proposed con¬ 
tract is _, is not _ listed on the Environmental Protection 

Agency List of Violating Facilities; 
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b. The Offeror will immediately notify the Contracting Officer, before 
award, of the receipt of any communication from the Administrator, 
or a designee, of the Environmental Protection Agency, indicating 
that any facility that the Offeror proposes to use for the perfor¬ 
mance of the contract is under consideration to be listed on the 
EPA List of Violating Facilities; and 

c. The Offeror will include a certification substantially the same as 
this certification, including this paragraph c., in every non¬ 
exempt subcontract. 

RES': FAR 52.223-1, 23.105(a) 

K-ll. Data Universal Numbering System (DUNS ) 

a. The bidder/offeror is requested to insert the DDNS number appli¬ 
cable to the contractor's address shown on the solicitation form. 

DUNS No . ______ _ 

b. If the production point (point of final assembly) is other than the 
location entered on the solicitation form, or if additional produc¬ 
tion points are involved, enter the DUNS number applicable to each 
production point in the space provided below. 

Item No „ Mflnpfpgture?:, Production Point DUNS No . 


c. If DUNS numbers have not been established for the contractor, or 
the production point(s) shown above, a number will be assigned upon 
request by Dun & Bradstreet, Allentown, Pennsylvania, phone (215) 
776-4388, 89, 90 or 91. 

REP: FAR 15.406-2, FPR TR-48 

K-12. Address to Which Payment Should be Mailed 

In the space provided below, the Contractor is requested to indicate 
the address to which payment should be mailed, or indicate "same" if it 
is the same as the address shown on the solicitation form. 


K-13. Persons_ Authorised . to _Negotiate,_ Sign and. Administer Contracts and 


The Contractor should indicate below the name, location and phone 
number of persons authorized to conduct negotiations: 
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Name 


Contract administrator 


By signature on the 
thorized, on behalf of 
agreements with the 
named above _ are, _ 


Location 


Phone 


(if different from above): 


solicitation form I hereby affirm that I am au- 
the company, to enter into binding contractual 
Government; and furthermore, that the person(s) 
not likewise so authorized. 



SECTION L - INSTRUCTIONS. CONDITIONS. AND NOTICES TO BIDDERS 


L-l. Solicitation Definitions—Sealed BiddinE (APR 1985) 

’’Offer” means "bid” in sealed bidding. 

"Solicitation" means an invitation for bids in sealed bidding. 

REF: FAR 52.214-1, 14.201-6(b)(l) 

L-2. Acknowledgement of Amendments.to_Invitations for Bids (APR 1984) 

Bidders shall acknowledge receipt of any amendment to this solicitation 
(a) by signing and returning the amendment, (b) by identifying the 
amendment number and date in the space provided for this purpose on the 
form for submitting a bid, or (c) by letter or telegram. The Govern¬ 
ment must receive the acknowledgement by the time and at the place 
specified for receipt of bids. 

REF: FAR 52.214-3, 14.201-6(b)(3) 

L-3. False.Statements in JLidfi (AP R 1984) 

Bidders must provide full, accurate, and complete information as 
required by this solicitation and its attachments. The penalty for 
making false statements in bids is prescribed in 18 U.S.C. 1001. 

REF: FAR 52.214-4, 14.201-6(b)(4) 

L-4. Submission gf Pjj,fla (APR 1984) 

a. Bids and bid modifications shall be submitted in sealed envelopes 
or packages (1) addressed to the office specified in the solici¬ 
tation and (2) showing the time specified for receipt, the soli¬ 
citation number, and the name and address of the bidder. 

b. Telegraphic bids will not be considered unless authorized by the 
solicitation; however, bids may be modified or withdrawn by written 
or telegraphic notice, if such notice is received by the time 
specified for receipt of bids. 

REF: FAR 52.214-5, 14.201-6(c)(1) 

l- 5. Explanation,, to Frgs p scliiy g -gidigig. (apr 1984) 

Any prospective bidder desiring an explanation or interpretation of the 
solicitation, drawings, specifications, etc., must request it in 
writing soon enough to allow a reply to reach all prospective bidders 
before the submission of their bids. Oral explanations or instructions 
given before the award of a contract will not be binding. Any infor¬ 
mation given a prospective bidder concerning a solicitation will be 
furnished promptly to all other prospective bidders as an amendment to 
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the solicitation, if that information is necessary in submitting bids 

or if the lack of it would be prejudicial to other prospective bidders. 

REF: FAR 52.214-6, 14.201-6(c)<2) 

L-6. LSubmissions..,.. Modifications...-and. Withdrawals of Bids (A]?R 1984) 

a. Any bid received at the office designated in the solicitation after 
the exact time specified for receipt will not be considered unless 
it is received before award is made and it— 

1. Was sent by registered or certified mail not later than the 
fifth calendar day before the date specified for receipt of 
bids (e.g., a bid submitted in response to a solicitation 
requiring receipt of bids by the 20th of the month must have 
been mailed by the 15th); or 

2. Was sent by mail (or was a telegraphic bid if authorized), and 
it is determined by the Government that the late receipt was 
due solely to mishandling by the Government after receipt, at 
the Government installation. 

b. Any modification or withdrawal of a bid is subject to the same con¬ 
ditions as in paragraph a. above. 

c. The only acceptable evidence to establish the date of mailing of a 
late bid, modification, or withdrawal sent either by registered or 
certified mail is the U.S. or Canadian Postal Service postmark on 
the wrapper or on the original receipt from the U.S. or Canadian 
Postal Service. If neither postmark shows a legible date, the bid, 
modification, or withdrawal shall be processed as if mailed late. 
"Postmark 1 " means a printed, stamped, or otherwise placed impression 
(exclusive of a postage meter machine impression) that is readily 
identifiable without further action as having been supplied and 
affixed by employees of the U.S. or Canadian Postal Service on the 
date of mailing. Therefore, bidders should request the postal 
clerks to place a hand cancellation bull's-eye postmark on both the 
receipt and the envelope or wrapper. 

d. The only acceptable evidence to establish the time of receipt at 
the Government installation is the time/date stamp of that instal¬ 
lation on the bid wrapper or other documentary evidence of receipt 
maintained by the installation. 

e. Notwithstanding paragraph a. above, a late modification of an 
otherwise successful bid that makes its terms more favorable to the 
Government will be considered at any time it is received and may be 
accepted. 

f. A bid may be withdrawn in person by a bidder or its authorized 
representative if, before the exact time set for receipt of bids, 
the identity of the person requesting withdrawal is established and 
that person signs a receipt for the bid. 


REF 


FAR 52.214-7, 14.201-6(c)(3) 



213 


L-7. Preparatio n of Bids—-Construction (APR 1984) 

a. Bids must be (1) submitted on the forms furnished by the Govern¬ 
ment, or on copies of those forms, and (2) manually signed. The 
person signing a bid must initial each erasure or change appearing 
on any bid form. 

b. The bid form may require bidders to submit bid prices for one or 
more items on various bases, including— 

1. Lump sum bidding; 

2. Alternate prices; 

3. Units of construction; or 

4. Any combination of subparagraphs 1. through 3. above. 

c. If the solicitation requires bidding on all items, failure to do so 
will disqualify the bid. If bidding on all items is not required, 
bidders should insert the words "no bid" in the space provided for 
any item on which no price is submitted. 

d. Alternate bids will not be considered unless this solicitation 
authorizes their submission. 

REF: FAR 52.214-18, 14.201-6(1) 

L-8. C ontract 4w arirrS s fll,ed, Blfli (apr 1985) 

a. The Government will award a contract resulting from this solici¬ 
tation to the responsible bidder whose bid, conforming to the 
solicitation, will be most advantageous to the Government, 
considering only price and the price-related factors specified in 
the solicitation. 

b. The Government may reject any or all bids, and waive informalities 
or minor irregularities in bids received. 

c. The Government may accept any item or combination of items, unless 
doing so is precluded by a restrictive limitation in the 
solicitation or the bid. 

REF: FAR 52.214-19, 14.201-6(m) 

L-9. Affiliated Bidders (APR 1984) 

a. Business concerns are affiliates of each other when, either 
directly or indirectly, (1) one concern controls or has the power 
to control the other, or (2) a third party controls or has the 
power to control both. 

b. Each bidder shall submit with its bid an affidavit stating that it 
has no affiliates, or containing the following information: 

1. The names and addresses of all affiliates of the bidder. 
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2. The names and addresses of all persons and concerns exercising 
control or ownership of the bidder and any or all of its affi¬ 
liates, and whether they exercise such control or ownership as 
common officers, directors, stockholders holding controlling 
interest, or otherwise. 


REF: FAR 52.214-17, 14.201-6(k) 


L-10« 


(APR 1985) 


Any inconsistency in this solicitation shall be resolved by giving pre¬ 
cedence in the following order: (a) the Schedule (excluding the speci¬ 
fications); (b) representations and other instructions; (c) contract 
clauses; (d) other documents, exhibits, and attachments; and (e) the 
specifications. 


REF: FAR 52.214-11, 14.201-6(f)(1) 


L-ll 


(APR 1984) 


Each bidder must submit a bid guarantee in the amount of 20% of the 
total bid price, but in no event shall the penal sum exceed $3 
million. If a bid bond is submitted, it should be on Standard Form 
24. Money orders and checks, if used, shall be drawn payable to the 
Soil Conservation Service. 


REF: AGAR 452.228-70 


L-12» Notice of Required Performance Security (APR 1984) 


The successful bidder shall furnish security to guarantee faithful 
performance of the contract in the amount of 100% of the total contract 
price. Security may be in the form of a performance bond on Standard 
Form 25 (furnished on request), or in the form of a postal money order, 
certified check or cashier's check, or United States Government bonds 
or notes (at par value) may be deposited in accordance with Treasury 
Regulations. Money orders and checks shall be drawn payable to: Soil 
Conservation Service. 


REF: AGAR 452.228-71 


L-13 • 


(APR 1984) 


The successful bidder shall furnish security to guarantee payment to 
all persons supplying labor or materials in the performance of the 
contract, such security to be in the form of a. payment bond on Standard 
Form 25A (furnished on request). The penal sum of the payment bond 
shall equal: 


a. 50 percent of the contract price, if the contract price is not more 
than $1 million; 


b 


40 percent of the contract price, if the contract price is more 
than $.1 million but not more than $5 million; or 
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c. $2 1/2 million} if the contract price is more than $5 million. 

REF: AGAR 452.228-72 

L-14. Service of Protest (JAN 1985) 

Protests, as defined in section 33.101 of the Federal Acquisition 
Regulation, shall be served on the Contracting Officer by obtaining 
written and dated acknowledgement of receipt from the Soil Conserva¬ 
tion Service, 2828 Chiles Road, Davis, California 95616. 

REF: FAR 52.233-2, 33.106 


L-15. Site Inspection (APR 1984) 

Prospective bidders may assemble at the SCS office , 401 Tenth St., 
Suite 2, Gilroy, California, on Tuesday, July 16, and Thursday, July 
18, 1985, for group showings of the worksite. The group showings will 

begin at 10:00 a.m. on each of the above days. If you are unable to 
attend one of the group showings, arrangements to inspect the site may 
be made with Ralph Blair, Project Engineer, 401 Tenth St., Suite 2, 
Gilroy, CA 95020, phone (408) 847-3762. 

L-16. Availability _ Qi.,_gp.e,slf ic at jflaa _Listed 9 f Federal-Speci¬ 

fications and Standards (APR 1984) 

a. Single copies of specifications cited in this solicitation may be 
obtained by submitting a written request to the appropriate supply 
point listed below. The request must contain the title of the spe¬ 
cification, its number, date, applicable amendment(s), and the 
solicitation or contract number. In case of urgency, telephone or 
telegraphic requests are acceptable. Voluntary standards listed in 
the Index are not available to offerors and contractors from the 
following Government sources and may be obtained from the organiza¬ 
tion responsible for their preparation, maintenance, or 
publication. 


REGION ADDRESS/TELEPHONE NUMBER SERVICE AREA 


1 GSA Business Service Center 

John McCormack 
Post Office and Courthouse 
Boston, MA 02109 
(617) 223-2868 


Connecticut, 
Maine, Vermont, 
New Hampshire, 
Massachusetts, 
and Rhode Island 


2 GSA Business Service Center 

26 Federal Plaza 
New York, NY 10278 
(212) 264-1234 


New Jersey, New 
York, Puerto 
Rico, and Virgin 
Islands 



REGION 


ADDRESS/TELEPHONE NUMBER 


SERVICE AREA. 


4 


5 


6 


7 


7 


8 


GSA Specification and Consumer 
Information Distribution Center 
Ninth and Market Streets 
Philadelphia, PA. 19107 
(215) 597-9613 


GSA Business Service Center 
75 Spring Street SW 
Atlanta, GA 30303 
(404) 221-5103 


GSA Business Service Center 
230 South Dearborn Street 
Chicago, IL 60604 
(312) 353-5383 


Delaware, 

Maryland (except 
Prince Georges 
and Montgomery 
Counties), 
Pennsylvania, 
Virginia (except 
Prince William, 
Loudon, Fairfax, 
and Arlington 
Counties), and 
West Virginia. 

Alabama, Florida, 
Georgia, 

Kentucky, North 
Carolina, South 
Carolina, and 
Tennessee 

Illinois , Indiana, 
Ohio, Michigan, 
Minnesota, and 
Wisconsin 


GSA Business Service Center 
1500 East Bannister Road 
Kansas City, MO 64131 
(816) 926-7203 


Iowa, Kansas, 
Missouri, and 
Nebraska 


GSA Business Service Center 
819 Taylor Street 
Fort. Worth, TX 76102 
(817) 334-3284 


Arkansas, 
Louisiana, Texas, 
New Mexico, and 
Oklahoma 


GSA Business Service Center 
515 Rusk Street 
FOB Courthouse 
Houston, TX 77002 
(713) 226-5787 


Gulf: coast from 
Brownsville, 
Texas, to New 
Orleans, 
Louisiana 


GSA Business Service Center 
Building 41 
Denver Federal Center 
Denver, CO 80225 
(303) 234-2216 


Colorado, North 
Dakota, Utah, 
South Dakota, 
Montana, and 
Wyoming 


(~ I / 


REGION ADDRESS/TELEPHONE NUMBER SERVICE AREA 


9 GSA Business Service Center 

525 Market 

San Francisco, CA 94105 
(415) 974-9000 


9 GSA Business Service Center 

300 North Los Angeles Street 
Los Angeles, CA 90012 
(213) 688-3210 


10 GSA Business Service Center 

440 Federal Building 
915 Second Avenue 
Seattle, WA 98174 
(206) 442-5556 

National GSA Business Service Center 
Capital Seventh and D Streets SW 
Washington, D.C. 20407 
(202) 472-1804 


Northern 
California, 
Hawaii, and 
Nevada (except 
Clark County) 

Southern 
California, 
Nevada (Clark 
County), and 
Arizona 

Alaska, Idaho, 
Oregon, and 
Washington 


Maryland, (Prince 
Georges and 
Montgomery 
Counties), 
Virginia (Prince 
William, 

Loudon, Fairfax, 
and Arlington 
Counties), and 
Washington, D.C. 


b. The Index of Federal Specifications and Standards may be purchased 
from the Superintendent of Documents, U.S. Government Printing 
Office, Washington, D.C. 20402. 


REF: FAR 52.210-1, 10.011(a) 



